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Call  to  Order:         1:00  P.M. 


Roll  Call:  Present  -  President  Victor  G.  Makras,  Vice  President  Ann  Molier 

Caen,  Commissioner  E.  Dennis  Normandy,  Commissioner  Robert 
K.  Werbe,  Commissioner  Frank  L.  Cook 


Approval  of  Minutes 

Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Cook,  to  approve  the 
Minutes  for  the  following  meeting  dates;  passed  (5-0)  unanimously: 

a)  Regular  Meeting  of  May  1 2,  1 998 

b)  Special  Meeting  of  May  22,  1998 

c)  Regular  Meeting  of  May  26,  1 998 

d)  Special  Meeting  of  June  2,  1 998 

e)  Special  Meeting  of  June  8,  1 998 

f)  Regular  Meeting  of  June  9,  1 998 


Communications 
No  action  was  taken. 


Introduction  of  Old/Ongoing  Business  by  Commissioners 

Commissioner  Normandy  requested  staff  to  calendar  a  progress  report  on  the  Sunol 
Water  Temple  restoration.  President  Makras  directed  staff  to  include  in  that  report  the 
amount  of  funds  that  are  required  to  complete  the  project. 

Commissioner  Normandy  requested  staff  to  report  and  recommend  how  PUC's 
objectives  regarding  mining  permits  could  be  expanded  not  only  to  fiscal 
responsibilities,  deliveries,  and  water  storage  but  also  provide  adequate  protection  for 
the  Sunol  Temple  and  for  the  residents  in  the  Sunol  area. 


Introduction  of  New  Business  by  Commissioners 

At  Commissioner  Caen's  request,  the  Commission  agreed  to  reschedule  the  regular 
PUC  meetings  of  September  8  and  22  to  September  15  and  September  29.  The 
Commission  also  agreed  to  hold  the  August  25.  1998  PUC  meeting  at  the  Southeast 
Community  Facility  at  1:00  p.m. 
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Commissioner  Normandy  requested  staff  to  start  a  process  to  inventory  and  catalog 
Hetch  Hetchy's  historical  records.  Mr.  Moran  stated  that  historical  records  were  being 
kept  in  Moccasin.  However,  he  would  initiate  a  process  to  preserve  photographs  and 
artifacts  at  Hetch  Hetchy. 

President  Makras  directed  staff  to  pursue  obtaining  a  registered  trademark  for  Hetch 
Hetchy  bottled  water.  Commissioner  Normandy  requested  that  staff  provide  the 
Commission  with  an  overview  of  steps  to  be  undertaken  and  keep  the  Commission 
informed  of  their  progress. 

President  Makras  noted  about  the  letter  received  from  the  City  of  San  Jose  soliciting 
assistance  in  the  operation  of  its  municipal  water  system.  He  directed  staff  to  report 
on  the  possibility  of  operating  the  City  of  San  Jose's  municipal  water  system. 

President  Makras  announced  that  at  the  last  Commission  meeting  the  Commission 
evaluated  the  General  Manager's  performance.  He  said  the  Commission  was  very 
pleased  with  the  General  Manager's  performance.  He  stated  that  he  would  like  to  see 
the  PUC  move  toward  a  diversified  organization  and  he  expected  the  General 
Manager  to  fill  the  vacant  positions  in  the  department  and  reflect  that  diversity. 


Report  of  the  General  Manager 

Mr.  Moran  reported  that  the  PUC  was  awarded  two  U.S.  Environmental  Protection 
Agency  (USEPA)  demonstration  grants:  one  for  a  sewer  gas  utilization  energy 
conversion  facility  at  the  Southeast  Treatment  Plant;  and  the  other  for  an  in  line  low 
head  hyd regenerator  on  a  Water  Department's  facility  within  an  existing  pipeline. 

Mr.  Moran  requested  the  Commission's  authorization  to  apply  for  a  grant  from  the 
USEPA  in  the  amount  of  $120,000  for  alternative  technologies  in  wastewater 
treatment  before  the  application  period  expires.  Due  to  time  constraints,  an  agenda 
item  was  not  prepared.  He  asked  the  City  Attorney  whether  it  would  be  permissible  to 
act  on  the  matter  subject  to  confirmation  at  the  next  regular  meeting.  Mr.  Thomas 
Berliner,  Utilities  General  Counsel,  stated  that  in  as  much  as  the  matter  came  up  after 
the  meeting  notices  were  sent  out  and  immediate  action  was  required  to  take 
advantage  of  the  grant,  the  Commission  could  take  action  on  the  matter  provided  that 
the  Commission  votes  to  hear  the  item  and  receives  at  least  a  3/4  vote  to  do  so. 
President  Makras  requested  that  the  Counsel  prepare  a  memo  to  the  Commission 
stating  the  City  Attorney's  opinion  on  this  matter. 

Commissioner  Werbe  moved,  seconded  by  Commissioner  Cook  to  consider  a  matter 
that  was  not  on  the  agenda;  passed  (5-0)  unanimously. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Cook,  to  adopt  the 
following  resolution;  passed  (5-0)  unanimously. 
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Resolution  No.  98-0170:    Authorizing  the  General  Manager  of  Public  Utilities  to 

apply,  and  expend  $120,000  from  USEPA  grant  to 
implement  alternative  technologies  for  wastewater 
treatment. 

8.       Public  comments  on  matters  that  were  not  on  today's  agenda. 
There  were  none. 


President  Makras  took  the  agenda  out  of  order  and  discussed  Item  29  of  the  Closed  Session 
agenda. 

CLOSED  SESSION 


29.     Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 

Existing  Litigation:   California  State  Public  Utilities  Commission  -  Hunters  Point  and 

Potrero  power  plants. 

President  Makras  invited  comments  from  the  public  regarding  Item  29.  There  were  no 
comments  received. 

Commissioner  Caen  moved,  seconded  by  Commissioner  Cook,  to  assert  the  attorney- 
client  privilege  on  Item  29;  passed  (5-0)  unanimously. 

The  Commission  went  into  Closed  Session  at  1:25  p.m.  and  reconvened  in  open 
session  at  2:10  p.m.  President  Makras  announced  that  no  action  was  taken  on  Item 
29. 

Commissioner  Normandy  moved,  Commissioner  Cook  seconded,  not  to  disclose  the 
discussions  in  Closed  Session;  passed  (5-0)  unanimously. 


The  Commission  resumed  discussion  of  the  Regular  Agenda. 
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REGULAR 


9.  Establishing  a  policy  to  not  budget  for  positions  which  have  become  surplus  to  the 
department's  needs  and  establishing  a  procedure  for  implementation  of  the  policy. 
[Continued  from  the  meeting  of  June  23,  1998.] 

Mr.  Moran  requested  continuance  of  the  item  so  that  staff  could  review  the  policy  in 
relation  to  the  passing  of  Proposition  H. 

Arthur  Jensen,  General  Manager  of  the  Bay  Area  Water  Users  Association, 
commented  in  support  of  continuing  Item  9.  He  encouraged  staff  to  fill  long  term 
vacant  positions  and  track  the  progress  of  hiring. 

Moved  by  President  Makras,  seconded  by  Commissioner  Caen,  to  continue  Item  9  to 
the  regular  meeting  of  August  11,  1998;  passed  (5-0)  unanimously. 

10.  Authorizing  the  Bureau  of  Energy  Conservation  to  apply  for,  accept  and  expend  grant 
funds  from  the  U.S.  Department  of  Energy  and  the  Urban  Consortium  Energy  Task 
Force. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
10;  passed  (5-0)  unanimously. 

Resolution  No.  98-0171:    Authorizing  the  Bureau  of  Energy  Conservation  to  apply 

for,  accept  and  expend  $70,000  of  grant  funds  from  the 
U.s'  Department  of  Energy  and  the  Urban  Consortium 
Energy  Task  Force  to  support  the  City's  energy 
management  activities. 

Commissioner  Normandy  moved,  seconded  by  Commissioner  Cook,  to  adopt  Item  Nos.  11 
and  12  as  consent  items;  passed  (5-0)  unanimously. 

1 1 .  Resolution  No.  98-01 72:    Ratifying  the  Declaration  of  Emergency  made  by  the 

President  of  Public  Utilities  and  requesting  the  Board  of 
Supervisors  to  approve  the  expenditure  of  funds  for 
Contract  No.  CW-113,  5'^  Street/Shipley  Avenue 
Emergency  Sewer  Repair. 

12.  Resolution  No.  98-0173:    Ratifying  the  Declaration  of  Emergency  made  by  the 

President  of  Public  Utilities  and  requesting  the  Board  of 
Supervisors  to  approve  the  expenditure  of  funds  for 
Contract  No.  CW-160,  Buena  Vista  Terrace  Emergency 
Sewer  Replacement. 
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CONSTRUCTION  CONTRACTS 


Advertise 

13.     Approving  the  final  plans  and  specifications  and  authorizing  advertisement  for  bids  for 
San  Francisco  Water  Department  Contract  No.  WD-2273,  Metal  Bin  Type  Retaining 
Wall  for  BDPL  No.  2  at  Edgewood  Road;  and  authorizing  the  General  Manager  of 
Public  Utilities  to  award  the  contract  to  the  lowest  responsive  and  responsible  bidder. 

Item  13  was  removed  from  the  agenda. 


Award 

14.  Awarding  San  Francisco  Water  Department  Contract  No.  WD-2250  Sunol  Plant 
Equipment  Anchorage  and  Chemical  Handling. 

Moved  by  President  Makras,  seconded  by  Commissioner  Normandy,  to  adopt  Item  14; 
passed  (5-0)  unanimously. 

Resolution  No.  98-0174:    Awarding  San  Francisco  Water  Department  Contract  No. 

WD-2250  Sunol  Plant  Equipment  Anchorage  and  Chemical 
Handling,  to  the  lowest  responsive  bidder,  Schram 
Construction,  in  the  amount  of  $4,350,250. 

15.  Awarding  Utilities  Engineering  Bureau  Contract  No.  CW-141,  Oceanside  Water 
Pollution  Control  Plant  Grit  Classifier  Revision. 

Moved  by  President  Normandy,  seconded  by  Commissioner  Werbe,  to  adopt  Item  15; 
passed  (5-0)  unanimously. 

Resolution  No.  98-0175:    Awarding  Utilities  Engineering  Bureau  Contract  No.  CW- 
141,  Oceanside  Water  Pollution  Control  Plant  Grit 
Classifier  Revision,  in  the  amount  of  $343,000  to  the  lone 
responsible  and  responsive  bidder,  Schram  Construction 
Co. 


Discussion  of  Item  16  was  postponed  until  after  the  Closed  Session. 
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PROFESSIONAL  SERVICE  CONTRACTS 


Amend 

17.     Authorizing  the  Manager  of  Utilities  Engineering  Bureau  to  increase  the  spending 
authority  for  professional  as-needed  engineering  services. 

President  Makras  expressed  concerns  that  the  negotiations  on  this  contract  have 
taken  a  long  time.  He  directed  staff  to  calendar  an  agenda  item  at  the  next  PUC 
meeting  to  establish  a  policy  for  negotiating  contracts,  set  a  benchmark  on  the  time 
allowed  for  negotiating,  and  instruct  staff  to  return  to  the  Commission  for  direction 
when  they  reach  impasse. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
17;  passed  (5-0)  unanimously. 

Resolution  No.  98-0177:    Authorizing  the  Manager  of  Utilities  Engineering  Bureau  to 

increase  the  spending  authority  for  professional  as-needed 
engineering  services  by  $3.2  million  for  the  selected  group 
of  consultants  to  an  amended  total  not  to  exceed  $6.4 
million  over  two  years. 


CLOSED  SESSION 


18.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
There  were  none. 

1 9.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  assert  the 
attorney-client  privilege;  passed  (5-0)  unanimously. 
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The  Public  Utilities  Commission  met  in  Closed  Session  from  2:40  p.m.  to  5:00  p.m.  to  discuss 
the  following  matters: 


20.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(b)(c) 
and  Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 


Anticipated  Litigation: 
Property: 

Parties  Negotiating: 
Under  Negotiations: 


As  Plaintiff  and  as  Defendant 

500+  acres  of  San  Francisco  Water  Department  property  on 
Bernal  Avenue  in  Alameda  County. 
Nelson/Lymburn/Thompson/Malamut 
City  of  Pleasanton 
Terms  and  Conditions 


No  action  was  taken. 


21 .  Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 

Property:  Bay  Bridge  Pump  Station 

Parties  Negotiating:  CCSF-Dowd/Sullivan 

Contracting  Agency:  CalTrans 

Under  Negotiation:  Terms  and  Conditions 

No  action  was  taken. 


22.  Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 

Property:  Phelan  Avenue  property  owned  by  SFWD 

Parties  Negotiating:  CCSF  -  Dowd/Sullivan 

Lessee:  City  College  of  San  Francisco 

Under  Negotiation:  Terms  and  Conditions 

No  action  was  taken. 
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23.  Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 


Property: 

Parties  Negotiating: 
Lessee: 

Under  Negotiation: 


Sunol  lands 

Dowd 

Various 

Price  and  Terms 


No  action  was  taken. 


24.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 

Existing  Litigation:       Anderson  v.  City  and  County  of  San  Francisco,  San  Joaquin 

Superior  Court  No.  CV004214. 

No  action  was  taken. 


25.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 

Existing  Litigation:       Yee  v.  City  and  County  of  San  Francisco 

Superior  Court  No.  980-740 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Normandy  to  approve  a 
settlement  for  Item  No.  25: 

Resolution  No.  98-0178:       Approving  the  settlement  of  cross-complaint  of  the  City  and 

County  of  San  Francisco  against  A.  Ruiz  Construction 
Company,  Haley  &  Aldrich,  EPC  Consultants,  Inc.,  and 
Underground  Construction  Managers  in  the  consolidated 
actions  entitled  Yee  v.  City  and  County  of  San  Francisco, 
and  consolidated  actions,  San  Francisco  Superior  Court 
No.  980-740. 


26.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 

Existing  Litigation:       Debra  Brewster  v.  City  and  County  of  San  Francisco,  San 

Francisco  Municipal  Court  No.  144067. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Normandy  to  approve  a 
settlement  for  Item  26;  passed  (5-0)  unanimously. 
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Resolution  No.  98-0179:       Approving  a  settlement  in  the  case  of  Debra  Brewster  v. 

City  and  County  of  San  Francisco,  San  Francisco 
Municipal  Court  No.  144067. 

27.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 

Existing  Litigation:       CSAA  Subrogee  for  Colleen  Airheart 

Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Werbe,  to  approve  a 
settlement  for  Item  27;  passed  (5-0)  unanimously. 

Resolution  No.  98-0180:       Approving  a  settlement  in  the  case  of  CSAA  Subrogee  for 

Colleen  Airheart,  Case  No.  98-02111. 

28.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(b)(c): 
Anticipated  Litigation:   As  Defendant  -  3  cases 

No  action  taken. 

29.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 

Existing  Litigation:       California  State  Public  Utilities  Commission  -  Hunters  Point  and 

Potrero  power  plants. 

No  action  taken. 

30.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 

Existing  Litigation:       Bay  Delta  Hearings  before  the  State  Water  Resources  Control 

Board. 

No  action  taken. 
The  Public  Utilities  Commission  reconvened  in  open  session. 

31.  Announcement  following  Closed  Session. 

President  Makras  announced  the  actions  taken  during  the  Closed  Session. 
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32.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  not  to  disclose 
the  discussion  during  the  Closed  Session;  passed  (5-0)  unanimously. 


16.  Authorizing  an  amendment  to  the  personal  services  contract  with  Bruce  Lymburn  in 
connection  with  negotiation  of  existing  and  new  PUC  leases  and  the  sale  of  the  Bernal 
Avenue  Property. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
16;  passed  (5-0)  unanimously. 

Resolution  No.  98-01 76:       Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  sixth  amendment  to  the  personal  services 
contract  with  Bruce  Lymburn  for  services  in  connection  with 
negotiation  of  existing  and  new  PUC  leases;  increasing  the 
contract  amount  from  $465,000  to  $71 5,000  extending  the 
term  to  December  31,  1999;  and  changing  the  scope  of 
work  to  include  the  eventual  sale  of  the  Bernal  Avenue 
Property. 


Thereupon,  the  meeting  was  adjourned:         5:03  P.M. 


Romaine  A.  Boldridge 
Secretary 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.         ^"         /  v/ 

Whereas,  The  U.S.  Environmental  Protection  Agency  has  remaining  fiscal  year  1998 
grant  funds  available  for  Wet  Weather  and  Point  Source  Pollution  Control  Projects;  and 

Whereas,  In  order  to  meet  the  time  deadline  to  apply  for  grant  funds,  SFPUC  General 
Manager  introduced  the  matter  to  the  Public  Utilities  Commission,  which,  by  unanimous  vote, 
determined  that  there  was  a  need  for  immediate  action  which  could  not  reasonably  wait  for  the 
next  regularly  scheduled  Commission  meeting;  and 

Whereas,  This  matter  had  come  to  the  attention  of  the  Commission  after  its  agenda  had 
been  posted;  and 

Whereas,  The  San  Francisco  Board  of  Supervisor  has  urged  the  SFPUC  to  study 
"environmentally  beneficial  alternatives  so  that  the  best  available  options  can  be  selected  to 
provide  long-range  solutions  to  the  overall  problems  of  the  City's  wastewater  flows  into  the 
Bay;"  and 

Whereas,  San  Francisco  has  a  unique  opportunity  along  the  City's  eastern  watershed  to 
investigate  decentralized,  alternative  wastewater  technologies  that  could  be  integrated  with  the 
City's  centralized  combined  sewer  system;  and 

Whereas,  The  SFPUC  would  work  with  civic  and  environmental  groups  in  conducting  a 
detailed  study  of  the  City's  eastern  watershed  and  identify  appropriate  alternative  technologies 
for  that  geographic  area,  the  analyses  of  which  would  be  folded  into  the  PUC's  overall  Strategic 
Plan  for  wastewater;  and 

Whereas,  The  SFPUC  would  provide  a  match  for  the  EPA  grant  to  conduct  the  eastem 
watershed  study!  and  also  contribute  staff  resources  to  adequately  complete  the  study;  now, 
therefore,  be  it 

Resolved,  That  the  General  Manager  of  the  Public  Utilities  Commission  be  authorized  to 
apply,  accept  and  expend  $120,000  in  grant  fimding  from  the  U.S.  EPA  to  study  decentralized, 
alternative  wastewater  management  alternatives  for  the  City's  bayside  developments. 


epares.wpd 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  July  14,  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0171 


WHEREAS,  The  United  States  Department  of  Energy,  under  a  proposal  of  the  Energy  Task  Force 
of  the  Urban  Consortium  for  Technology  Initiatives,  has  made  funds  available  for  energy  management 
programs  in  large  urban  governments,  and  San  Francisco  has  been  a  continuing  participant  in  Consortium 
work;  and 

WHEREAS,  the  Board  of  Supervisors  has  previously  authorized  both  the  Mayor's  Office  and  the 
Bureau  of  Energy  Conservation  to  apply  for,  accept  and  expend  funds  from  the  Urban  Consortium  for 
energy  management  activities  (Board  Resolutions  #675-81,  #881-82,  #778-84,  #849-85,  #967-86,  #39-88, 
#990-88,  #898-89,  #81-91,  #929-92,  #814-93,  #853-94;  #912-95;  #1077-96  and  988-97);  and 

WHEREAS,  the  City  has  prepared  and  approved  an  Energy  Element  to  the  Comprehensive  Plan  of 
the  City  and  County  of  San  Francisco  which  in  part,  calls  for  the  establishment  of  an  energy  management 
program  for  the  City's  municipal  sector;  and 

WHEREAS,  the  Bureau  of  Energy  Conservation  is  working  to  assess  the  economic  and  technical 
merits  of  various  programs  to  reduce  energy  operating  costs  to  end  users;  now,  THEREFORE,  be  it 

RESOLVED,  that  the  General  Manager  of  the  Public  Utilities  Commission  be  authorized  to  apply 
for,  accept  and  expend  $70,000  in  grant  funding  from  the  U.S.  Department  of  Energy  and  the  Urban 
Consortium  (through  its  fiscal  agent,  the  City  of  Chicago)  to  continue  its  energy  management  activities. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  JUL  1  4  1998   

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98*0172  


WHEREAS,  On  August  15, 1997,  PUC  Sewer  Operations  identified  an  emergency  condition  on  5th 
Street  at  Shipley  Avenue;  and 

WHEREAS,  The  existing  sewer  had  collapsed,  and  immediate  replacement  was  required  in  order  to  protect 
the  health,  welfare,  and  property  of  the  Citizens  of  San  Francisco;  and 

WHEREAS,  DPW's  Bureau  of  Engineering  prepared  the  Plans  and  Specifications  for  Job  Order  No. 
1498N,  "5th/Shipley  Emergency  Sewer  Replacement"  to  repair  the  existing  6-foot  diameter  sewer  and 
construct  40  linear  feet  of  15-inch  and  15  linear  feet  of  12-inch  diameter  vitrified  clay  pipe  (VCP)  sewer  in 
5th  Street  at  Shipley  Street;  and 

WHEREAS,  The  Contractor,  Esquivel  Grading  &  Paving,  Inc.,  began  the  emergency  work  on 
September  22,  1997  and  completed  it  on  December  8,  1997;  and 

WHEREAS,  Because  this  was  an  emergency  contract,  HRC  subcontracting  goals  were  not  established 
by  the  HRC  Contract  Compliance  Officer  assigned  to  monitor  the  sewer  Repair  and  Replacement  Program. 

WHEREAS,  The  cost  of  the  project  is  estimated  to  be  $81,756.79,  of  which  $48,256.79  is  for  the 
construction  contract..  Funds  are  available  from  the  R&R  Fund  (Fund  5C/CPF/R&R,  FAMIS  Project  No. 
CENSR4SI16,  Job  Order  No.  1498N);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission,  in  accordance  with  the  provisions  of  Section  6.30  of  the 
Administrative  Code  of  the  City  and  County  of  San  Francisco,  hereby  approves  the  Declaration  of 
Emergency;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  requests  the  Board  of  Supervisors  to  Approve 
the  expenditure  of  funds  for  the  emergency  work  to  replace  the  structurally  inadequate  sewer  in  5th  Street  at 
Shipley  Avenue. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


meeting  of      JUL  1  4  1998  • 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  ^^^'^^'^^^'^^ 


RESOLUTION  NO. 


WHEREAS,  On  February  2,  1998,  PUC  Sewer  Operations  identified  an  emergency  condition  on 
Buena  Vista  Terrace  between  14""  Street  and  Duboce  Avenue;  and 

WHEREAS,  The  existing  sewer  had  collapsed,  and  immediate  replacement  was  required  in  order  to 
protect  the  health,  welfare,  and  property  of  the  Citizens  of  San  Francisco;  and 

WHEREAS,  DPW's  Bureau  of  Engineering  prepared  the  Plans  and  Specifications  for  Contract  No. 
CW- 1 60,  "Buena  Vista  Terrace  Emergency  Sewer  Replacement" to  repair  the  existing  1 6-inch  diameter  sewer 
and  construct  560  linear  feet  of  18-inch  diameter  vitrified  clay  pipe  (VCP)  sewer  in  Buena  Vista  Terrace 
between  14""  Street  and  Duboce  Avenue;  and 

WHEREAS,  The  Contractor,  Uniacke  Construction,  Inc.,  began  the  emergency  work  on  February  2, 
1998  and  completed  it  on  February  26,  1998;  and 

WHEREAS,  Because  this  was  an  emergency  contract,  HRC  subcontracting  goals  were  not  established 
by  the  HRC  Contract  Compliance  Officer  assigned  to  monitor  the  sewer  Repair  and  Replacement  Program; 
and 

WHEREAS,  The  Contract  as  awarded  was  for  $  1 50,360.00.  Change  Order  No.  1  is  in  the  amount  of 
$16,925.00,  thereby  bringing  the  final  construction  contract  cost  to  $167,285.00.  Including  design  and 
construction  inspection  labor  costs,  the  total  project  estimate  is  $217,935.00.  Funds  are  available  from  the 
R&R  Fund  (Fund  5C/CPF/R&R,FAMIS  Project  No.  CENRNRR956,  Job  Order  No.  1 584N);  now,  therefore, 
be  it 

RESOLVED,  That  this  Commission,  in  accordance  with  the  provisions  of  Section  6.30  of  the 
Administrative  Code  of  the  City  and  County  of  San  Francisco,  hereby  approves  the  Declaration  of 
Emergency;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  requests  the  Board  of  Supervisors  to  approve 
the  expenditure  of  funds  for  the  emergency  work  to  replace  the  structurally  inadequate  sewer  in  Buena  Vista 
Terrace  between  14""  Street  and  Duboce  Avenue. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of       JUL  1  4  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


98-0174 


RESOLUTION  NO. 


WHEREAS,By  adoption  of  Resolution  No.  98-0055  on  January  13, 1998,  the  Commission  approved 
final  plans  and  specifications  and  authorized  bid  call  for  San  Francisco  Water  Department  Contract  No.  . 
WD2250  Sunol  Plant  Equipment  Anchorage  and  Chemical  Handling;  and 

WHEREAS,  Two  bids  for  this  work,  one  at  $4,797,999.50  and  another  at  $4,350,250.00,  were 
received  and  publicly  opened  on  June  11,  1998;  and 

WHEREAS,  The  PUC  Office  of  Contract  Compliance  has  determined  that  Schram  Construction 
Incorporated  is  the  lowest  responsive  bidder;  and 

WHEREAS,  Funds  for  the  Contract  are  available  in  projects  CUWl  34-01  Sunol  Fast 
Track,CUW161-01  Rehabilitation  of  Treatment  Facilities,  CUWl  65-01  Seismic  Anchorage  of  Equipment, 
CUWl  66-01  Source/Receiving  Water  Improvements,  CUWl  87-01  Filter  Waste  System  at  Treatment  Plants 
and  CUWl 9 1-01  Security,  Fire  Detection  and  Access  Upgrades;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  authorizes  the  PUC  General  Manager  to  request  the  Controller 
to  transfer  $1,015,250.00  from  Project  CUWl 87,  Filter  Waste  Systems  at  Treatment  Plants,  to  Project 
CUWl  34-05,  Sunol  Fast  Track  Project,  to  fund  a  portion  of  the  construction  contract  and  transfer  $840,000 
fi-om  Project  CUWl  34-01 ,  Sunol  Fast  Track,  to  Project  CUWl  65,  Seismic  Anchorage  of  Equipment,  to  fiind 
a  portion  of  the  construction  contract  and  management  of  the  work,  and  fiirther  be  it 

RESOLVED,  That  the  Commission  awards  San  Francisco  Water  Department  Contract  No. .  WD2250 
Sunol  Plant  Equipment  Anchorage  and  Chemical  Handling  for  $4,350,250.00  to  Schram  Construction 
Incorporated  as  the  lowest  responsive  bidder. 


/  hereby  certify/  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  "JUL  141998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0175 


WHEREAS,  On  September  23,  1997,  the  Public  Utilities  Commission  approved  the  final  plans  and 
specificationsfor  Utilities EngineeringBureauContractNo.  CW-141  "Oceanside  Water  Pollution  Control  Plant  Phase 
1  Anaerobic  Selector  Conversion  and  Grit  Classifier  Revision",  per  Resolution  No.  97-0167;  and 

WHEREAS,  The  Contract  was  advertised  on  March  21,  1998;  and 

WHEREAS,  One  bid  was  received  and  opened  publicly  on  April  23,  1998;  and 

WHEREAS,  The  Engineer's  Estimate  for  the  Contract  was  $375,000,  and  the  lone  bid  from  Schram 
Construction  Co.  was  for  $960,000;  and 

WHEREAS,  Because  there  was  only  one  bid,  negotiations  for  a  reduced  scope  of  work  and  reduced  costs  were 
allowed  and  consequently  initiated;  and 

WHEREAS,  The  "Grit  Classifier  Revision"  is  needed  before  the  next  wet  weather  season  beginning  in  October 
1998; and 

WHEREAS,  Negotiations  with  the  Contractor  resulted  in  a  final  Contractor's  Bid  of  $343,000  for 
cyclone/classifier  work  only;  and 

WHEREAS,  MBE  and  WBE  participation  has  been  approved  for  the  revised  contract  by  the  HRC  Contract 
Compliance  Officer  assigned  to  monitor  Clean  Water  Repair  and  Replacement  contracts;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has  determined  that  the  Repair 
and  Replacement  program  is  categorically  exempt  from  environmental  review  under  the  State  Guidelines  implementirg 
the  California  Environmental  Quality  Act;  and 

WHEREAS,  Funds  for  said  Contract  are  under  the  R  &  R  Fund  from  Job  Order  No.  1267N  (fund  5C/CPF/R&R, 
FAMIS  Project  No.  CENRNRR87140);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  award  of  Utilities  Engineering  Bureau  Contract 
"Oceanside  Water  Pollution  Control  Plant  Grit  Classifier  Revision",  in  the  amount  of  $343,000  to  Schram  Construction 
Co.  as  the  lone  responsive  and  responsible  bidder. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its  meeting 

of  JUL  1 4 1998  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0176 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (PUC)  which  is  leased  to  busi- 
nesses and  individuals;  and 

WHEREAS,  Through  Resolutions  95-0038,  95-0171,  96-0008,  96-0126,  97-0206  and  97- 
0314,  the  PUC  contracted  the  services  of  Mr.  Bruce  Lymburn  to  provide  independent  property 
appraisals,  negotiate  fair  market  rents,  and  to  negotiate  with  the  City  of  Pleasanton  on  the 
development  of  the  Bernal  Avenue  Property  ;  and 

WHEREAS,  This  Commission  desires  to  utilize  the  services  of  Mr.  Lymburn  to  continue 
on  the  negotiating  team  with  the  City  of  Pleasanton  to  ensure  that  the  project  approvals  are 
obtained  for  the  development  of  the  Bernal  Avenue  Property;  and 

WHEREAS,  This  Commission  also  desires  to  utilize  the  services  of  Mr.  Lymburn  for  the 
potential  sale  of  the  Bernal  Avenue  Property;  and 

WHEREAS,  Funding  for  this  contract  modification  is  available  in  the  Bureau  of 
Commercial  Land  Management's  1998-99  budget  and  in  the  General  Manager's  Bernal  Project 
operating  budget;  now,  therefore  be  it 

RESOLVED,  That  this  Commission  authorizes  the  General  Manager  of  Public  Utilities  to 
amend  the  personal  services  contract  with  Mr.  Bruce  Lymburn,  increasing  the  amount  from 
$465,000  to  $715,000,  extending  the  term  to  December  31,  1999  and  changing  the  scope  of 
work  to  include  the  eventual  sale  of  the  Bernal  Avenue  Property. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

^^^ti^sof  JUL  141998  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0177 


WHEREAS,  The  Public  Utilities  Commission  adopted  Resolution  No  97-0006  on  January  14, 
1997  authorizing  the  UEB  Manager  to  negotiate  and  execute  agreements  with  the  selected  consulting 
firms  to  provide  as-needed  specialized  engineering  services  to  the  PUC  for  a  two  year  period;  and 

WHEREAS,  Negotiations  have  recently  concluded,  with  resultant  savings  an  average  of 
seventeen  percent  from  original  proposed  costs;  and 

WHEREAS,  Contracts  have  been  executed  with  six  of  the  eleven  firms,  and  Task  Orders 
assigned  to  these  firms  have  expended  or  committed  the  original  spending  authority  of  $3.2  million; 
and 

WHEREAS,  There  is  a  continuing  need  for  specialized  engineering  services,  and  pending  Task 
Orders  awaiting  recently  negotiated  contracts  with  new  firms,  or  amended  existing  contraas,  have 
reached  a  total  of  $2.0  million;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  UEB  Manager  to  increase  the 
spending  authority  for  professional  as-needed  engineering  services  by  $3.2  million  for  the  selected 
group  of  consultants  to  an  amended  total  not  to  exceed  $6.4  million  over  two  years. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of   JUL  1  4  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.: 


98-0178 


WHEREAS,  on    July  14,  1998       the  Public  Utilities  Commission  met  in 
Executive  Session  to  consider  the  settlement  of  the  cross-complaints  of  the  City  and 
County  of  San  Francisco  against  Cross-defendants  A.  Ruiz  Construction  Company 
("Ruiz"),  Haley  &  Aldrich  ("Haley"),  EPC  Consultants,  Inc.  ("EPC"),  and  Underground 
Construction  Managers  ("Underground")  in  the  consolidated  actions  entitled  Yee  v.  City 
and  County  of  San  Francisco,  and  consolidated  actions,  San  Francisco  Superior  Court 
No.  980-740; 

WHEREAS,  on  June  10,  1998,  Ruiz,  Haley,  EPC,  and  Underground  proposed  a 
combined  settlement  payment  to  the  City  in  the  total  amount  of  $7,816,666; 

WHEREAS,  Haley  further  proposes  to  reimburse  the  City  for  a  portion  of  the 
City's  litigation  costs  incurred  in  defense  of  the  third-party  claims  in  the  referenced 
litigation; 

WHEREAS,  in  consideration  for  the  proposed  settlement,  the  City  has  agreed  to 
dismiss  with  prejudice  its  cross-complaint  against  Ruiz,  Haley,  EPC,  and  Underground 
in  the  referenced  litigation; 

WHEREAS,  Ruiz,  Haley,  EPC,  and  Underground,  likewise,  have  agreed  to 
dismiss  with  prejudice  their  cross-complaints  against  the  City  in  the  referenced 
litigation; 

WHEREAS,  the  City  will  continue  to  maintain  its  rights  to  pursue  its  action 
against  contractors  Shank  Balfour/Beatty  and  its  insurance  carriers; 

WHEREAS,  upon  these  terms,  the  City,  Ruiz,  Haley,  EPC,  and  Underground 
have  agreed  to  settle  this  litigation,  subject  to  the  approval  of  the  San  Francisco  Public 
Utilities  Commission  and  Board  of  Supervisors;  now,  therefore,  be  it 

RESOLVED,  that  this  Commission  hereby  approves  the  settlement  of  the  cross- 
complaint  of  the  City  and  County  of  San  Francisco  against  Ruiz,  Haley,  EPC,  and 
Underground,  in  the  consolidated  actions  entitled  Yee  v.  City  and  County  of  San 
Francisco,  and  consolidated  actions.  San  Francisco  Superior  Court  No.  980-740,  with 
Ruiz,  Haley.  EPC,  and  Underground  paying  to  the  City  a  combined  total  settlement 


payment  of  $7,816,666,  plus  an  additional  payment  by  Haley  to  reimburse  the  City  for  a 
portion  of  the  City's  litigation  costs  incurred  in  defense  of  the  third-party  claims  in  the 
referenced  litigation; 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  .1111  14-1998 


Secretary,  Public  Utilities  Commission 


I 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  98-0179 


RESOLVED,  That  on  recommendation  of  the  General  Manager  of  the  Public 
Utilities  Commission,  and  the  City  attorney,  this  Commission  hereby  recommends  that 
the  Board  of  Supervisors  resolve  and  settle  the  claim  listed  below  on  the  terms  specified 
below. 

Case  Name  Case  Number  Amount 

BREWSTER,  DEBRA  M  144-067  $8,630.00 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  public  Utilities 
Commission  at  its  meeting  of  JUL  1  4  1998 


Secretary,    Public  Utilities  Commssion 


N:\CL0SIN0\RNECESi™ON-MUNI\BREWSTER.RES 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  98"0180 


RESOLVED,  That  on  recommendation  of  the  General  Manager  of  PubHc  Utihties,  and 
the  City  Attorney,  this  Commission  hereby  recommends  that  the  Board  of  Supervisors  resolve 
and  settle  the  claims  listed  below  on  the  term  specified  below. 

Case  Name  Case  Number  Amount 

CSAA  Subrogee  for  98-02111  $14,925.00 

Colleen  Airheart  •• 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  JUL  141998 


Secretary,  Public  Utilities  Commission 


MINUTES 


PUBLIC  UTILITIES  COMMISSION 


CITY  AND  COUNTY  OF  SAN  FRANCISCO 


Willie  L.  Brown,  Jr. 
MAYOR 


SPECIAL  MEETING 

July  14, 1998 
2:00  P.M. 

Room  402 
1155  Market  Street,  Fourth  Floor 

COMMISSIONERS 

Victor  G.  Makras,  President 
Ann  Moller  Caen,  Vice  President 
E.  Dennis  Normandy 
Robert  K.  Werbe 
Frank  L.  Cook 


DEPARTMENTS 

Water  Department 

City  Distribution  Division 
Water  Supply  &  Treatment 

Hetch  Hetchy 

Clean  Water  Program 
Water  Pollution  Control 


BUREAUS 

Commercial  Land  Management 
Customer  Service  ^ 
Environmental  Regulation  and  Management 
Finance 

Management  Information  Systems 

Personnel  and  Training 

System  Planning  and  Regulatory  Compliance 

Utilities  Engineering  Bureau 

Water  Quality 


Anson  B.  Moran 
GENERAL  MANAGER 

Romaine  A.  Boldridge 
SECRETARY 


98-167 


THIS  MEETING  WAS  HELD  IN  CONJUNCTION  WITH  THE 
1:00  P.M.  REGULAR  MEETING  OF  JULY  14,  1998 


1.  Call  to  Order:         2:10  P.M. 

2.  Roll  Call:  Present  -  President  Victor  G.  Makras,  Vice  President  Ann  Moller 

Caen,  Commissioner  E.  Dennis  Normandy,  Commissioner  Robert 
K.  Werbe,  Commissioner  Frank  L.  Cook 


SPECIAL  ORDER  OF  BUSINESS 


3.      To  consider  approving  an  agreement  between  the  City  and  County  of  San  Francisco 
and  Pacific  Gas  &  Electric  Company. 

Anson  B.  Moran,  General  Manager  of  Public  Utilities,  reported  that  an  agreement  was 
reached  between  the  Mayor  and  PG&E  that  PG&E  will  withdraw  the  sale  of  the 
Hunters  Point  power  plant  and  reduce  its  use  at  the  earliest  possible  opportunity,  and 
sell  the  Potrero  power  plant  as  part  of  the  auction.  Mr.  Moran  stated  that  the 
agreement  also  stipulates  that  pending  the  sale  of  the  Potrero  power  plant,  the  City 
will  not  seek  to  acquire  the  Hunters  Point  and  Potrero  power  plants  or  interfere  with 
the  sale  or  operation  of  the  Potrero  power  plant. 

President  Makras  pointed  out  that  the  Commission  is  approving  the  agreement 
subject  to  the  approval  of  the  Board  of  Supervisors  and  the  California  Public  Utilities 
Commission.  He  stated  that  he  encouraged  prospective  bidders  on  the  Potrero  power 
plant  to  contact  the  PUC  and  the  Mayor's  Office  to  look  at  common  grounds  with  the 
ultimate  acquirers  of  the  Potrero  power  plant. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Caen  to  adopt  Item 
3;  passed  (5-0)  unanimously. 

Resolution  No.  98-0181 :    Approving  an  agreement  between  the  Mayor  and  PG&E  to 

shut  down  Hunter's  Point  Power  Plant  and  authorizing 
moving  this  agreement  to  the  Board  of  Supervisors  with  a 
recommendation  that  it  be  approved. 

Thereupon,  the  meeting  was  adjourned:         2:18  P.M. 


Romaine  A.  Bbldridge 
Secretary 

98-168 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0181 


WHEREAS,  PG&E  is  embarking  on  a  program  to  sell  the  Hunter's  Point  and  Potrero 
Power  Plants;  and 

WHEREAS,  San  Francisco  and  its  citizens  have  an  interest  in  the  future  utilization  of  the 
Hunter's  Point  and  Potrero  Power  Plants;  and 

WHEREAS,  The  PUC  has  received  public  testimony  concerning  health  and  other  impacts 
associated  with  the  power  plants;  and 

WHEREAS,  The  Mayor  has  negotiated  an  agreement  with  PG&E  to  shut  down  the 
Hunter's  Point  Power  Plant  as  soon  as  it  is  no  longer  needed  for  reliability  purposes,  and  to 
require  the  new  owner  of  the  Potrero  Power  Plant  to  confer  with  the  Mayor  or  designee  to 
discuss  the  City's  concerns  with  respect  to  power  plants  sited  in  the  City;  and 

WHEREAS,  PG&E's  promise  to  shut  down  the  Hunter's  Point  Power  Plant  is  extremely 
important  to  the  residents  of  the  Bayview-Hunter's  Point  community  which  has  experienced 
unusually  high  rates  of  asthma  and  other  respiratory  ailments  for  many  years;  now,  therefore,  be 
it 

RESOLVED,  That  the  Commission  approves  the  agreement  between  the  Mayor  and 
PG&E  to  shut  down  Hunter's  Point  Power  Plant  and  authorizes  moving  this  agreement  to  the 
Board  of  Supervisors  with  a  recommendation  that  it  be  approved. 


pgeagr.wpd 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  July  14,  1998 


Secretary,  Public  Utilities  Commission 


MINUTES 


PUBLIC  UTILITIES  COMMISSION 

CITY  AND  COUNTY  OF  SAN  FRANCISCO 


Willie  L.  Brown,  Jr. 
MAYOR 


SPECIAL  MEETING 

July  24, 1998 
2:30  P.M. 
Room  402 
1155  Market  Street,  Fourth  Floor 
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Call  to  Order:         2:39  P.M. 


Present  -  President  Victor  G.  Makras,  Vice  President  Ann  Moller 
Caen,  Commissioner  Robert  K.  Werbe,  Commissioner  Frank  L 
Cook 

Commissioner  E.  Dennis  Nomnandy  arrived  at  3:20  p.m. 


CLOSED  SESSION 


3.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
There  were  none. 

4.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Caen,  to  assert  the 
attorney-client  privilege;  passed  (4-0)  unanimously. 

The  Public  Utilities  Commission  met  in  Closed  Session  from  2:40  p.m.  to  3:46  p.m.  to  discuss 
the  following: 

5    Conference  with  Legal  Counsel  -  Pursuant  to  Govemment  Code  Section  54956.9(b)(c) 
and  Conference  with  Real  Property  Negotiator  -  Pursuant  to  Govemment  Code  Section 
54956.8: 

As  Plaintiff  and  as  Defendant 

500+  acres  of  San  Francisco  Water  Department  property  on 
Bernal  Avenue  in  Alameda  County. 
Nelson/Lymburn/Thompson/Malamut 

City  of  Pleasanton 
Terms  and  Conditions 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Werbe.  to  adopt  an 
amended  resolution  for  Item  5;  passed  (4-0)  unanimously. 


Anticipated  Litigation: 
Property: 

Parties  Negotiating: 
Under  Negotiations: 
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Resolution  No.  98-0182:       Recommending  that  the  City  offer  the  Bemal  Property  for 

sale,  encouraging  the  City's  Board  of  Supervisors  to  adopt 
an  ordinance  to  permit  this  Commission  to  offer  the  Bemal 
property  for  sale,  and  directing  staff  to  prepare  an  invitation 
to  bid  for  the  potential  sale  of  the  Bemal  property. 


The  Public  Utilities  Commission  reconvened  in  open  session. 


6.    Announcement  following  Closed  Session. 

President  Makras  announced  the  action  taken  during  the  Closed  Session. 


7.    Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Caen,  not  to  disclose  the 
discussion  during  the  Closed  Session;  passed  (5-0)  unanimously. 


REGULAR  BUSINESS 


8.    Recommending  that  the  City  offer  the  Bernal  Property  for  sale,  encouraging  the  City's 
Board  of  Supervisors  to  adopt  an  ordinance  to  permit  this  Commission  to  offer  the  Bernal 
Property  for  sale,  and  directing  staff  to  prepare  an  invitation  to  bid  and  auction  for  the 
potential  sale  of  the  Bernal  property. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Caen,  to  ratify  the 
Commission's  action  in  Closed  Session  approving  Resolution  No.  98-0182  as  amended; 
passed  (5-0)  unanimously. 

Thereupon,  the  meeting  was  adjourned:         3:52  P.M. 


Romaine  A.  Boldridge 
Secretary 
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PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 


RESOLUTION  NO.  98-0182 


RECOMMENDING  THAT  THE  CITY  OFFER  THE  BERNAL  PROPERTY  FOR 
SALE,  ENCOURAGING  THE  CITY'S  BOARD  OF  SUPERVISORS  TO  ADOPT  AN 
ORDINANCE  TO  PERMIT  THIS  COMMISSION  TO  OFFER  THE  BERNAL 
PROPERTY  FOR  SALE,  AND  DIRECTING  STAFF  TO  PREPARE  AN  INVITATION 
TO  BID  FOR  THE  POTENTIAL  SALE  OF  THE  BERNAL  PROPERTY 


WHEREAS,  The  City  and  County  of  San  Francisco  (the  "City"),  under  the 
jurisdiction  of  this  Commission,  owns  fee  title  to  that  certain  real  property,  consisting  of 
approximately  510  acres  located  in  Alameda  County  adjacent  to  the  City  of  Pleasanton 
together  with  certain  related  additional  property  in  Alameda  County  (the  "Bemal 
Property"); 

WHEREAS,  The  City,  with  the  aid  of  this  Commission,  obtained  certain  land  use 
entitlements  from  Alameda  County,  and  is  continuing  to  seek  certain  other  land  use 
entitlements  from  the  City  of  Pleasanton,  to  permit  a  mixed-use  development  of  the 
Bemal  Property; 

WHEREAS,  This  Commission  believes  that,  given  the  current  status  of  the  land 
use  entitlements  and  the  contemplated  development  project,  it  is  in  the  best  interests  of 
the  City  to  consider  the  sale  of  the  Bemal  Property  at  this  time;  NOW  THEREFORE,  BE 
IT 

RESOLVED,  That  this  Commission  hereby  finds,  adopts,  orders,  resolves  and 
certifies  as  follows: 

I .        Board  Ordinance.  This  Commission  recommends  and  encourages  the 
City's  Board  of  Supervisors  to  adopt  an  ordinance  which  would  allow  this  Commission 
to  sell  the  Bemal  Property  to  the  highest  responsible  bidder  pursuant  to  an  invitation  to 
bid  and/or  public  auction,  subject  to  the  Board  of  Supervisor's  final  approval  by 
resolution  of  all  terms  and  conditions  of  the  sale.  This  Commission  shall  retain 
jurisdiction  of  the  Bemal  Property  until  such  time  as  this  Commission  seeks  approval  of  a 
final  sale  from  the  City's  Board  of  Supervisors. 
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2.  Recommendation  of  Sale.  This  Commission  finds  that  the  public  interest 
demands  or  will  not  be  inconvenienced  by  a  sale  of  the  Bemal  Property,  and  further 
recommends  that,  as  a  result  of  the  current  status  of  the  land  use  entitlements  and  the 
contemplated  development  project,  the  City  offer  the  Bemal  Property  for  sale  at  this  time. 

3.  Direction  to  Staff  to  Prepare  an  Invitation  to  Bid.  This  Commission 
instructs  PUC  staff  to  prepare  an  invitation  to  bid  on  the  Bemal  Property.  The  final  bid 
package  shall  be  subject  to  the  approval  of  this  Commission,  and  the  terms  and  conditions 
of  a  final  sale,  if  any,  will  be  subject  to  the  approval  of  this  Commission  and  the  City's 
Mayor  and  Board  of  Supervisors. 

4.  Califomia  Environmental  Quality  Act.  The  City  cannot  enter  into  or  be 
bound  by  any  agreement  to  sell  the  Bemal  Property  until  any  and  all  environmental 
review  required  by  the  Califomia  Environmental  Quality  Act  ("CEQA")  is  completed  and 
all  required  City  approvals  based  on  such  environmental  review  and  on  public  review 
have  been  obtained.  Until  the  environmental  review  process  has  been  completed,  the 
City,  including  this  Commission  and  the  Board  of  Supervisors,  will  retain  the  sole  and 
absolute  discretion  to:  (i)  make  such  modifications  to  the  proposed  sale  as  are  deemed 
necessary  to  mitigate  significant  environmental  impacts;  (ii)  select  other  feasible 
altematives  to  avoid  such  impacts;  (iii)  balance  the  benefits  against  unavoidable 
significant  impacts  prior  to  taking  final  action  if  such  significant  impacts  cannot 
otherwise  be  avoided,  or  (iv)  determine  not  to  proceed  with  the  proposed  sale  based  upon 
the  information  generated  by  the  environmental  review  process. 

5.  General.  This  Commission  authorizes  the  General  Manager  to  take  any 
and  all  steps  necessary  to  effectuate  this  Resolution. 


/  hereby  certify  that  the  foregoing  resolutions  were  adopted  by  the  Public  Utilities 
Commission  at  is  meeting  of  July  24,  1998. 


Secretary,  Public  Utilities  Commission  ' 
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Call  to  Order: 


1:00  P.M. 


Roll  Call-  Present  -  President  Victor  G.  Makras,  Vice  President  Ann  Moller 

Caen,  Commissioner  E.  Dennis  Normandy,  Commissioner  Robert 
K.  Werbe,  Commissioner  Frank  L.  Cook 


Election  of  Officers  -  Pursuant  to  Rule  6  of  the  Rules  of  Order  of  the  Public  Utilities 
Commission. 

Commissioner  Cook  nominated  Commissioner  Ann  Moller  Caen  for  President  and 
Commissioner  Robert  K.  Werbe  for  Vice  President.  Commissioner  Normandy 
seconded.  There  were  no  further  nominations.  The  election  earned  (5-0)  by 
unanimous  vote. 

a.  President  -  Commissioner  Caen  was  elected  President. 

b.  Vice  President  -  Commissioner  Werbe  was  elected  Vice  President. 

President  Caen  presented  a  plaque  of  appreciation  to  outgoing  President,  Victor  G. 
Makras  for  his  outstanding  leadership.  She  listed  a  number  of  significant  actions 
taken  by  the  Commission  during  Commissioner  Makras'  tenure  as  President  of  the 
Commission.  Those  actions  were:  1)  adopted  a  landscaping  policy;  2)  adopted  a 
budget  without  a  rate  increase  for  in  city  water  and  sewer  customers;  3)  increased 
revenues  from  real  estate  operations;  4)  increased  MBEM/BE  part.cipa  ion  goa^^  m 
PUC  contracts;  5)  celebrated  the  75'^  anniversary  of  Hetch  Hetchy  and  the  25 
anniversary  of  the  Clean  Water  Program;  6)  implemented  a  grazing  "^^"^9^^^"^  P'^n 
for  the  Alameda  watershed;  7)  celebrated  the  beginning  of  restoration  of  the  Sunol 
WaferTempl  and  authorized  funding  forthe  restoration  of  the  Moccasm  Powerho^^^^^^^^ 
8)  initiated  actions  to  acquire  the  Hunters  Point  and  Potrero  power  plants;  9)  approved 
Xs^oZtr  long  term  capita,  projects  such  as  the  Sunol  VaHey  Water  Tr^^^^^^^^^ 
Plant  Improvement  Project,  SCADA,  Water  Supply  Master  Plan  ^jd  PUC  Faculties 
Vulnerability  Program;  and  10)^pened  escrow^6n  the  purchase  of  525  Golden  Gate 
Avenue. 


Approval  of  Minutes 


Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  approve 
the  Minutes  of  the  Regular  Meeting  of  June  23,  1 998;  passed  (5-0)  unanimously. 


98-173 


Communications 


No  action  was  taken. 


Introduction  of  Old/Ongoing  Business  by  Commissioners 

President  Caen  requested  the  members  of  the  Commission  to  review  the  list  of 
old/ongoing  business  to  see  which  items  could  be  removed  from  the  list. 


Introduction  of  New  Business  by  Commissioners 

Commissioner  Normandy  noted  that  there  was  an  article  in  the  July  25,  1998  issue  o 
San  Francisco  Chronicle  regarding  advertisers  increasingly  taking  a  look  at  golf 
courses  as  possible  venues  for  advertising  outlets.  He  requested  staff  to  encourage 
the  lessee  at  Crystal  Springs  Golf  Course  to  participate  in  this  venture  to  enhance 
revenue  opportunities  for  the  lessee  and  the  City. 


Report  of  the  General  Manager 

a.  Partnership  for  Safe  Water  Award  -  USEPA 

Andrew  DeGraca,  Water  Quality  Bureau  Manager,  noted  that  the  Safe  Water 
Award  was  a  national  volunteer  program  formed  by  the  Environmental 
Protection  Agency  (EPA),  American  Water  Works  Association  (AWWA),  and 
other  agencies  to  optimize  treatment  for  Cryptosporidium  and  other 
microbiological  pathogens.  The  award  was  given  for  the  Sunol  Valley  Water 
Treatment  Plant.  Mr.  DeGraca  acknowledged  Paul  Demeduk,  Chief  of  Sunol 
Valley  Water  Treatment  Plant  and  Enio  Sebastiani,  an  engineer  at  the  Water 
Quality  Bureau,  who  played  critical  roles  in  obtaining  the  award. 

Alexis  Strauss,  EPA's  Region  9  Water  Management  Division  Director, 
presented  the  award  to  President  Caen. 

b.  Program  Management 

Carolyn  Olsen,  Acting  General  Manager  of  Public  Utilities,  reported  that  staff 
met  with  numerous  firms  that  provide  program  management  services.  She  said 
that  these  firms  would  be  making  formal  presentations  to  the  Commission  at 
the  next  PUC  meeting.  A  summary  of  what  will  be  covered  in  the  presentations 
was  handed  out  to  the  Commission.  Commissioner  Normandy  noted  that  it 
should  be  understood  that  the  purpose  of  a  program  management  system 
should  be  to  augment  staff  and  look  at  ways  to  save  money  or  time. 
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9.      Public  comments  on  matters  that  were  not  on  today's  agenda. 
There  were  none. 


REGULAR 


1 0.     Requesting  approval  of  expenditure  of  funds  for  Clean  Water  Program  Contract  No. 
CW-169E,  SEWPCP  Digester  No.  5  Roof  Cover  Demolition. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Werbe,  to  adopt  Item  10; 
passed  (5-0)  unanimously. 

Resolution  No.  98-01 83:    Ratifying  the  Declaration  of  Emergency  made  by  the 

President  of  the  Public  Utilities  Commission  at  the 
Southeast  Water  Pollution  Control  Plant  Digester  No.  5, 
and  requesting  the  Board  of  Supervisors  to  approve  the 
expenditure  of  funds  for  Clean  Water  Program  Contract 
No.  CW-169E,  SEWPCP  Digester  No.  5  Roof  Cover 
Demolition. 


Discussion  of  Item  11  was  postponed  until  after  the  Closed  Session. 


LEASES  AND  PERMITS 


12.     Authorizing  a  Memorandum  of  Understanding  and  a  Revocable  Permit  with  the 
Department  of  Recreation  and  Parks,  for  use  of  certain  portions  of  the  Reis  Tract. 

Gary  Dowd,  Manager,  Bureau  of  Commercial  Land  Management,  noted  that  the 
Memorandum  of  Understanding  was  revised  as  directed  by  the  Commission  to  include 
provisions  that  the  improvements  must  be  removed  from  the  site  upon  expiration,  any 
profit  from  the  operation  would  be  turned  over  to  PUC,  and  the  lease  would  be 
brought  to  fair  market  value  upon  expiration  of  the  permit. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Werbe,  to  adopt 
Item  12;  passed  (5-0)  unanimously. 
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Resolution  No.  98-01 84:    Authorizing  tlie  General  Manager  of  Public  Utilities  to 

execute  a  Memorandum  of  Understanding  and  a 
Revocable  Permit  with  the  Department  of  Recreation  and 
Parks,  for  use  of  certain  portions  of  the  Reis  Tract  for  the 
purpose  of  a  Mini  Park,  the  Expansion  of  a  Mini  Park  and 
for  administering  a  Child  Care  Parcel  in  San  Francisco. 


CONSTRUCTION  CONTRACTS 

Advertise 

1 3.     Authorizing  advertisement  for  bids  for  Water  Department  Contract  No.  WD-2273, 
Metal  Bin  Type  Retaining  Wall  for  BDPL  No.  2  at  Edgewood  Road. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Cook,  to  adopt  Item  13; 
passed  (5-0)  unanimously. 

Resolution  No.  98-0185:    Approving  the  final  plans  and  specifications  and 

authorizing  advertisement  for  bids  for  Water  Department 
Contract  No.  WD-2273,  Metal  Bin  Type  Retaining  Wall  for 
BDPL  No.  2  at  Edgewood  Road;  and  authorizing  the 
General  Manager  of  Public  Utilities  to  award  the  contract  to 
the  lowest  responsive  and  responsible  bidder. 


Award 

14.     Awarding  the  Clean  Water  Program  Contract  No.  CW-1 58,  Southeast  Water  Pollution 
Control  Plant  Buildings. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
14;  passed  (5-0)  unanimously. 

Resolution  No.  98-01 86:    Awarding  the  Clean  Water  Program  Contract  No.  CW-1 58, 

Southeast  Water  Pollution  Control  Plant  Buildings  930/850 
and  040/041  Roofing  Project  in  the  amount  of  $542,340  to 
the  lowest  responsive  bidder,  Pioneer  Roofing 
Organization. 
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1 5.  Awarding  San  Francisco  Water  Department  Contract  No.  WD-2248,  City  Distribution 
Division  Roof  Replacement. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Makras,  to  adopt 
Item  15;  passed  (5-0)  unanimously. 

Resolution  No.  98-0187:    Awarding  San  Francisco  Water  Department  Contract  No. 

WD-2248,  City  Distribution  Division  Roof  Replacement,  in 
the  amount  of  $907,900  to  Pioneer  Roofing  Company. 

Close 

16.  Accepting  the  work  performed  under  Clean  Water  Program  Contract  No.  1414N,  Treat 
Avenue  and  22""^  Street  Sewer  Replacement. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Werbe,  to  adopt  Item  16; 
passed  (5-0)  unanimously. 

Resolution  No  98-01 88:    Accepting  the  work  performed  under  Clean  Water  Program 

Contract  No.  1414N,  Treat  Avenue  and  22"=^  Street  Sewer 
Replacement,  as  satisfactorily  completed;  approving 
Contract  Modification  no.  1  in  the  credit  amount  of 
$14,139.44;  and  authorizing  final  payment  in  the  amount  of 
$11,725.06  to  the  contractor,  Harty  Pipelines,  Inc. 


PROFESSIONAL  SERVICE  CONTRACTS 

Amend 

17.     Amending  the  contract  with  Geomatrix  Consultants,  Inc.  for  geotechnical  and 
specialized  engineering  services. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Cook,  to  adopt  Item  17; 
passed  (5-0)  unanimously. 

Resolution  No.  98-01 89:    Amending  the  contract  with  Geomatrix  Consultants,  Inc.  fo 

geotechnical  and  specialized  engineering  services, 
extending  the  contract  completion  date  from  August  1 , 
1998  to  December  1,  1998  at  no  additional  cost. 
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18.     Amending  the  contract  with  Olivia  Chen  Consultants/Barbara  Foster  Associates  Joint 
Venture  for  the  development  of  the  SFPUC  Emergency  Operations  Plan. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Werbe,  to  adopt 
Item  18;  passed  (5-0)  unanimously. 

Resolution  No.  98-01 90:    Amending  the  contract  with  Olivia  Chen  Consultants/ 

Barbara  Foster  Associates  Joint  Venture  for  the 
development  of  the  SFPUC  Emergency  Operations  Plan 
extending  the  contract  term  for  five  months  through 
December  31,  1998. 


CLOSED  SESSION 


19.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
There  were  none. 

20.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  assert  the 
attorney-client  privilege;  passed  (5-0)  unanimously. 

The  Public  Utilities  Commission  met  in  Closed  Session  from  1:22  p.m.  to  1:50  p.m.  to  discuss 
the  following  matters: 

21 .  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(b)(c) 
and  Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code 
Section  54956.8: 

Anticipated  Litigation:       As  Plaintiff  and  as  Defendant 

Property:  500+  acres  of  San  Francisco  Water  Department  property 

on  Bernal  Avenue  in  Alameda  County. 

Parties  Negotiating:  Nelson/Lymburn/Thompson/Malamut 

City  of  Pleasanton 

Under  Negotiations:         Terms  and  Conditions 

No  action  was  taken. 
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22.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956.9(b)(c): 

Anticipated  Litigation:       As  defendant 

Regarding  Richmond  Transport  Project  -  Seacliff 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Werbe,  to  adopt  a 
settlement  for  Item  22;  passed  (5-0)  unanimously. 

Resolution  No.  98-0191 :    Approving  a  settlement  of  claim  filed  by  the  United  States 

Department  of  Interior,  National  Park  Service,  for  damages 
arising  from  the  Richmond  Transport  Project  and  the 
Seacliff  incident. 

23.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 

Existing  Litigation:   Fireman's  Fund,  subrogee  of  Bryant  Normandie,  a  California 

Partnership,  Claim  No.  96-W-0064 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Werbe,  to  adopt  a 
settlement  for  Item  23;  passed  (5-0)  unanimously. 

Resolution  No.  98-0192:    Approving  a  settlement  in  the  claim  of  Fireman's  Fund, 

subrogee  of  Bryant  Normandie,  Claim  No.  97W  0064-2. 


24.     Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 
Existing  Litigation:   Elizabeth  J.  Rory,  Claim  No.  98-04049 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Normandy,  to  adopt  a 
settlement  for  Item  24;  passed  (5-0)  unanimously. 

Resolution  No.  98-0193:    Approving  a  settlement  in  the  claim  of  Elizabeth  J.  Rory, 

Claim  No.  98-04049. 


The  Public  Utilities  Commission  reconvened  in  open  session. 


25.     Announcement  following  Closed  Session. 

President  Caen  announced  the  actions  taken  during  the  Closed  Session. 


98-179 


26.     Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Werbe,  not  to  disclose 
the  discussion  during  the  Closed  Session;  passed  (5-0)  unanimously. 


The  Commission  resumed  discussion  of  the  Regular  Agenda. 


1 1 .     Authorizing  a  right-of-way  permit  with  the  U.S.  Department  of  Interior,  National  Park 
Service. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook  to  adopt  Item  1 1 
at  a  cost  not  to  exceed  cost  $509,000;  passed  (5-0)  unanimously. 

Resolution  No.  98-0194:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  right-of-way  permit  with  the  U.S.  Department  of 
Interior,  National  Park  Service,  on  a  sewer  easement  within 
the  Golden  Gate  National  Recreation  Area  to  operate  and 
maintain  the  Richmond  Transport  Facilities  at  a  cost  not  to 
exceed  $509,000. 


Thereupon,  the  meeting  was  adjourned:  1:55  P.M. 


Romaine  A.  Boldridge 
Secretary 


98-180 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98*0183 


WHEREAS,  In  December  1997,  the  Bureau  of  Water  Pollution  Control  of  the  Public  Utilities  Commission 
identified  an  emergency  condition  at  the  Southeast  Water  Pollution  Control  Plant's  Digester  No.  5;  and 

WHEREAS,  The  digester  roof  cover  had  collapsed,  causing  an  infestation  of  mosquitoes  which  became 
a  nuisance  to  neighboring  communities,  and  immediate  demolition  and  removal  of  the  roof  cover  was  required 
to  protect  the  health  and  welfare  of  the  Citizens  of  San  Francisco;  and 

WHEREAS,  The  Bureau  of  Water  Pollution  Control  and  the  Bureau  of  Engineering  provided  the  design 
for  Contract  No.  CW-169E,  "SEWPCP  Digester  No.  5  Roof  Cover  Demolition";  and 

WHEREAS,  The  Contractor,  A.  Ruiz  Construction  Co.  began  the  emergency  work  on  February  1 8, 1 998 
and  completed  it  on  March  9,  1998;  and 

WHEREAS,  Because  this  was  an  emergency  contract,  HRC  subcontracting  goals  were  not  established 
by  the  HRC  Contract  Compliance  Officer  assigned  to  monitor  the  Clean  Water  Repair  and  Replacement 
Program;  and 

WHEREAS,  The  cost  of  the  work  is  $182,573.00.  Funds  are  available  from  the  R&R  Fund  (Fund 
5C/CPF/R&R,  FAMIS  Project  No.  CENRNRR915,  Job  Order  No.  1464N  and  FAMIS  Project  No. 
CENRNRR951,  Job  Order  No.  1572N);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission,  in  accordance  with  the  provisions  of  Section  6.30  of  the 
Administrative  Code  of  the  City  and  County  of  San  Francisco,  hereby  approves  the  Declaration  of  Emergency; 
and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  requests  the  Board  of  Supervisors  to  Approve 
the  expenditure  of  funds  for  the  emergency  work  to  demolish  and  remove  the  collapsed  roof  cover  of  the 
Southeast  Water  Pollution  Control  Plant's  Digester  No.  5. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of         JUL  2  8  1998   >»  . 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98*0184 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property 
under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (PUC)  in  the  City 
and  County  of  San  Francisco;  and 

WHEREAS,  Department  of  Recreation  and  Parks  (Rec/Park),  a  department  of 
the  City,  requested  to  enter  into  a  MOU  for  a  Mini  Park,  the  Expansion  of  a  Mini  Park 
and  for  administering  a  Child  Care  Parcel;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the 
project  described  by  the  proposed  agreement  is  categorically  exempt  from  the 
requirements  of  the  California  Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions 
and  authorizes  the  execution  of  that  certain  revised  MOU  between  the  Public  Utilities 
Commission  (PUC)  and  the  Department  of  Recreation  and  Parks  (Rec/Park),  a 
department  of  the  City,  for  the  purpose  of  a  Mini  Park,  the  Expansion  of  a  Mini  Park  and 
for  administering  a  Child  Care  Parcel  commencing  upon  execution  following 
authorization  and  approval  of  the  PUC  and  expiring  upon  expiration  of  the  permit  for 
Rec/Park's  use  of  such  lots  or  in  the  event  the  Rec/Park  and  a  child  care  provider  are 
unable  to  enter  into  a  Lease  on  or  before  January  31,  1999,  the  Child  Care  Parcel  in 
the  MOU  shall  automatically  terminate;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and 
heretofore  taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby 
ratified,  approved  and  confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General 
Manager  of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  revised 
MOU  and  Revocable  Permit  associated  with  same. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of 

JUL  2  8  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  98*0185 


WHEREAS,  Under  San  Francisco  Water  Department  Contract  No.  WD-2273,  a  metal  bin  type 
retaining  wall  will  be  installed  to  protect  the  soil  supporting  the  Bay  Division  Pipeline  (BDPL)  No.  2  from 
further  erosion;  and 

WHEREAS,  In  accordance  with  the  provisions  of  Section  31.22(a)  of  the  San  Francisco 
Administrative  Code,  staff  determined  this  project  to  be  categorically  exempt  from  the  California 
Environmental  Quality  Act  (CEQA)  and  State  Guidelines  under  Section  15301,  Class  1(b);  and 

WHEREAS,  Funds  for  the  award  of  this  contract  are  available  under  San  Francisco  Water 
Department  Project  Work  Phase  CUW  119-01,  Index  Code  571191;  and 

WHEREAS,  This  work  must  be  completed  before  November  1 ,  1998  when  the  next  rainy  season 
begins.  PUC  staff  is  recommending  a  fast  tracked  bid  and  award  process  to  allow  Contractor  sixty  (60) 
calendar  days  to  complete  the  contract  work;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  approves  final  plans  and  specifications  for  San  Francisco 
Water  Department  Contract  No.  WD-2273,  Metal  Bin  Type  Retaining  Wall  for  BDPL  No.  2  at  Edgewood 
Road;  authorizes  the  UEB  to  advertise  for  bids;  and  authorizes  the  General  Manager  of  the  Public  Utilities 
Commission  to  award  the  contract  to  the  lowest  responsive  and  responsible  Bidder. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of   .lUL  2  8  1998  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  QS'OlSS 


WHEREAS,  Under  Clean  Water  Program  Contract  No.  CW-1 58,  Southeast  Water  Pollution  Control 
Plant  Buildings  930/850  and  040/041  Roofing  Project,  the  roof  systems  of  the  Administration  Buildings  and 
the  Primary  Sedimentation  Buildings  will  be  replaced;  and 


WHEREAS,  Under  PUC  Resolution  No.  98-0057  adopted  on  March  24, 1 998,  the  PUC  approved  the 
final  plans  and  specifications  and  authorized  bid  call  for  Clean  Water  Program  Contract  No.  CW-1 58;  and 


WHEREAS,  Bids  were  received  and  opened  on  June  18,  1998;  and 


WHEREAS,  The  PUC  staff  recommends  award  of  this  contract  to  the  lowest  responsive  bidder. 
Pioneer  Roofing  Organization;  and 


WHEREAS,  Funds  to  award  this  contract  are  available  under  Clean  Water  Program  Project  No. 
1465N  (Southeast  Water  Pollution  Control  Plant  Buildings  930/850  and  040/041  Roofing  Project),  Index 
Code  CENRNRR916;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  awards  Clean  Water  Program  Contract  No.  CW-1 58, 
Southeast  Water  Pollution  Control  Plant  Buildings  930/850  and  040/041  Roofing  Project,  in  the  amount  of 
$542,340  to  Pioneer  Roofing  Organization,  1485  Armstrong  Avenue,  San  Francisco,  CA  94124-3601. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meetingof  JUL  2  8  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0187 


WHEREAS,  The  roofs  at  the  City  Distribution  Division  Yard,  1990  Newcomb  Avenue  are  in  an 
advanced  state  of  disrepair  and  if  not  fixed  leakage  may  cause  power  outage,  loss  of  emergency 
communications,  and  property  damage;  and 

WHEREAS,  Water  leaks  in  the  shops,  warehouse  and  administration  buildings  cause  safety  hazards  with 
electrical  equipment,  damage  to  City  property  and  unsuitable  working  conditions;  and 

WHEREAS,  Leaks  have  caused  dangerous  conditions  to  the  gas  station  power  supply;  and  flooding  in 
the  men's  locker  room  and  bathroom,  the  engineering  section  and  throughout  the  warehouse;  and 

WHEREAS,  The  roofs  at  City  Distribution  Division  have  been  inspected  by  the  Department  of  Public 
Works,  Bureau  of  Architecture  and  the  San  Francisco  Port,  Roofing  Section;  and 

WHEREAS,  92,245  square  feet  of  roofing  requires  hazardous  material  removal  and  abatement,  demoliticsi 
of  the  existing  roofing,  and  installation  of  roofing  insulation,  new  roofing,  and  flashing;  and 

WHEREAS,  funding  is  available  under  Project  CUW660,  FAMIS  Index  Code  526601,  City  Distribution 
Division  Re-Roofing;  and 

WHEREAS,  this  work  must  be  done  prior  to  wet  weather;  now  therefore,  be  it 

RESOLVED,  That  this  Commission  approves  the  award  of  Contract  WD-2248,  City  Distribution  Division 
Roof  Replacement  in  the  amount  of  $907,900.00  to  Pioneer  Roofing  Company. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of   .1111   P.  R  1998  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0188 


WHEREAS,  The  Clean  Water  Program  has  a  continuing  sewer  repair  and  replacement  program  to 
repair/replace  structurally  inadequate  sewer  facilities;  and 

WHEREAS,  Construction  has  been  completed  for  Contract  Specification  No.  1414N  "Treat  Avenue 
and  22"*^  Street  Sewer  Replacement"  which  consisted  of  performing  traffic  routing  work  and  trench  support 
work;  constructing  approximately  1,061  feet  of  12-inch  and  273  feet  of  15-inch  diameter  vitrified  clay  pipe 
(VCP)  sewers  on  crushed  rock  bedding,  concrete  manholes  and  catchbasins,  10-inch  diameter  VCP  culverts, 
6  or  8-inch  diameter  side  sewer  connections;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has  determined  that 
the  Repair  and  Replacement  Program  is  categorically  exempt  from  environmental  review  under  the  State 
Guidelines  implementing  the  California  Envirormiental  Quality  Act,  and  no  hazardous  materials  were 
encountered  during  construction;  and 

WHEREAS,  The  original  contract  amount  to  Harty  Pipelines,  Inc.  was  $248,640.00  and  Contract 
Modification  No.  1  (Final)  to  adjust  for  actual  quantities  used  during  construction  is  in  the  credit  amount  of 
$14,139.44,  thereby  bringing  the  final  contract  to  $234,500.56;  and 

WHEREAS,  MBE/W^E  subcontracting  usage  has  been  approved  by  the  HRC  Contract  Compliance 
Officer  assigned  to  this  Contract;  and 

WHEREAS,  Funds  for  said  Contract  are  available  from  the  1994  Sewer  Bond  (Fund  5C/CPF/UNA, 
FAMIS  Project  No.  CENSR4SI0440);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission,  hereby  accepts  the  work  performed  under  Clean  Water  Program 
Contract  No.  1414N  as  satisfactorily  complete;  approves  Contract  Modification  No.  1  (Final)  in  the  credit 
amount  of  $14,139.44,  authorizes  final  payment  in  the  amount  of  $11,725.06  to  the  Contractor,  Harty 
Pipelines,  Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  JUL  2  8  1998  • 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


98-0189 


RESOLUTION  NO. 


WHEREAS,  Under  PUC  Resolution  No.  95-0213  adopted  on  November  28,  1995,  the  PUC 
authorized  the  Manager  of  the  UEB  to  negotiate  and  execute  an  agreement  with  Geomatrix  Consultants, 
Inc.  for  providing  geotechnical  and  other  specialized  engineering  services  in  conjunction  with  SFWD 
Project  Work  Phase  CUW  125-01  (Seismic  Upgrade  for  BDPL  Nos.  1  &  2  at  the  Hayward  Fault 
Crossing).  The  contract  amount  was  $230,000  with  a  contract  duration  of  fifteen  (15)  months;  and 

WHEREAS,  Under  PUC  Resolution  No.  97-0214  adopted  on  July  22,  1997,  the  PUC  approved 
Contract  Amendment  No.  1  with  Geomatrix  Consultants,  Inc.  to  provide  additional  engineering, 
geotechnical,  and  seismic  analyses.  This  increased  the  contract  amount  by  $120,000  and  extended  contract 
completion  date  to  August  1,  1998;  and 

WHEREAS,  The  UEB  needs  to  perform  hydraulic  and  surge  analyses  to  determine  criteria  for  the 
design  of  bypass  and  shutoff  valves  in  connection  with  the  alternatives  to  seismically  upgrade  these 
pipelines;  and 

WHEREAS,  Geomatrix  Consultants,  Inc.  shall  review  the  overall  engineering  efforts  including 
UEB's  hydraulic  and  surge  analyses;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  approves  Contract  Amendment  No.  2  which  extends 
Geomatrix  Consultants,  Inc.  contract  completion  date  from  August  1,  1998  to  December  1,  1998  to  allow 
them  to  review  the  additional  engineering  analyses  to  be  performed  by  UEB. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  JUL  2  8  1998 


Secretary,  Public  Utilities  Commission 


Public  Utilities  Commission 

City  and  County  of  San  Francisco 

98-0190 


Resolution  No. 


WHEREAS,  the  Water  Pollution  Control  Division  on  behalf  the  City  and  County  of  San 
Francisco,  Public  Utilities  Commission  is  requesting  that  the  Commission  approve  and 
authorize  the  General  Manager  to  modify  the  Olivia  Chen  Consultants/Barbara  Foster 
Associates  Joint  Venture  contract  for  development  of  the  SFPUC  Emergency  Operations 
Plan;  and 


WHEREAS,  the  current  Contract  approved  by  Commission  Resolution  No.  97-0031 
expires  July  31,  1998;  and 

WHEREAS,  the  requested  modification  is  for  a  five  months  time  extension  through 
December  31 ,  1998,  now  therefore  be  it 

RESOLVED,  that  this  Commission  hereby  authorizes  the  General  Manager  to  modify  the 
Professional  Services  Contract  with  Olivia  Chen  Consultants/Barbara  Foster  Associates 
Joint  Venture  by  extending  the  contract  term  for  a  period  of  five  months  through 
December  31,  1998. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of   .jlll  2  8  1998  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


WHEREAS,  On  July  28,  1998,  the  Public  Utilities  Commission  met  in  closed  session  to 
consider  the  resolution  of  a  claim  filed  by  the  United  States  Department  of  Interior,  National 
Park  Service,  for  damages  arising  from  the  Richmond  Transport  Project  and  the  December  11, 
1 995  Seacliff  incident;  and  . 

WHEREAS,  The  National  Park  Service,  after  consultation  with  PUC  staff,  has  proposed 
that  the  City's  payment  of  $508,709,  consisting  of  $300,617  for  Lobos  Creek  Valley  restoration 
work  and  $208,092  for  completion  of  Richmond  Transport  Project  work,  would  satisfactorily 
resolve  all  outstanding  issues  regarding  construction  of  the  Richmond  Transport  Project  and  the 
Seacliff  incident;  and 

WHEREAS,  The  National  Park  Service's  proposed  permanent  right  of  way  permit, 
which  imposes  no  rental  or  lease  fees,  includes  conditions  that  require  payment  of  the  costs 
mentioned  above;  and 

WHEREAS,  In  consideration  for  the  payment  of  the  above  mentioned  costs,  the  National 
Park  Service  will  release  the  City  from  any  and  all  liability  and  waive  all  claims  arising  from  the 
Richmond  Transport  Project  and  the  Seacliff  incident,  as  set  forth  in  the  draft  Settlement 
Agreement  and  Mutual  Release;  and 

WHEREAS,  Upon  these  terms,  the  City  and  the  National  Park  Service  have  tentatively 
agreed  to  resolve  this  matter;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  resolution  of  the  National  Park 
Service's  claim  arising  from  the  Richmond  Transport  Project  and  the  Seacliff  incident,  with  the 
City  paying  a  total  of  $508,709  for  project  completion  work  and  restoration  work,  and  further 
authorizes  the  General  Manager  to  submit  this  matter  to  the  Board  of  Supervisors  for  final 
approval. 


I  hereby  certify  that  the  foregoins  resolution  was  adopted  by  the  Public  Utilities  Commission  at 


its  meeting  of       JUL  2  8  199i 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 


Resolution  No.  98-0192 


RESOLVED,  That  on  recommendation  of  the  General  Manager 
of  Public  Utilities  Commission,  and  the  City  Attorney,  this 
Commission  hereby  recommends  that  the  Board  of  Supervisors  resolve 
and  settle  the  claims  listed  below  on  the  term  specified  below. 

Case  Name  Case  Number  Amount 


FIREMAN'S  FUND  SUBROGEE  OF 

BRYANT  NORMANDIE,   A  CAL  PARTNER     97  W  0064-2  $21,060.33 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission 

at  its  meeting  of     JUL  2  8  1998  


Secretary,   Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 


Resolution  No.  98-0193 


RESOLVED,  That  on  recommendation  of  the  General  Manager 
of  Public  Utilities  Commission,  and  the  City  Attorney,  this 
Commission  hereby  recommends  that  the  Board  of  Supervisors  resolve 
and  settle  the  claims  listed  below  on  the  term  specified  below. 


Case  Name  Case  Number  Amount 


ELIZABETH  RORY  98-04049  $10,000.00 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission 

at  its  meeting  of    JUL  2  8  1998  


Secretary,   Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  98-01^4 


WHEREAS,  Completion  of  the  Clean  Water  Master  Plan  will  enable  the  City  of  San 
Francisco  to  be  in  compliance  with  the  Cease  and  Desist  Order  (CDO)  requirements  of  the 
Regional  Water  Quality  Control  Board  (RWQCB);  and 

WHEREAS,  The  Richmond  Transport  Facilities  Project  is  a  component  of  the  Clean 
Water  Program's  Master  Plan  for  wastewater  treatment  and  meets  the  Regional  Water  Quality 
Control  Board's  requirement  of  a  long  term  average  of  eight  overflows  per  year  from  the 
Richmond/Seacliff  districts;  and 

WHEREAS,  A  Right-of-Way  permit  is  required  from  the  U.S.  Department  of  Interior, 
National  Park  Service,  on  a  long  term  easement  for  the  Richmond  Transport  Facilities;  and 

-  WHEREAS,  The  term  of  the  permit  is  fifty  (50)  years  and  the  associated  cost  is 
$508,709;  and 

WHEREAS,  Funds  for  said  permit  are  available  from  sewer  bonds,  Fund  5C/CPF/UNA, 
FAMIS  Project  No.  CENCMPRC7955;  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions,  and 
authorizes  the  execution  of  a  Right-of-Way  permit  with  the  National  Park  Service,  for  the 
purpose  of  operating  and  maintaining  the  Richmond  Transport  Facilities  within  the  easement 
area  specified  in  the  permit;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  permit  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General 
Manager  of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  permit. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of       JUL  ?j  8  1998 
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1.      Call  to  Order:         1:04  P.M. 


2.       Roll  Call:  Present  -  President  Ann  Moller  Caen,  Commissioner  E.  Dennis 

Normandy,  Commissioner  Victor  G.  Makras 

Commissioner  Frank  L.  Cook  arrived  at  1:06  p.m. 

Commissioner  Robert  K.  Werbe  arrived  at  1:40  p.m. 


3.      Approval  of  Minutes 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Makras,  to  approve 
the  Minutes  for  the  following  meeting  dates;  passed  (3-0)  unanimously. 

a.  Regular  Meeting  of  July  14,  1998 

b.  Special  Meeting  of  July  14,  1998 

c.  Special  Meeting  of  July  24,  1 998 

d.  Regular  Meeting  of  July  28,  1 998 


4.  Communications  ; 

President  Caen  requested  more  information  regarding  the  General  Manager's  memo 
dated  August  11,  1998  concerning  USAID's  "Contract  for  Sustainable  Urban 
Management".  Anson  Moran,  General  Manager  of  Public  Utilities,  explained  that 
USAID  was  sponsoring  grants  to  establish  partnerships  with  private  entities  seeking  to 
fund  experts  who  could  assist  local  governments  in  developing  countries  in  the  areas 
of  finance,  local  government,  urban  pollution  and  credit  management.  Mr.  Moran 
stated  that  PUC  possesses  knowledge  that  could  be  valuable  to  other  communities, 
however,  the  PUC  does  not  have  the  resources  to  participate  as  a  prime  contractor. 
He  noted  that  we  could  provide  assistance  as  a  subcontractor  in  energy  conservation 
and  waste  management  areas  where  PUC  has  adequate  staffing  and  expertise. 

Commissioner  Cook  arrived  during  discussion  of  Item  4. 

President  Caen  directed  staff  to  explore  the  possibility  of  the  City  taking  part  in  the 
program. 

5.  Introduction  of  Old/Ongoing  Business  by  Commissioners 
No  action  was  taken. 
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6.      Introduction  of  New  Business  by  Commissioners 


Commissioner  Normandy  requested  tiiat  staff  consider  submitting  an  application  to  the 
Association  of  California  Water  Agencies  (ACWA)  for  the  Theodore  Roosevelt 
Environmental  Award.  He  stated  that  PUC  would  be  an  excellent  candidate  for  this 
award  in  relation  to  the  adoption  of  the  Grazing  Resources  Management  Plan  for  the 
Alameda  watershed. 


7.       Report  of  the  General  Manager 

a.       Mr.  Moran  reported  that  President  Bill  Clinton  was  at  the  Harry  Tracy  Water 

Treatment  Plant  this  morning  and  announced  a  policy  for  consumer  confidence 
reporting  whereby  all  water  agencies  would  be  held  to  the  same  standards  as 
California  for  reporting  to  their  consumers  on  the  quality  of  the  water  provided 
by  the  agency. 


b.      Proposition  H  Challenges 

Mr.  Moran  noted  that  Proposition  H  does  not  allow  increases  in  water  and 
sewer  rates  and  charges  to  recover  debt  service  programs.  He  stated  that  we 
may  not  be  able  to  issue  bonds  for  $90  million  of  authorized  debt  for  sewer 
repair  because  of  this  prohibition. 


8.  .    Public  comments  on  matters  that  were  not  on  today's  agenda. 
There  were  none. 


REGULAR 


9.  Establishing  a  policy  to  not  budget  for  positions  which  have  become  surplus  to  the 
department's  needs  and  establishing  a  procedure  for  implementation  of  the  policy. 
[Continued  from  the  meeting  of  July  14,  1998.] 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Normandy,  to  continue 
Item  9  to  the  call  of  the  Chair;  passed  (4-0)  unanimously. 
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Approving  the  1998/99  Housing  Budget,  and  directing  tine  General  Manager  to 
develop  options  for  the  use  of  "Excess"  housing,  solicit  the  services  of  a  property 
manager  to  manage  PUC's  residential  properties;  and  conclude  discussions  regarding 
charging  for  utilities. 

Mr.  Moran  noted  that  staff  identified  21  housing  units  at  Moccasin  that  were  essential 
to  PUC  operations.  He  said  staff  would  return  to  the  Commission  with  options  for 
dealing  with  the  remaining  excess  units.  Mr.  Moran  stated  that  staff  was  also 
proposing  a  policy  for  charging  for  utilities  by  January  2000. 

Mike  Siegenthaler,  an  employee  in  Moccasin,  commented  that  these  homes  have 
electric  heating  utilities  and  he  would  like  staff  to  consider  the  high  cost  of  electricity 
when  they  start  restructuring  the  fees  and  charging  for  utilities.  He  asked  whether 
certain  provisions  will  be  made  for  employees  who  serve  as  fire  protection  volunteers 
in  the  Moccasin  Fire  Department  as  there  are  no  emergency  personnel  assigned  for 
fire  protection  in  the  PUC  facilities.  Mr.  Klein  stated  that  since  this  matter  was  not 
covered  in  his  analysis,  he  will  return  to  the  Commission  to  address  the  issue. 

Note:  Commissioner  Werbe  arrived  during  the  discussion  of  Item  10. 

Commissioner  Makras  commented  that  the  policy  as  proposed  was  not  consistent  with 
the  goals  of  the  Commission.  He  said  he  would  like  the  policy  to  state  that  by  January 
1 ,  2000,  PUC  will  be  charging  the  tenants  fair  market  rate  and  for  the  cost  of  i4tilities. 
He  said  the  policy  should  focus  on  fairness  and  equity  for  every  employee  as  fhey  are 
all  vitally  important  to  PUC  operations.  Mr.  Moran  noted  that  PUC  has  facilities  that 
are  extremely  remote  that  having  staff  immediately  on  hand  is  important  to  the  best 
interests  of  the  City.  He  said  travel  time  Is  crucial  to  prevent  a  great  amount  of 
physical  damage  to  properties. 

Commissioner  Makras  suggested  amending  the  resolution  to  remove  the  second 
resolved  clause  (charging  the  discount  rent  of  $50.00);  add  a  third  resolve  directing 
the  General  Manager  to  implement  a  housing  policy  to  bring  all  rents  to  fair  market 
value  and  charge  for  utilities  for  all  housing  tenants  by  January  1 ,  2000;  and  remove 
the  last  resolved  clause.  He  also  noted  the  importance  of  advising  employees  as 
early  as  possible  about  these  changes  to  give  them  ample  time  for  planning. 

Commissioner  Normandy  suggested  continuing  the  matter  to  another  meeting  to  allow 
staff  to  restructure  the  resolution  based  upon  the  changes  proposed  today. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  continue 
Item  10  to  the  call  of  the  Chair  and  direct  the  General  Manager  of  Public  Utilities  to 
revise  the  resolution  to  include  a  policy  of  implementing  fair  market  value  as  of 
January  1,  2000;  passed  (5-0)  unanimously. 
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Public  Hearing  -  To  present  tiie  results  of  the  "1998  Water  Quality  and  Public  Health 
Goals  Report"  and  accept  and  respond  to  public  comments  on  this  report. 

Andrew  DeGraca,  Manager,  Water  Quality  Bureau,  gave  a  presentation  using  an 
overhead  projector  regarding  the  findings  of  the  1998  Water  Quality  and  Public  Health 
Goals  Evaluation.  Mr.  DeGraca  reported  that  83  regulated  contaminants  were 
analyzed  by  staff  and  all  of  them,  except  for  coliform  and  lead,  met  regulatory 
requirements  of  the  Maximum  Contaminant  Levels  (MCLs),  SFPUC  goals,  and  Public 
Health  Goals.  Coliform  and  lead  did  not  meet  the  public  health  goals. 

Mr.  DeGraca  stated  that  they  would  be  changing  the  chemical  used  for  final 
disinfection  from  chlorine  to  chloramine  to  reduce  positive  coliform  samples.  With 
regard  to  lead,  he  said  there  was  no  detectable  lead  found  in  source  water.  However, 
samples  from  customers'  tap  water  were  found  to  contain  lead  above  public  health 
goals  due  to  lead  leaching  from  consumer  plumbing  containing  lead.  He  said  that 
staff  had  advised  consumers  about  lead  in  their  taps  and  the  option  of  installing  lead- 
free  plumbing  fixtures.  They  were  also  advised  to  flush  taps  for  15-30  seconds  before 
use.  Mr.  Graca  noted  that  the  current  improvement  plan  includes  new  facilities  to 
improve  the  reliability  and  redundancy  in  SFPUC  corrosion  control  facilities. 

Commissioner  Makras  suggested  that  staff  advise  customers  about  the  availability  of 
lead-free  fixtures  to  help  reduce  the  level  of  lead  content  at  their  taps.  He  requested 
staff  to  put  together  a  list  of  companies  that  manufactures  lead-free  plumbing  fixtures 
and  make  that  list  available  to  the  public.  ; 

Emeric  Kalman  commended  PUC  for  the  City's  excellent  water  quality  and  favorable 
price.  Mr.  DeGraca  stated  that  the  Water  quality  has  been  consistently  improving  over 
the  years. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  adopt  Item 
11;  passed  (5-0)  unanimously. 

Resolution  No.  98-01 95:    Directs  the  Water  Quality  Manager  to  send  a  letter  to  the 

California  Department  of  Health  Services  documenting  that 
a  Public  Health  Goal  Report  was  prepared  and  a  public 
hearing  was  held  to  accept  and  respond  to  public 
comments  on  the  report. 

To  present  the  challenges  of  the  PUC  10-year  capital  improvement  program,  overview 
of  program  management  services  and  the  choices  available  to  PUC. 

Mary  Williams,  Project  Manager  from  the  Utilities  Engineering  Bureau,  gave  a 
presentation  using  electronic  slides  regarding  the  challenges  and  concerns  PUC  faces 
with  a  large  10-year  capital  improvement  program.  She  also  discussed  the  choices 
available  in  program  management,  its  benefits  and  costs  to  the  City. 
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Ms.  Williams  stated  that  the  PUC  is  challenged  in  the  management  and  control  of  a 
capital  improvement  program  that  had  leaped  in  scale  and  complexity  over  the  past 
years.  She  noted  that  the  PUC  also  has  limited  resources  and  tools  to  meet  the 
requirements  of  a  capital  program  of  this  magnitude. 

Ms.  Williams  talked  about  program  management  as  a  tool  in  addressing  concerns 
regarding  management  and  control  of  the  PUC's  Capital  Improvement  Program.  She 
stated  that  the  PUC  needs  the  services  of  a  program  manager  that  would  be 
responsible  for  coordinating  projects,  monitoring  and  controlling  progress  of  the 
projects,  augmenting  staff,  and  providing  the  necessary  tools.  She  discussed  the 
three  options  available  in  structuring  a  program  management  system  for  PUC  and  the 
benefits  of  each  option.  The  three  options  were:  (1)  PUC  as  a  Program  Manager;  (2) 
a  Consultant  as  Program  Manager;  (3)  PUC  and  Consultant  Integrated  Staff.  Ms. 
Williams  stated  that  the  estimated  cost  of  hiring  a  program  manager  is  $25  million. 

Commissioner  Normandy  commended  staff  for  responding  very  well  to  the  request  of 
the  Commission  to  look  at  program  management  systems.  He  suggested  that  staff 
begin  looking  into  a  combination  of  private  sector  and  public  sector  management  team 
and  analyze  how  the  program  could  be  self  liquidating  through  savings  in  time  and 
money. 

Commissioner  Makras  suggested  looking  into  the  economics  of  embarking  on  this 
program.  He  suggested  that  staff  make  a  direct  comparison  of  fees  paid  by  other 
utility  agencies  for  this  type  of  service.  He  requested  that  the  comparison  include 
what  PUC  is  currently  doing,  and  the  cost  of  doing  program  management  in  house. 
Ms.  Williams  indicated  that  staff  will  also  show  contractual  provisions  that  could  help 
us  control  costs  and  assure  cost  savings.  President  Caen  directed  staff  to  report  to 
the  Commission  at  the  meeting  scheduled  on  September  15,  1998  on  these  issues. 

Commissioner  Normandy  stated  that  he  would  like  to  implement  the  program  in 
phases  and  initially  taking  a  specific  project  as  a  test  module  within  a  specific  time 
frame.  Commissioner  Werbe  suggested  reaching  out  to  a  wider  span  of  the 
contracting  community.  Commissioner  Cook  commented  that  he  would  like  the 
Commission  to  have  the  flexibility  to  choose  the  most  economical  way  of  doing 
business. 


To  present  the  Southeast  Water  Pollution  Control  Plant  Odor  Control  Master  Plan. 

Mr.  Jon  Loiacono,  Manager  of  Water  Pollution  Control  Environmental  Engineering 
Division,  gave  a  presentation  using  overhead  projector  slides  and  showed  diagrams  of 
the  areas  around  the  perimeter  of  the  Southeast  Water  Pollution  Control  Plant.  He 
also  distributed  copies  of  the  Southeast  Water  Pollution  Control  Plant  Odor  Control 
Master  Plan  to  the  Commission.  The  Master  Plan  prepared  by  Brown  and  Caldwell 
Consultants  identified  the  major  sources  of  odors  at  the  plant  and  presented 
recommendations  for  controlling  odor  emissions  and  cost  estimates  of  each 
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recommendation.  He  noted  that  a  $50  million  revenue  bond  is  needed  to  accomplish 
the  recommendations  in  the  Plan  and  to  achieve  the  goal  of  no  detectable  odor  at  the 
perimeter  of  the  Southeast  Water  Pollution  Control  Plant.  He  stated  that  staff  had 
already  begun  to  implement  a  number  of  projects  recommended  in  the  Master  Plan 
such  as  operational  improvements,  sludge  hauling,  housekeeping  and  scheduling  of 
tank  drainage.  Odor  improvement  projects  scheduled  in  the  future  are  chemical 
addition,  dewatering  improvements,  and  building  foul  air  treatment  systems  in  various 
odor  source  facilities  to  reduce  release  of  odors.  Mr.  Loiacono  commented  that 
completing  all  the  recommended  projects  will  reduce  peak  odor  events  but  partial 
completion  will  not  achieve  the  goal  of  undetectable  odor. 

Commissioner  Cook  suggested  that  staff  give  the  same  presentation  at  the  PUC 
meeting  that  would  be  held  in  the  Bayview  District  on  August  25,  1998.  President 
Caen  stated  that  she  wanted  to  look  at  the  priorities  and  re-evaluate  this  project 
before  the  end  of  the  year. 

14.  To  present  issues  related  to  sewer  flooding  in  the  Bayview/Hunters  Point  and 
southeast  part  of  the  City. 

Michelle  Pla,  Manager  for  Clean  Water  Program  Planning  and  Control,  gave  a 
presentation  using  overhead  projector  slides  and  maps  regarding  sewer  flooding 
issues  in  the  Bayview  and  Hunters  Point  areas.  Ms.  Pla  stated  that  flooding  in  these 
areas  was  caused  by  hydraulically  inadequate  sewers,  structurally  damaged  pipes 
and  properties  being  below  grade.  She  reported  that  the  Clean  Water  Program  staff 
have  been  working  hard  to  control  sewer  flooding  in  these  areas.  They  have  initiated 
five  flooding  control  projects  that  are  currently  in  different  phases  of  planning,  design 
and  construction.  Those  projects  are  Joseph  K.  Lee  Recreational  Center  Sewer, 
Rankin  Drainage  Improvements,  Yosemite/Egbert  Sewer,  Sunnydale  Sewer,  and 
Third  Street  Sewer  projects.  The  Joseph  K.  Lee  Sewer  Project  was  completed  in  July. 
Ms.  Pla  noted  that  there  are  other  flood  control  projects  identified  City  wide  and  voter 
authorization  for  a  future  bond  measure  to  fund  these  projects  will  be  needed. 

Commissioner  Normandy  requested  staff  to  prepare  an  executive  summary  of  this 
report  for  the  Commission,  the  Board  of  Supervisors  and  the  Mayor. 

1 5.  Requesting  the  Board  of  Supervisors  to  approve  the  expenditure  of  funds  for  Clean 
Water  Program  Contract  No.  CW-172,  Spruce  Street  Emergency  Sewer  Replacement. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Normandy,  to  adopt 
Item  15;  passed  (5-0)  unanimously. 
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Resolution  No.  98-01 96:    Ratifying  the  Declaration  of  Emergency  made  by  the 

President  of  Public  Utilities,  and  requesting  the  Board  of 
Supervisors  to  approve  the  expenditure  of  funds  for  Clean 
Water  Program  Contract  No.  CW-172  (1595N),  Spruce 
Street  Emergency  Sewer  Replacement. 


16.     Requesting  the  Board  of  Supervisors  to  approve  the  expenditure  of  funds  for  Clean 
Water  Program  Contract  No.  CW-179  (1596N),  Ordway  Street  Emergency  Sewer 
Replacement. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Werbe,  to  adopt  Item  16; 
passed  (5-0)  unanimously. 

Resolution  No.  98-0197:    Requesting  the  Board  of  Supervisors  to  approve  the 

expenditure  of  funds  for  Clean  Water  Program  Contract 
No.  CW-179  (1596N),  Ordway  Street  Emergency  Sewer 
Replacement. 


LEASES  AND  PERMITS 


17.     Authorizing  a  permit  with  the  Big  Oak  Flat-Groveland  Unified  School  District  for  use  of 
the  Moccasin  Schoolhouse  and  adjacent  grounds. 

Gary  Dowd,  Manager,  Bureau  of  Commercial  Land  Management,  noted  that  the 
permit  called  for  a  $100  per  month  rental  fee  as  suggested  by  the  Commission  at  a 
previous  PUC  meeting.  It  also  addressed  the  School  District's  acceptance  of  the 
responsibility  for  ongoing  repair  and  maintenance  of  the  building. 

Mr.  Dave  Manship,  Superintendent  of  Big  Oak  Flat  Groveland  Unified  School  District, 
commented  in  support  of  staffs  proposal. 

Mike  Siegenthaler,  commented  that  the  Yosemite  Gateway  Hostel  Society  had  also 
requested  the  Commission  for  the  use  of  this  facility  and  had  not  gotten  an  answer. 
He  expressed  support  of  staff's  proposal;  however,  he  urged  the  Commission  to  keep 
the  Hostel's  request  in  mind  when  they  begin  to  make  decisions  regarding  Moccasin 
facilities. 

Commissioner  Makras  expressed  opposition  to  the  item  as  proposed  because  there 
was  no  provision  for  charging  rent  in  the  agreement.  He  stated  that  if  the  Commission 
allows  the  use  of  PUC  facilities  for  free,  we  would  need  to  offer  the  opportunity  to  all 
interested  parties  and  if  there  are  two  interested  parties  that  it  should  be  put  out  for 
bids.  Commissioner  Werbe  concurred  with  Commissioner  Makras'  opinion.  He  stated 
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that  the  State  of  California  should  be  paying  for  the  cost  of  running  the  program 
including  the  prevailing  rent.  Mr.  Manship  responded  that  their  School  District  does 
not  get  enough  money  for  teachers,  rent  and  instructional  needs.  He  said  the  District 
was  looking  for  a  break  from  the  City  so  that  they  could  run  the  program  with  whatever 
funds  they  now  have. 

Commissioner  Cook  commented  in  support  of  the  School  District's  request  with  an 
addendum  to  raise  the  rent  according  to  the  financial  ability  of  the  School  District. 

Commissioner  Makras  moved,  seconded  by  Commissioner  Werbe  to  reject  the 
resolution.  President  Caen,  Commissioner  Normandy  and  Commissioner  Cook  voted 
noes.  The  motion  failed  (2-3). 

President  Makras  moved  to  direct  staff  to  negotiate  a  five-year  lease  with  all  interested 
parties  for  this  site  at  fair  market  rental  rate  and  present  the  proposals  to  the 
Commission  so  that  the  Commission  can  make  the  selection.  Commissioner  Werbe 
seconded.  Lawrence  T.  Klein,  General  Manager  of  Hetch  Hetchy  Water  &  Power, 
noted  that  the  School  District  needed  to  know  today  whether  they  will  be  able  to  use 
the  property  or  there  will  be  no  program.  Commissioner  Makras  withdrew  his  motion. 

Commissioner  Normandy  noted  that  in  the  absence  of  a  policy  regarding  fair  market 
rent  and  the  need  to  support  a  community  endeavor  within  the  Tuolumne  County,  he 
suggested  a  one  year  lease  agreement  with  the  acknowledgment  by  lessee  that  at  the 
end  of  the  term,  the  lease  of  the  property  will  be  put  to  bid  at  fair  market  rental  rate 
and  the  lessee  will  take  care  of  maintenance  of  the  building.  Commissioner  Makras 
stated  that  there  will  be  no  option  to  renew  after  the  one  year  term. 

Mike  Siegenthaler  commented  that  the  City  should  give  a  break  to  the  district  as  the 
program  will  benefit  the  youth. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Makras,  to  adopt 
Item  17  as  amended;  passed  (5-0)  unanimously. 

Resolution  No.  98-0198:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  permit  for  one  year  with  the  Big  Oak  Flat- 
Groveland  Unified  School  District  for  use  of  the  Moccasin 
Schoolhouse  and  adjacent  grounds  including  placement  of 
two  portable  classrooms,  an  alternative  education  center 
on  a  portion  of  Hetch  Hetchy  Parcel  No.  276-1  in  Moccasin, 
Tuolumne  County. 
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18.     Authorizing  the  General  Manager  of  Public  Utilities  to  execute  a  permit  with  Pacific 
Bell  for  installation,  maintenance,  use  and  repair  of  4-inch  steel  conduits  for 
telecommunication  purposes  on  a  portion  of  Parcel  32B  of  Bay  Division  Pipeline  Nos. 
3  and  4  right  of  way,  located  in  Fremont,  Alameda  County. 

Item  18  was  removed  from  the  agenda. 


President  Caen  recommended  taking  Items  19  and  20  as  consent  items.  Commissioner 
Makras  moved,  seconded  by  Commissioner  Cook,  to  adopt  Items  19  and  20;  passed  (5-0) 
unanimously. 

1 9.  Resolution  No.  98-01 99:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  revocable  permit  with  Pacific  Gas  &  Electric 
Company  for  watershed  land  located  at  the  south  end  of 
Upper  Crystal  Springs  Reservoir  near  Las  Pulgas  Water 
Temple,  to  place  a  deep  well  cathodic  protection  rectifier  to 
protect  existing  gas  lines  from  corrosion. 

20.  Resolution  No.  98-0200:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  lease  with  Stewart  Automotive  Group,  for 
approximately  .34  acres  of  PUC  land  located  on  a  portion 
of  Parcel  16  of  San  Mateo  County  lands  and  a  portion  of 
the  southwesterly  half  of  the  former  vacated  5'^  Avenue  in 
Colma,  CA,  for  parking  and  storage  of  vehicles. 


CONSTRUCTION  CONTRACTS 

Advertise 

21 .     Approving  the  final  plans  and  specifications  and  authorizing  advertisement  for  bids  for 
Hetch  Hetchy  Contract  No.  HH-883,  Hetch  Hetchy  Water  and  Power  Roofing  Project. 

President  Caen  commented  that  she  would  like  the  Commission  to  revisit  this  project 
in  relation  to  housing  units  that  were  considered  to  be  excess. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Makras,  to  adopt  Item 
21;  passed  (5-0)  unanimously. 

Resolution  No.  98-0201 :    Approving  the  final  plans  and  specifications  and 

authorizing  advertisement  for  bids  for  Hetch  Hetchy 
contract  No.  HH-883,  Hetch  Hetchy  Water  and  Power 
Roofing  Project. 


98-190 


Note:  Commissioner  Makras  was  excused  at  1 :40  p.m. 


President  Caen  recommended  taking  items  22  and  24  as  consent  items.  IVIoved  by 
Commissioner  Werbe,  seconded  by  Commissioner  Normandy  to  adopt  Items  22  and  24; 
passed  (4-0)  unanimously. 

22.     Resolution  No.  98-0202:    Awarding  Clean  Water  Program  Contract  No.  CW-128, 

"North  Point  Water  Pollution  Control  Plant  Improvements  - 
Phase  3A",  in  the  amount  of  $1 ,297,830  to  the  lowest, 
responsive  and  responsible  bidder,  Homer  J.  Olsen,  Inc. 

24.     Resolution  No.  98-0203:    Awarding  San  Francisco  Water  Department  Contract  No. 

WD-2255,  Sunol  Valley  Water  Treatment  Plant  Filter 
Console  Modifications  to  Transdyn  Controls,  Inc.  for 
$1,734,000. 


Commissioner  Makras  returned  at  1:45  p.m. 


23.     Rejecting  the  bids  submitted  by  Willie  Electric,  Inc.,  Shaw  Pipelines,  and  Ranger 
Pipelines/A.  Answer,  J.V.  as  being  non  responsive,  and  awarding  San  Francisco 
Water  Department  Contract  WD-2222,  8-Inch  Ductile  Iron  Main  Installation  in  Ffanklin 
Street  between  McAllister  Street  and  Market  Street,  and  in  McAllister  Street  between 
Franklin  Street  and  Market  Street  to  A.  Ruiz  Construction  Co.  &  Assoc.  in  the  bid 
amount  of  $783,780.00. 

Mr.  Everett  Hintze,  Acting  Manager  of  Utilities  Engineering  Bureau,  stated  that  A.  Ruiz 
Construction  Co.  &  Associates  was  the  fourth  lowest  bidder.  The  first  three  lowest 
bidders  were  determined  non  responsive  and  their  bids  were  rejected.  Commissioner 
Cook  inquired  about  the  possibility  of  adjusting  the  contract  price  with  A.  Ruiz 
Construction.  Mr.  Hintze  responded  that  it  was  not  possible  to  renegotiate  with  A. 
Ruiz  since  there  were  other  acceptable  bids  on  the  contract  and  we  would  have  to 
renegotiate  with  the  other  acceptable  bidders,  as  well.  Mr.  John  Roddy,  Deputy  City 
Attorney,  advised  the  Commission  to  continue  the  matter  so  that  staff  could  further 
investigate  the  issue  of  negotiating  price  with  A.  Ruiz  Construction  Co. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Werbe  to  continue 
Item  23  to  the  next  regularly  scheduled  PUC  meeting;  passed  (5-0)  unanimously. 
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PROFESSIONAL  SERVICE  CONTRACTS 


Commissioner  Makras  was  excused  at  3:45  p.m. 


Advertise 

25.     Authorizing  tlie  General  IVlanager  of  Public  Utilities  to  advertise  a  Request  for 
Proposal  for  consultant  services  to  implement  a  storm  water  pollution  prevention 
program. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Werbe,  to  adopt 
Item  25;  passed  (4-0)  unanimously. 

Resolution  No.  98-0204:    Authorizing  the  General  Manager  of  Public  Utilities  to 

advertise  a  Request  for  Proposal  for  consultant  services  to 
implement  a  storm  water  pollution  prevention  program  to 
minimize  pollutants  generated  by  urban  runoff  for  an 
amount  not  to  exceed  $100,000  for  the  period  ending  June 
30,  1 999  with  a  total  three-year  cost  not  to  exceed 
$400,000. 


Commissioner  Makras  returned  at  3:47  p.m. 
Award 

26.     Confirming  the  award  of  a  professional  services  agreement  for  engineering  services 
for  the  Sunol  Valley  Water  Treatment  Plant  (SVWTP)  Improvement  Project. 

President  Caen  stated  that  she  will  support  the  project  although  she  was  not  in  favor 
of  a  lump  sump  contract  payment. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Werbe,  to  adopt  Item  26; 
passed  (5-0)  unanimously. 

Resolution  No.  98-0205:    Confirming  the  award  of  a  professional  services  agreement 

to  perform  engineering  services  for  the  Sunol  Valley  Water 
Treatment  Plant  (SVWTP)  Improvement  Project  with  the 
Montgomery  Watson/AGS,  Inc./Structus  Joint  Venture,  and 
authorizing  the  Manager  of  the  System  Planning  and 
Regulatory  Compliance  Bureau  to  execute  the  agreement 
for  an  amount  not  to  exceed  $5,237,000  over  two  years. 
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Amend 


27.     Authorizing  the  General  Manager  of  Public  Utilities  to  extend  the  term  of  Hooper, 
Hooper,  Owen  and  Gould  lobbying  contract. 

Commissioner  Cook  expressed  concern  in  continuously  extending  this  contract. 
Commissioner  Makras  suggested  extending  the  contract  only  for  six  months  to  allow 
time  to  rebid  the  contract. 

Mr.  Moran  noted  that  the  Mayor  reviewed  all  contracts  extensively  to  make  sure  that 
they  are  effective  and  this  contract  passed  the  test. 

Commissioner  Makras  suggested  extending  the  contract  to  December  1998, 
approving  additional  funding  of  $60,000,  and  putting  the  contract  out  for  rebid  at  the 
end  of  the  term. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Werbe,  to  adopt  Item 
27  as  amended;  passed  (5-0)  unanimously. 

Resolution  No.  98-0206:    Authorizing  the  General  Manager  of  Public  Utilities  to 

extend  the  term  of  Hooper,  Hooper,  Owen  and  Gould 
lobbying  contract  to  December  30,  1998,  and  increasing 
the  contract  funding  up  to  but  not  exceeding  a  total  of 
$1,175,000. 


CLOSED  SESSION 


28.     Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
There  were  none. 


29.     Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Makras,  to  assert  the 
attorney-client  privilege;  passed  (5-0)  unanimously. 


The  Public  Utilities  Commission  met  in  Closed  Session  from  4:00  p.m.  to  5:20  p.m.  to  discuss 
the  following  matters: 
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30.     Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8; 

Property:  Phelan  Avenue  property  owned  by  San  Francisco  Water  Dept. 

Parties  Negotiating:  CCSF  -  Dowd 

Lessee:  City  College  of  San  Francisco 

Under  Negotiation:    Terms  and  Conditions 

No  action  was  taken. 


31 .     Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 

Existing  Litigation:  Anderson  v.  City  and  County  of  San  Francisco,  San  Joaquin 
Superior  Court  No.  CV004214. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Cook,  to  authorize  the 
City  Attorney  to  enter  into  a  tolling  agreement  with  the  Modesto  and  Turlock  Irrigation 
Districts;  passed  (4-1).  Commissioner  Makras  voted  no. 

Resolution  No.  98-0207:    Authorizing  the  City  Attorney  to  enter  into  a  tolling 

agreement  with  the  Modesto  and  Turlock  Irrigation 
Districts,  and  with  other  public  agency  defendants  who 
may  be  named  as  cross  defendants  by  the  City  and;  the 
Districts;  and  recommending  that  the  Board  of  Supervisors 
approve  the  tolling  agreement. 


32.     Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 

Existing  Litigation:  Valerie  Gennai  v.  SFWD,  Claim  No.  97  W  0019-4 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Werbe  to  approve  a 
settlement  agreement;  passed  (5-0)  unanimously. 

Resolution  No.  98-0208:    Recommending  that  the  Board  of  Supervisors  approve  a 

settlement  in  the  claim  of  Valerie  Gennai  v.  SFWD,  Claim 
No.  97  wool 9-4. 
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33.     Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956.9(b)(c)  and  Conference  with  Real  Property  Negotiator  -  Pursuant  to 
Government  Code  Section  54956.8: 

Anticipated  Litigation:  As  Plaintiff  and  as  Defendant 

Property:  500+  acres  of  San  Francisco  Water  Department  property  on 

Bernal  Avenue  in  Alameda  County. 
Parties  Negotiating:  Nelson/Lymburn/Thompson/Malamut 

City  of  Pleasanton 
Under  Negotiations:    Terms  and  Conditions 

No  action  was  taken. 


Commissioner  Makras  was  excused  at  5:20  p.m. 


The  Public  Utilities  Commission  reconvened  in  open  session. 


34.     Announcement  following  Closed  Session. 

President  Caen  announced  the  actions  taken  during  the  Closed  Session. 


35.     Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Werbe,  not  to  disclose 
the  discussion  during  the  Closed  Session;  passed  (4-0)  unanimously. 


Thereupon,  the  meeting  was  adjourned:         5:24  P.M. 


Romaine  A.  Boldridge 
Secretary 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0195 


WHEREAS,  the  California  Safe  Drinking  Water  Act  of  1996  requires  a  public  water  system  to 
compare  drinking  water  quality  with  Public  Health  Goals  (PHGs)  and  submit  a  report  to  its  governing 
body  by  July  1,  1998  if  one  or  more  contaminants  exceed  a  PHG;  and 

WHEREAS,  the  drinking  water  supplied  by  the  San  Francisco  Public  Utilities  Commission 
(SFPUC)  meets  all  enforceable  regulatory  levels  termed  as  Maximum  Contaminant  Levels  (MCLs)  but 
exceeded  the  PHGs  for  coliform  and  lead;  and 

WHEREAS,  the  SFPUC  positive  coliform  level  of  1%  exceeded  the  PHG  of  0%  but  was  well 
under  the  MCL  of  5%;  and 

WHEREAS,  the  SFPUC  meets  the  lead  PHG  (0.002  mg/1)  for  water  entering  the  distribution 
system  but  many  homes  monitored  detected  lead  above  the  PHG  due  to  the  corrosion  of  lead  containing 
materials  in  household  plumbing;  and 

WHEREAS,  though  not  mandated  by  regulatory  agencies,  the  SFPUC  is  building  new  disinfection 
and  corrosion  control  facilities  at  a  cost  of  $35,000,000  that  should  result  in  fewer  positive  coliform 
samples  and  improve  the  reliability  of  its  corrosion  control  program;  and 

WHEREAS,  these  new  facilities  are  primarily  being  funded  by  bonds  approved  by  the  public  in 
November  1997  and  are  scheduled  to  be  operational  in  the  year  2002;  and 

WHEREAS,  the  Water  Quality  Bureau  Manager  submitted  the  "1998  Water  Quality  and  Public 
Health  Goals  Report"  (Report)  to  the  SFPUC  on  June  30,  1998;  and 

WHEREAS,  the  SFPUC  held  a  public  hearing  on  August  1 1,  1998,  for  the  purpose  of  accepting 
and  responding  to  public  comments  on  the  Report;  now,  therefore,  be  it 

RESOLVED,  the  San  Francisco  Public  Utilities  Commission  directs  its  Water  Quality  Bureau 
Manager  to  send  a  letter  to  the  California  Department  of  Health  Services  documenting  that  a  Public 
Health  Goal  Report  was  prepared  and  that  a  public  hearing  was  held  for  the  purpose  of  accepting  and 
responding  to  public  comments  on  this  report. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AUG  1  1  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  I^t^iicisco 

RESOLUTION  NO        9  8  -  0  1  "  0 


WHEREAS,  On  March  10,  1998,  Sewer  Operations  of  the  Public  Utilities  Commission  identified  an 
emergency  condition  on  Spurce  Street  from  Sacramento  Street  to  California  Street;  and 

WHEREAS,  The  existing  sewer  had  collapsed,  and  immediate  replacement  was  required  in  order  to 
protect  the  health,  welfare,  and  property  of  the  Citizens  of  San  Francisco;  and 

WHEREAS,  DPW's  Bureau  of  Engineering  prepared  the  Plans  and  Specifications  for  Contract  No. 
CW-172,  "Spruce  Street  Emergency  Sewer  Replacement"  to  replace  the  existing  12-inch  diameter  sewer 
located  in  Spruce  Street  between  Sacramento  Street  and  California  Street;  and 

WHEREAS,  The  Contractor,  Harty  Pipelines,  Inc.,  began  the  emergency  work  on  March  19,  1998 
and  completed  it  on  April  9,  1998;  and 

WHEREAS,  Because  this  was  an  emergency  contract,  HRC  subcontracting  goals  were  not 
established  by  the  HRC  Contract  Compliance  Officer  assigned  to  monitor  the  sewer  Repair  and  Replacement 
Program;  and 

WHEREAS,  The  cost  of  the  project  is  estimated  to  be  $78,151.74,  of  which  $55,501.74  is  for  the 
construction  contract.  Funds  are  available  from  the  R&R  Fund  (Fund  5C/CPF/R&R,  FAMIS  Project  No. 
CENRNRR961,  Job  Order  No.  1595N);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission,  in  accordance  with  the  provisions  of  Section  6.30  of  the 
Administrative  Code  of  the  City  and  County  of  San  Francisco,  hereby  approves  the  Declaration  of 
Emergency;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  requests  the  Board  of  Supervisors  to 
Approve  the  expenditure  of  funds  for  the  emergency  work  to  replace  the  structurally  inadequate  sewer  in 
Spruce  Street  from  Sacramento  Street  to  California  Street. 


/  hereby  certify  that  theforegoins  resolution  was  adopted  by  the  Public  Utilities  Commission 
at  its  meeting  of      AUG  1 1  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  9  8  "  0  1  9  7 


WHEREAS,  On  March  12,  1998,  PUC  Sewer  Operations  identified  an  emergency  condition  on 
Ordway  Street  from  Brussels  Street  to  Goettingen  Street;  and 

WHEREAS,  The  existing  sewer  had  collapsed,  and  immediate  replacement  was  required  in  order  to 
protect  the  health,  welfare,  and  property  of  the  Citizens  of  San  Francisco;  and 

WHEREAS,  DPW's  Bureau  of  Engineering  prepared  the  Plans  and  Specifications  for  Job  Order  No. 
1596N,  "Ordway  Street  Emergency  Sewer  Replacement"  to  replace  the  existing  12-inch  diameter  sewer 
located  in  Ordway  Street  between  Brussels  Street  and  Goettingen  Street;  and 

WHEREAS,  The  Contractor,  Harty  Pipelines,  Inc.,  began  the  emergency  work  on  March  26, 1 998  and 
completed  it  on  April  21,  1998;  and 

WHEREAS,  Because  this  was  an  emergency  contract,  HRC  subcontracting  goals  were  not  established 
by  the  HRC  Contract  Compliance  Officer  assigned  to  monitor  the  sewer  Repair  and  Replacement  Program; 
and 

WHEREAS,  The  cost  of  the  project  is  estimated  to  be  $68,740.00,  of  which  $50,740.00  is  for  the 
construction  contract.  Funds  are  available  from  the  R&R  Fund  (Fund  5C/CPF/R&R,  FAMIS  Project  No. 
CENRNRR966,  Job  Order  No.  1596N);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission,  in  accordance  with  the  provisions  of  Section  6.30  of  the 
Administrative  Code  of  the  City  and  County  of  San  Francisco,  hereby  approves  the  Declaration  of 
Emergency;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  requests  the  Board  of  Supervisors  to  Approve 
the  expenditure  of  flinds  for  the  emergency  work  to  replace  the  structurally  inadequate  sewer  in  Ordway  Street 
from  Brussels  Street  to  Goettingen  Street. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 


its  meeting  of       AUG  11  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0198 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  Tuolumne  County;  and 

WHEREAS,  The  Big  Oak  Flat-Groveland  Unified  School  District  has  requested  to  enter 
into  an  agreement  for  the  use  of  the  Moccasin  Schoolhouse  and  adjacent  grounds  including  the 
eventual  placement  of  up  to  two  portable  classrooms  for  an  alternative  education  center;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  agreement  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  permit  to  the  Big  Oak  Flat-Groveland  Unified  School 
District,  as  Permittee,  for  the  use  of  the  Moccasin  Schoolhouse  and  adjacent  grounds  including 
the  placement  of  two  portable  classrooms  for  an  alternative  education  center  located  in 
Moccasin,  Tuolumne  County,  as  set  forth  in  the  permit  of  certain  real  property  under  the 
jurisdiction  of  the  Public  Utilities  Commission,  as  shown  on  Hetch  Hetchy  Drawing  No.  C-2038, 
commencing  the  earlier  of  (i)  August  15,  1998  or  (ii)  upon  execution  following  authorization  and 
approval  of  the  PUC  and  expiring  (i)  one  (1)  year  from  the  commencement  date  or  (ii)  upon  oral 
or  written  notice  from  City  revoking  this  Permit  provided  that  the  Permittee  shall  pay  $100.00 
per  month,  reimburse  the  City  for  100%  of  the  real  property  taxes  assessed  on  the  Permit  area, 
pay  all  utility  costs  incurred  from  use  of  the  Schoolhouse  and  adjacent  grounds,  and  repair  and 
maintain  the  Permit  Area  and  all  facilities  placed  in  or  on  the  Permit  Area;  and  be  it 

FURTHER  RESOLVED,  That  upon  expiration  of  the  permit  the  Bureau  of  Commercial 
Land  Management  shall  determine  the  then  Fair  Market  Value  of  the  property  and  solicit  bids 
for  continued  use  of  the  building  and  grounds  from  all  interested  parties;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  permit. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  August  11,  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0199 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  San  Mateo  County;  and 

WHEREAS,  Pacific  Gas  and  Electric  Company  has  requested  to  enter  into  an  agreement 
to  install  a  deep  well  cathodic  protection  rectifier  on  an  existing  utility  pole  located  on  Watershed 
property  at  the  south  end  of  Upper  Crystal  Springs  Reservoir  near  Las  Pulgas  Temple. 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  agreement  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  permit  to  Pacific  Gas  and  Electric  Company,  as 
Permittee,  for  the  purpose  of  installing  a  deep  well  cathodic  protection  rectifier  to  an  existing 
utility  pole  and  gas  lines  located  on  watershed  property  at  the  south  end  of  Upper  Crystal 
Springs  Reservoir  near  Las  Pulgas  Water  Temple  in  San  Mateo  County,  as  set  forth  in  the 
Permit  of  certain  real  property  under  the  jurisdiction  of  the  Public  Utilities  Commission,  as 
shown  on  Drawing  No.  B-4701,  commencing  upon  authorization  and  approval  of  said  permit  by 
Commission  and  expiring  upon  oral  or  written  notice  from  City  revoking  this  Permit  provided  that 
the  Permittee  shall  pay  a  $750.00  permit  processing  fee,  $250.00  inspection  cost  and 
$2,500.00  use  fee;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  permit. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AUG  1 1  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0200 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC)  in  San  Mateo  County; 
and 

WHEREAS,  Stewart  Automotive  Group  has  requested  to  enter  into  a  Lease  agreement 
for  the  purpose  of  parking  and  storage  of  automobiles  in  conjunction  with  an  adjacent  business 
which  abuts  SFPUC  property;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  agreement  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  two  (2)  year  Lease,  with  one  five  (5)  year  extension 
option,  of  approximately  .34  acres  of  land  to  Stewart  Automotive  Group,  as  Lessee,  for  the 
purpose  of  parking  and  storage  of  automobiles  in  conjunction  with  Tenant's  adjacent  business 
located  in  San  Mateo  County,  as  set  forth  in  the  Lease  of  certain  real  property  under  the 
jurisdiction  of  the  Public  Utilities  Commission,  as  shown  on  SFPUC  Drawing  No.  B-4439-2,  an 
Exhibit  to  the  Lease,  commencing  the  later  of:  (i)  September  1,  1998,  or  (ii)  the  date  PUC 
passes  a  resolution  approving  this  Lease  and  expiring  two  (2)  years  from  the  commencement 
date  provided  that  the  Lessee  shall  pay  an  initial  rental  of  $16,200.00  per  year,  payable  in 
monthly  installments  of  $1,320.00  per  month  with  annual  (CP!)  adjustments;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  Lease. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AUG  1 1 1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  98*0201 


WHEREAS,  The  Utilities  Engineering  Bureau  has  a  continuing  program  to  repair  and  upgrade 
faciHties  and  grounds  for  Hetch  Hetchy  Water  and  Power;  and 

WHEREAS,  The  roofs  of  32  residential  units  have  outlived  their  useful  lives  and  are  now  leaking 
severely  with  consequent  damage  to  structures  and  property;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  Hetch  Hetchy  Contract  No.  HH-883, 
Hetch  Hetchy  Water  and  Power  Roofing  Project,  Project  CUH  842-01,  Index  Code  No.  518421;  and 

WHEREAS,  In  accordance  with  the  provision  of  Section  3 1 .22(a)  of  the  San  Francisco  Administrative 
Code,  this  project  is  deamed  to  be  categorically  exempt  from  the  California  Environmental  Quality  Act 
(CEQA)  and  State  Guidelines  under  Section  15301,  Class  1(b);  and 

WHEREAS,  The  Architect's  Estimate  for  said  contract  is  $4 1 7,557  and  for  project  cost  is  $  521 ,946; 

and 

WHEREAS,  Partial  fiinds  for  award  of  this  contract  are  available  under  Hetch  Hetchy  Water  and 
Power  Project  No.  CUH  842-01,  Index  Code  No.  518421;  and 

WHEREAS,  Some  of  this  work  must  be  completed  before  the  beginning  of  the  next  rainy  season,  staff" 
is  recommending  a  fast  tracked  bid  process  to  allow  replacement  of  the  most  critically  failing  roofs;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  final  plans  and  specifications  for  Hetch 
Hetchy  Contract  No.  HH-883,  Hetch  Hetchy  Water  and  Power  Roofing  Project,  Project  CUH  842-0 1 ,  Index 
Code  No.  5 1 8421 ;  and  authorizes  the  UEB  to  advertise  for  bids. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AUG  1 1 1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


WHEREAS,  On  April  7,  1998,  the  Public  Utilities  Commission  approved  the  plans  and 
specifications  and  authorized  advertising  for  Clean  Water  Program  Contract  No.  CW-128, 
"North  Point  Water  Pollution  Control  Plant  Improvements  -  Phase  3A";  and 

WHEREAS,  The  Work  to  be  undertaken  provide  facilities  improvements  to  the  Water 
Pollution  Control  Division,  North  Point  Water  Pollution  Control  Plant;  and 

WHEREAS,  The  Contract  was  advertised  on  May  16,  1998  and  two  bids  were  received  on 
June  25,  1998;  and 

WHEREAS,  The  Human  Rights  Commission  Contract  Compliance  Officer  and  the 
Engineering  staff  have  reviewed  the  bids  and  have  determined  that  Homer  J.  Olsen,  Inc.  is 
deemed  to  be  the  lowest,  responsive  and  responsible  bidder;  and 

WHEREAS,  Funds  for  said  Contract  are  available  from  the  1994  Sewer  Improvement 
Bonds,  Fund  5C/CPF/UNA,  FAMIS  Project  #  CENSR4MR35BAW;  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  awards  Clean  Water  Program  Contract  No. 
CW-128,  "North  Point  Water  Pollution  Control  Plant  Improvements  -  Phase  3 A"  to  the  lowest, 
responsive  and  responsible  bidder,  Homer  J.  Olsen,  Inc.,  in  the  amount  of  $1,297,830. 


/  hereby  certify  that  the  foregoins  resolution  was  adopted  by  the  Public  Utilities  Commission  at 


its  meeting  of 


AUG  1 1 1991 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0203 


WHEREAS,  By  adoption  of  Resolution  No.  98-0056  on  March  24,  1998,  the  Commission 
approved  final  plans  and  specifications  and  authorized  bid  cal  for  San  Francisco  Water  Department 
Contract  No.WD-2255,  Sunol  Valley  Water  Treatment  Plant  Filter  Console  Modifications;  and 

WHEREAS,  A  single  bid  for  this  work  at  $1,734,000  was  received  and  publicly  opened  on  May 
14,  1998;  and 

WHEREAS,  The  PUC  Office  of  Contract  Compliance  has  determined  that  Transdyn  Controls, 
Incorporated,  has  submitted  a  responsive  bid;  and 

WHEREAS,  Funds  for  the  Contract  are  available  in  project  CUW 134-05  Sunol  Fast  Track 
Construction;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  awards  San  Francisco  Water  Department  Contract 
No.WD-2255,  Sunol  Valley  Water  Treatment  Plant  Filter  Console  Modificafions  for  $1,734,000  to 
Transdyn  Controls,  Incorporated. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  A  U  G  1  1  1998  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0204 


WHEREAS,  The  City  is  mandated  in  their  Oceanside  and  Southeast  NPDES  permits  to  develop 
and  implement  storm  water  pollution  prevention  strategies  and  technical  outreach  assistance  for 
commercial  businesses  with  storm  water  discharges. 

WHEREAS,  Funding  is  available  BERM's  1998-99  operating  budget  for  outside  consultants  to 
provide  these  professional  services. 

WHEREAS,  The  scope  of  work  will  include  conducting  voluntary  storm  water  pollution 
prevention  audits  for  targeted  commercial  businesses,  tracking  and  evaluating  audit  results,  developing 
and  implementing  storm  water  technical  outreach  campaigns,  characterizing  alternative  storm  water 
source  reduction  practices,  evaluating  new  development  storm  water  infrastructure  needs  and  maintaining 
the  WPPP's  program  Geographic  Information  Systems  (GIS)  storm  water  database. 

WHEREAS,  The  use  of  voluntary  storm  water  pollution  prevention  opportunity  assessments 
encourage  businesses  to  implement  storm  water  pollution  prevention  strategies  through  technical  outreach 
assistance  without  the  need  for  BERM  to  issue  resource  intensive  permits  requiring  periodic  monitoring, 
inspection  and  sampling. 

WHEREAS,  BERM,  with  the  advice  of  the  Human  Rights  Commission,  has  set  a  20%  Minority 
Owned  Business  and  20%  Woman  Owned  Business  participation  goal  for  this  project. 

RESOLVED,  That  this  commission  hereby  authorizes  the  General  Manager  of  Public  Utilities  to 
advertise  a  Request  for  Proposal  for  consultant  services  to  implement  a  storm  water  pollution  prevention 
program. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AllH  1  1  1.QqR 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0205 


WHEREAS,  The  Sunol  Valley  Water  Treatment  (SVWTP)  experienced  a  treatment 
failure  in  March,  1995;  and 

WHEREAS,  The  Public  Utilities  Commission  contracted  a  consultant  to  perform  an 
independent,  third-party  evaluation  of  the  SVWTP,  the  Sunol  Valley  Water  Treatment  Plant 
Performance  Evaluation,  which  identified  specific  deficiencies  at  the  treatment  plant  and 
provided  recommendations  for  improvements;  and 

WHEREAS,  The  Public  Utilities  Commission  contracted  with  a  consultant  for  $150,000 
to  develop  the  SVWTP  Improvement  Plan  which  identified  specific  improvement  project 
definitions,  cost  estimates,  and  schedules  which  form  the  basis  for  Conceptual  Engineering  for 
the  SVWTP  Improvement  Project;  and 

WHEREAS,  Four  proposals  were  received  with  cost  estimates  ranging  from  $4,751,730 
to  $6,372,200;  and 

WHEREAS,  The  Joint  Venture  of  Montgomery  Watson/AGS,  Inc./Structus  received  the 
highest  score  through  the  selection  process;  and 

WHEREAS,  Per  Resolution  No.  97-0282,  this  Commission  authorized  the  Manager  of 
the  System  Planning  and  Regulatory  Compliance  Bureau  to  negotiate  a  Professional  Services 
Agreement  to  perform  engineering  services  for  the  SVWTP  Improvement  Project  with  the 
Montgomery  Watson/AGS,  Inc./Structus  Joint  Venture  for  a  contract  amount  not  to  exceed 
$5,640,000;  and 

WHEREAS,  The  Manager  of  System  Planning  and  Regulatory  Compliance  utilized  the 
cost  estimate  information  received  from  the  other  proposers  to  negotiate  the  most  appropriate 
Scope  of  Work  and  contract  cost  with  the  Montgomery  Watson/AGS,  Inc./Structus  Joint 
Venture;  and 

WHEREAS,  Per  Resolution  No.  98-0138,  this  Commission  authorized  the  General 
Manager  to  award  a  Professional  services  agreement  to  perform  engineering  services  for  the 
SVWTP  Improvement  Project  with  the  Montgomery  Watson,  AGS,  Inc./Structus  Joint  Venture 
for  a  contract  amount  not  to  exceed  $5,237,000;  if  negotiations  with  the  Montgomery  Watson, 
AGS,  Inc./Structus  Joint  Venture  are  unsuccessful,  the  General  Manager  can  proceed  to  award 
the  contract  with  the  same  scope  of  work  for  an  amount  not  to  exceed  $5,237,000  to  the  second 
ranked  proposer;  and 
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WHEREAS,  Per  Resolution  No.  98-0138,  this  Commission  authorized  the  allocation  of 
$343,000  to  the  existing  engineering  as-needed  contract  to  fund  the  optional  items  identified  in 
the  SVWTP  Improvement  Project  Scope  of  Work;  therefore  be  it 

RESOLVED,  That  this  Commission  confirms  the  award  of  the  lump  sum  contract  with  an 
amount  not  to  exceed  $5,237,000  with  the  Montgomery  Watson/AGS,  Inc./Structus  Joint 
Venture  to  perform  engineering  services  for  the  SVWTP  Improvement  Project  and  authorizes  the 
General  Manager  of  Public  Utilities  to  execute  the  agreement. 
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/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO, 


98-0206 


WHEREAS,  The  Commission  and  Hooper,  Hooper,  Owen  &  Gould  entered  into  tliat 
certain  Agreement  dated  December  10,  1992  wiiereby  Hooper,  Hooper,  Owen  &  Gould  would 
perform  lobbyist  services  for  assistance  with  federal  water  and  energy  matters;  and 

WHEREAS,  PUC  has  previously  approved  continued  services  of  Hooper,  Hooper,  Owen 
&  Gould  based  on  a  yearly  retainer  of  $180,000;  and 

WHEREAS,  PUC  has  previously  approved  funding  for  out  of  town  travel  at  $25,000  per 
year;  and 

WHEREAS,  An  additional  extension  and  funding  increase  is  needed  to  continue  the 
services  of  this  firm  of  Hooper,  Hooper,  Owen  &  Gould  for  an  additional  three  months  and 
funding  is  available  in  Hetch  Hetchy's  operating  budget;  now,  therefore,  be  it 

RESOLVED,  That  the  Public  Utilities  Commission  hereby  agrees  to  the  extension  to  the 
Agreement  with  Hooper,  Hooper,  Owen  &  Gould,  to  December  30,  1998  and  such  expenses  as 
are  incurred  in  the  performance  of  services  hereunder,  including  reimbursable  travel  expenses, 
up  to  but  not  exceeding  a  contract  total  of  $1,175,000;  and,  be  it 

FURTHER  RESOLVED,  That  the  Commission  hereby  authorizes  the  General  Manager 
of  the  Public  Utilities  Commission  to  execute  the  Seventh  Amendment  to  Agreement  with 
Hooper,  Hooper,  Owen  &  Gould. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


HO1 1409 


meeting  of 


AUG  1 1 1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


WHEREAS,   The  City  and  County  of  San  Francisco  has  been  named  as  a 
defendant  in  the  following  lawsuits  filed  as  a  result  of  flooding  on 
the  lower  Tuolumne  and  San  Joaquin  Rivers  in  early  1997: 

Anderson  et  al .   v.   City  and  County  of  San  Francisco,   et  al . ,  San 
Joaquin  Superior  Court  No.  CV004214; 

Craig,   et  al .   v.   City  and  County  of  San  Francisco,   et  al . ,  San 
Francisco  Superior  Court  No.  988226; 

Anthony,   et  al .   v.   City  and  County  of  San  Francisco,   et  al . ,  San 
Francisco  Superior  Court  No.    991565;  and 

Atlantic  Mutual  Insurance  Co.  v.  City  and  County  of  San  Francisco, 
et  al . ,   San  Francisco  Superior  Court  No.    990994;  and 

WHEREAS,   The  Modesto  and  Turlock  Irrigation  Districts  (Districts) 
have  also  been  named  as  defendants  in  the  aforementioned  suits;  and 

WHEREAS,   The  City  Attorney  recommends  that  the  Public  Utilities 
Commission  authorize  entering  into  an  agreement  with  the  Districts  for 
the  joint  defense  of  flood  litigation  by  agreeing  to  waive  the  statute 
of  limitations  relative  to  the  filing  of  Government  Code  claims  and 
cross  complaints  for  indemnity  and  other  relief  between  the  City  and 
the  Districts  until  July  1,   2001;  now,   therefore,   be  it 

RESOLVED,   That  the  Commission  authorizes  the  City  Attorney  to 
enter  into  a  tolling  agreement  with  the  Modesto  and  Turlock  Irrigation 
Districts,   and  with  other  public  agency  defendants  who  may  be  named  as 
cross  defendants  by  the  City  and  the  Districts;   and  be  it  further 

RESOLVED,   That  the  Commission  recommends  that  the  Board  of  Super- 
visors approve  the  tolling  agreement  via  a  resolution  passed  by  the 
Board . 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  August  11,  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 


Resolution  No. 


98-0208 


RESOLVED,  That  on  recommendation  of  the  General  Manager 
of  Public  Utilities  Commission,  and  the  City  Attorney,  this 
Commission  hereby  recommends  that  the  Board  of  Supervisors  resolve 
and  settle  the  claims  listed  below  on  the  term  specified  below. 

Case  Name  Case  Number  Amount 


VALERIE  GENNAI  97  W  0019-4  $13,075.15 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission 
at  its  meeting  of   AUG  1  1   


Secretary,  Piiblic  Utilities  Commission 


MINUTES 


PUBLIC  UTILITIES  COMMISSION 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 


Willie  L.  Brown,  Jr. 
MAYOR 


SPECIAL  MEETING 

August  25, 1998 
2:30  P.M. 
Room  402 
1155  Market  Street,  Fourth  Floor 

COMMISSIONERS 

Ann  Moller  Caen,  President 
Robert  K.  Werbe,  Vice  President 
E.  Dennis  Normandy 
Victor  G.  Makras 
Frank  L.  Cook 


DEPARTMENTS  BUREAUS 

Water  Department  Commercial  Land  Management 

City  Distribution  Division  Customer  Service 

Water  Supply  &  Treatment  Environmental  Regulation  and  Management 

Hetch  Hetchy  Finance 

Clean  Water  Program  '  Management  Information  Systems 

Water  Pollution  Control  Personnel  and  Training 

System  Planning  and  Regulatory  Compliance 
Utilities  Engineering  Bureau 
Water  Quality 

Anson  B.  Moran 
GENERAL  MANAGER 


Romaine  A.  Boldridge 
SECRETARY 


98-196 


1.      Call  to  Order:         2:30  P.M. 


2.      Roll  Call:  Present  -  President  Ann  Moller  Caen,  Vice  President  Robert  K. 

Werbe,  Commissioner  E.  Dennis  Normandy,  Commissioner  Frank 
L.  Cook 

Excused  -  Commissioner  Victor  G.  Makras 


CLOSED  SESSION 


3.      Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
There  were  none. 


4.      Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  assert  the 
attorney-client  privilege;  passed  (4-0)  unanimously. 


The  Public  Utilities  Commission  met  in  Closed  Session  from  2:35  p.m.  to  3:30  p.m.  to  discuss 
the  following  matters: 


5.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956. 9(b)(c) 
and  Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 

Anticipated  Litigation:  As  Plaintiff  and  as  Defendant 

Property:  500+  acres  of  San  Francisco  Water  Department  property  on 

Bernal  Avenue  in  Alameda  County. 
Parties  Negotiating:  Nelson/Lymburn/Thompson/Malamut 

City  of  Pleasanton 
Under  Negotiations:     Terms  and  Conditions 

No  action  was  taken. 


98-197 


6.    Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 

Existing  Litigation:       Bay  Delta  Hearings  before  the  State  Water  Resources  Control 

Board 

No  action  was  taken. 


7.    Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 

Existing  Litigation:       Yee  v.  City  and  County  of  San  Francisco 

Superior  Court  No.  980-740 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Normandy,  to  approve  a 
settlement  for  Item  7;  passed  (4-0)  unanimously. 

Resolution  No.  98-0209;       Authorizing  the  City  to  agree  to  release,  discharge,  defend 

and  indemnify  Ruiz,  Haley,  EPC  and  Underground  from  all 
claims,  actions,  and  causes  of  action  for  damages  caused 
by  the  Seacliff  Sinkhole  incident,  as  part  of  the  settlement 
in  the  consolidated  actions  entitled  Yee  v.  City  and  County 
of  San  Francisco,  and  consolidated  actions,  San  Francisco 
Superior  Court  No.  980-740. 


8.    Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(b)(c) 
and  San  Francisco  Administrative  Code  Section  67.11(b): 

Anticipated  Litigation:  As  Defendant  -  2  cases 

No  action  was  taken. 


9.    Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956(b)(c): 

Anticipated  Litigation:  As  Defendant 

Plaintiff  Unnamed 

No  action  was  taken. 


The  Public  Utilities  Commission  reconvened  in  open  session. 


98-198 


10.  Announcement  following  Closed  Session. 

President  Caen  announced  the  actions  taken  during  Closed  Session. 

11.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Werbe,  not  to  disclose  the 
discussion  during  the  Closed  Session;  passed  (4-0)  unanimously. 

Thereupon,  the  meeting  was  adjourned:         3:32  P.M. 

Romaine  A.  Boldridge 
Secretary 


98-199 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.:  98"02Q9 


WHEREAS,  On  July  14,  1998,  the  Public  Utilities  Commission  approved  the 
partial  settlement  of  the  City's  cross-complaints  in  the  in  the  consolidated  actions 
entitled  Vee  v.  City  and  County  of  San  Francisco,  and  consolidated  actions,  San 
Francisco  Superior  Court  No.  980-740  for  a  total  payment  of  $7,816,666  from  cross- 
defendants  A.  Ruiz  Construction  Company  ("Ruiz"),  Haley  &  Aldrich  ("Haley"),  EPC 
Consultants,  Inc.  ("EPC"),  and  Underground  Construction  Managers  ("Underground"); 

WHEREAS,  As  consideration  for  the  settlement  Ruiz,  Haley,  EPC  and 
Underground  require  that  the  City  agree  to  release,  discharge,  defend  and  indemnify 
them  from  all  claims,  actions,  and  causes  of  action  for  damages  caused  by  the 
December  11,  1995  Seacliff  sinkhole  incident; 

WHEREAS,  This  indemnity  provision  is  necessary  for  the  settlement,  given  the 
ongoing  third-party  litigation; 

WHEREAS,  The  City  will  maintain  its  cross-complaint  against  cross-defendant 
Shank  Balfour/Beatty;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  City  to  agree  to 
release,  discharge,  defend  and  indemnify  Ruiz,  Haley,  EPC  and  Underground  from  all 
claims,  actions,  and  causes  of  action  for  damages  caused  by  the  December  11,  1995 
Seacliff  sinkhole  incident,  as  part  of  the  settlement  in  the  consolidated  actions  entitled 
Yee  V.  City  and  County  of  San  Francisco,  and  consolidated  actions,  San  Francisco 
Superior  Court  No.  980-740.  This  Commission  further  authorizes  the  PUC  General 
Manager  to  submit  this  matter  to  the  Board  of  Supervisors  for  final  approval. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  AUG  2  S  19f 


Secretary,  Public  Utilities  Con^ission 
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Call  to  Order: 


4:15  P.M. 


Roll  Call:  Present  -  President  Ann  Moller  Caen,  Vice  President  Robert  K. 

Werbe,  Commissioner  E.  Dennis  Normandy,  Commissioner  Frank 
L.  Cook 

Excused  -  Commissioner  Victor  G.  Makras  . 


Approval  of  Minutes 

There  were  no  minutes  submitted. 


Communications 

President  Caen  requested  staff  to  prepare  a  letter  acknowledging  those  students  who 
participated  in  the  1997  Project  Pull  Internship  Program. 

Commissioner  Cook  reported  that  he  attended  a  ceremony  at  SFPUC's  Sunol  Water 
Treatment  Plant  to  present  the  USEPA  award  to  staff  of  the  Water  Supply  & 
Treatment  Division  and  the  Water  Quality  Bureau.  He  thanked  Cheryl  Davis  gnd  staff 
for  organizing  the  event. 


Introduction  of  Old/Ongoing  Business  by  Commissioners 

President  Caen  requested  the  Commission  to  review  the  Old/Ongoing  Business  list  to 
see  which  items  could  be  removed  from  the  list. 

Introduction  of  New  Business  by  Commissioners 

There  was  no  new  business  introduced  by  Commissioners. 


Report  of  the  General  Manager 

Anson  B.  Moran,  General  Manager  of  Public  Utilities,  suggested  some  items  that 
could  be  removed  from  the  Old/Ongoing  Business  List  as  they  were  satisfied  by  staffs 
submission  of  separate  memorandum  to  the  Commission.  Those  were  preservation  oi 
historic  materials,  registering  a  trademark  for  Hetch  Hetchy  bottled  water;  additional 
staffing  for  communication  program;  and  implementation  of  the  new  PUC  logo. 
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REGULAR 


3.      Authorizing  the  Customer  Service  Bureau  to  offer  Water  Department  customers 
various  electronic  water  and  sewer  payment  options. 

Mr.  John  Mullane,  Manager,  Customer  Services  Bureau,  presented  four  alternative 
payment  options  for  water  and  sewer  bills  that  would  be  offered  to  customers.  They 
were  pay  by  credit  card  by  phone,  by  direct  debit,  pay  by  phone  from  checking,  and 
pay  by  PC  (Home  Banking).  Commissioner  Werbe  suggested  not  to  enter  into  long 
term  contracts  with  the  service  provider  as  prices  for  these  type  of  services  are  going 
down.  Mr.  Mullane  stated  that  this  was  a  three-year  contract. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
8;  passed  (4-0)  unanimously. 

Resolution  No.  98-021 0:    Authorizing  the  Customer  Service  Bureau  to  offer  Water 

Department  customers  various  electronic  water  and  sewer 
payment  options  including  direct  debit,  PC  home  banking 
and  consolidated  pay-by-phone  from  a  checking  account. 

9.  Authorizing  the  Customer  Service  Bureau  to  offer  Water  Department  customej-s  a  pay- 
by-phone  option  utilizing  credit  cards. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Werbe,  to  adopt  Item  9; 
passed  (4-0)  unanimously. 

Resolution  No.  98-021 1 :    Authorizing  the  Customer  Service  Bureau  to  offer  Water 

Department  customers  a  pay-by-phone  option  utilizing 
credit  cards. 

LEASES  AND  PERMITS 

10.  Authorizing  a  permit  with  Alameda  County  Flood  Control  and  Water  Conservation 
District,  Water  Resources  Management,  Zone  7  to  access  the  Bernal  Property. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Cook,  to  adopt  Item  10; 
passed  (4-0)  unanimously. 
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Resolution  No.  98-0212:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  permit  with  Alameda  County  Flood  Control  and 
Water  Conservation  District,  Water  Resources 
Management,  Zone  7  to  access  the  Bernal  Property 
adjacent  to  the  Arroyo  de  la  Laguna  to  conduct  biological 
and  cultural  surveys  and  geotechnical  exploration  along 
riparian  areas. 


1 1 .  Authorizing  a  permit  with  the  County  of  Alameda,  Public  Works  Agency  for  repairs  and 
bank  stabilization  to  Arroyo  de  la  Laguna  and  Sinbad  Creek  in  Sunol. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Normandy,  to  adopt 
Item  11;  passed  (4-0)  unanimously. 

Resolution  No.  98-021 3:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  permit  with  the  County  of  Alameda,  Public  Works 
Agency  for  repairs  and  bank  stabilization  to  Arroyo  de  la 
Laguna  and  Sinbad  Creek  in  Sunol. 

12.  Authorizing  a  permit  with  the  City  of  San  Bruno,  for  use  of  a  portion  of  Parcels  9  and 
1 1  of  the  former  Muni  right  of  way  in  San  Bruno. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
12;  passed  (4-0)  unanimously. 

Resolution  No.  98-0214:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  permit  with  the  City  of  San  Bruno,  for  an  existing 
roadway  and  landscaping,  and  installation  of  underground 
utility  facilities  on  a  portion  of  Parcels  9  and  1 1  of  the 
former  Muni  right  of  way  in  San  Bruno. 

13.  Authorizing  a  permit  with  YMCA  of  San  Francisco,  Stonestown  Branch,  for  conducting 
a  youth  soccer  program. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
13;  passed  (4-0)  unanimously. 

Resolution  No.  98-021 5:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  permit  with  YMCA  of  San  Francisco,  Stonestown 
Branch,  for  conducting  a  youth  soccer  program  on  a 
portion  of  Parcel  56  of  San  Francisco  lands  (aka  Merced 
Manor  Reservoir). 
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CONSTRUCTION  CONTRACTS 


Advertise 

14.  Authorizing  advertisement  for  bids  for  Hetcli  Hetchy  Water  and  Power  Contract  No. 
HH-872,  Moccasin  Reservoir  Gate  Improvements. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
14;  passed  (4-0)  unanimously. 

Resolution  No.  98-0216:    Approving  the  final  plans  and  specifications  and 

authorizing  advertisement  for  bids  for  Hetch  Hetchy  Water 
and  Power  Contract  No.  HH-872,  Moccasin  Reservoir  Gate 
Improvements;  and  approving  the  transfer  of  funds  from 
"Moccasin  Reservoir,  Adjustable  Weir"  to  "Moccasin 
Reservoir  Gate  Improvements". 

15.  Authorizing  advertisement  for  bids  for  Utilities  Engineering  Bureau  Contract  No.  CW- 
129,  Broadway/Bryant/Sonoma  Streets  Sewer  Replacement. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Cook,  to  adopt  Item  15; 
passed  (4-0)  unanimously.  -; 

Resolution  No.  98-0217:    Approving  the  final  plans  and  specifications  and 

authorizing  advertisement  for  bids  for  Utilities  Engineering 
Bureau  Contract  No.  CW-129,  Broadway/Bryant/Sonoma 
Streets  Sewer  Replacement. 


Award 

16.     Awarding  San  Francisco  Water  Department  Contract  No.  WD-2222. 
(Continued  from  the  meeting  of  August  11,1 998) 

Commissioner  Cook  recommended  rebidding  of  the  contract  as  A.  Ruiz  Construction's 
bid  was  $98,000  above  the  engineer's  estimate. 

Commissioner  Werbe  noted  that  he  had  been  seeing  the  same  bidders  in  PUC 
contracts  and  he  would  like  staff  to  implement  an  outreach  program  to  let  more  people 
know  about  contract  opportunities  within  PUC.  He  said  he  would  also  like  to  see  a 
training  program  for  disadvantaged  contractors  to  help  them  learn  the  trades  to  start 
getting  City  contracts. 
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Commissioner  Normandy  commented  that  he  supports  the  item  due  to  the  urgency  of 
completing  the  project  in  time  for  the  opening  of  City  Hall. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Werbe,  to  adopt 
Item  16;  passed  (3-1).  Commissioner  Cook  voted  no. 

Resolution  No.  98-0218:    Awarding  San  Francisco  Water  Department  Contract  No. 

WD-2222,  8-Inch  Ductile  Iron  Main  Installation  in  Franklin 
Street  between  McAllister  Street  and  Market  Street  and  in 
McAllister  Street  between  Franklin  Street  and  Market 
Street,  in  the  amount  of  $783,780.00  (net)  to  the  lowest 
responsive  bidder,  A.  Ruiz  Construction  Co.  &  Assoc. 

17.  Awarding  Clean  Water  Program  Contract  No.  CW-100R,  Yosemite/Egbert  Sewer 
Enlargement  Project. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Werbe,  to  adopt  Item  17; 
passed  (4-0)  unanimously. 

Resolution  No.  98-0219:    Awarding  Clean  Water  Program  Contract  No.  CW-100R, 

Yosemite/Egbert  Sewer  Enlargement  Project,  in  the 
amount  of  $6,531 ,865  to  the  lowest  responsive  bidder, 
JMB  Construction. 

On  recommendation  by  President  Caen,  Commissioner  Werbe  moved,  seconded  by 
Commissioner  Cook  to  approve  Items  18  and  19  as  consent  items;  passed  (4-0) 
unanimously. 

18.  Resolution  No.  98-0220:    Awarding  San  Francisco  Water  Department  Contract  No. 

WD-2208,  Sunset  Supply  Pipeline  Replacement,  South 
San  Francisco  in  the  amount  of  $282,500  to  Shaw 
Pipelines,  Inc. 

19.  Resolution  No.  98-0221 :    Awarding  San  Francisco  Water  Department  Contract  No. 

WD-2263,  Pave  Various  SFWD  Roads  in  Alameda  County, 
in  the  amount  of  $412,995  to  RGW  Construction,  Inc. 
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20.  Awarding  San  Francisco  Water  Department  Contract  No.  WD-2264,  Security  Fence 
Upgrade. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
20;  passed  (4-0)  unanimously. 

Resolution  No.  98-0222:    Awarding  San  Francisco  Water  Department  Contract  No. 

WD-2264,  Security  Fence  Upgrade  in  San  Mateo  County, 
in  the  amount  of  $185,700  to  West  Coast  Fence,  Inc. 

21 .  Awarding  San  Francisco  Water  Department  Contract  No.  WD-2233. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Cook,  to  adopt  Item  21; 
passed  (4-0)  unanimously. 

Resolution  No.  98-0223:    Awarding  San  Francisco  Water  Department  Contract  No. 

WD-2233,  12-Inch  Ductile  Iron  Feeder  Main  Installation  in 
Pacific  Avenue  between  Fillmore  Street  and  Van  Ness 
Avenue,  in  the  amount  of  $471,175  to  J.  Flores 
Construction  Company,  Inc. 

PROFESSIONAL  SERVICE  CONTRACTS  '' 

22.  Approving  the  Fourth  Amendment  to  the  Agreement  with  Trihey  and  Associates, 
increasing  the  contract  by  $125,000  for  a  total  contract  amount  not  to  exceed 
$810,333,  and  extending  the  contract  term  to  August  31,  1999. 

item  22  was  removed  from  the  agenda. 
The  meeting  was  recessed  at  4:50  p.m  and  reconvened  at  6:06  p.m.. 
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SPECIAL  ORDER  OF  BUSINESS  -  6;00  P.M. 


Welcome 

a.  The  Southeast  Community  Facility  Commission 

Ms.  Bobbrie  Brown,  President  of  the  Southeast  Community  Facility  Commission 
welcomed  the  Public  Utilities  Commission. 

b.  LOMO  Afro-Haitian  Dancers  and  Drummers 

Julie  Ann  Middleton,  introduced  the  Lomo  Afro-Haitian  dancers  and  the 
drummer.  The  Commission  was  delighted  with  their  dance  performance. 

Presentation  regarding  sewer  flooding  in  the  Bayview/Hunters  Point  and  southeast 
part  of  the  City. 

Michelle  Pla,  Manager  for  Clean  Water  Planning  &  Control,  gave  a  presentation 
regarding  flooding  problems  in  the  Bayview/Hunters  Point  area  and  showed  maps  of 
the  problem  areas. 

Presentation  of  the  Southeast  Water  Pollution  Control  Plant  Odor  Control  Master  Plan. 

Jon  Loiacono,  Environmental  Engineer  from  the  Bureau  of  Water  Pollution  Control 
gave  a  presentation  regarding  projects  that  would  help  alleviate  odor  problems 
around  the  perimeter  of  the  Southeast  Water  Pollution  Control  Plant.  Mr.  Loiacono 
indicated  that  $185  million  is  needed  to  complete  those  odor  control  projects. 

Mr.  Loiacono  advised  that  the  public  may  call  557-6833  for  odor  complaints  and  648- 
6882  to  reach  the  offices  of  the  Southeast  Water  Pollution  Control  Plant. 

Presentation  regarding  the  Jamestown  Avenue  Water  Service  Project. 

Tony  Flores,  Manager,  City  Distribution  Division,  announced  the  completion  of  the 
Jamestown  Water  Service  Project.  The  project  addressed  high  pressure  problems  in 
water  service  areas  from  Jennings  to  Redondo  Street. 
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President  Caen  signed  a  letter  declaring  an  emergency  for  the  repair  of  hydraulically 
inadequate  sewers  on  Third  Street  and  to  make  funds  available  for  the  project  and  to 
complete  the  project  by  winter  this  year. 

President  Caen  announced  that  the  Mayor  was  calling  a  press  conference  tomorrow 
with  Supervisor  Amos  Brown  to  announce  additional  funding  for  projects  addressed  in 
staffs  presentations. 

Public  Comments 

The  following  individuals  commented  in  support  of  implementing  alternate  solutions  to 
the  odor  and  flooding  problems  in  the  Bayview  Hunters  Point  area:  Imogene 
Hubbard,  Member  of  Breast  Cancer  Action;  Mark  Phillips;  Dorris  M.  Vincent;  Jeff 
Marmer,  Coalition  for  Better  Wastewater  Solutions;  John  Rosenblum,  Coalition  for 
Better  Wastewater  Solutions;  Barbara  Attard,  Coalition  for  Better  Wastewater 
Solutions;  Claude  Wilson,  Executive  Director  of  the  Southeast  Environmental  Justice; 
and  Lurilla  Harris  of  Gray  Panthers. 

Ena  Aguirre  suggested  that  the  PUC  decide  to  stop  the  City  of  Brisbane  from 
discharging  their  wastewater  in  San  Francisco;  require  all  new  construction  projects, 
such  as  the  Mission  Bay  Development  Project,  to  build  their  own  wastewater  plants; 
stop  contributing  to  the  General  Fund  and  use  that  money  to  eliminate  odor  and 
flooding  problems  in  Hunters  Point  and  Bayview  areas. 

Tom  Osher  asked  whether  the  department  was  ready  for  the  year  2000.  Mr.  Moran 
stated  that  staff  will  be  reporting  to  the  Commission  by  the  end  of  September  on  this 
matter. 

Espanola  Jackson  and  Sophie  Maxwell  commented  about  the  need  to  go  back  to  the 
master  plan  voted  by  the  City  in  1972  and  implement  solutions  to  fix  the  odor 
problems. 

Carmen  Ramirez,  Chairman,  San  Francisco  Neighborhood  Alliance  for  Political 
Awareness,  encouraged  the  Commission  to  listen  carefully  to  the  voice  of  the  people. 

Tomas  Lee,  representing  Supervisor  Tom  Ammiano,  commended  PUC  for  opening  up 
a  forum  with  the  public  and  allowing  them  to  express  their  views.  He  stated  that 
Supervisor  Ammiano  supports  the  concerns  of  the  residents  regarding  wastewater 
problems. 

Paul  Hessinger  from  the  Coalition  for  Better  Wastewater  Solutions,  and  Mike  Thomas 
of  SAFER  commented  in  support  of  reviewing  new  technologies  and  alternative 
solutions  to  the  sewage  problems. 
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Celia  Chan  of  SAFER  encouraged  the  Commission  to  not  contribute  to  the  pollution  in 
the  San  Francisco  Bay. 

Karen  Pierce  of  the  Bayview  Hunters  Point  Health  and  Environmental  Assessment 
Task  Force  urged  the  Commission  not  to  use  bleach  for  odor  control  as  bleach  is  an 
irritant  for  individuals  suffering  from  asthma. 

Norma  Jo  Waxman,  Assistant  Clinical  Professor  at  the  University  of  San  Francisco,  - 
commented  in  opposition  to  chlorinating  sewage  and  urged  the  Commission  to  study 
alternative  technologies  and  decentralize  sewage  system.  Dana  Lanza  from  the 
Literacy  for  Environmental  Justice  also  expressed  opposition  to  the  use  of  chlorine 
and  support  in  finding  a  more  sustainable  solution  to  odor  problems. 

Supervisor  Sue  Bierman  expressed  concerns  about  the  use  of  chlorine  in  treating 
sewage  and  urged  the  Commission  to  find  solutions  to  wastewater  treatment. 

Mike  Lozcav,  Executive  Director,  Baykeeper,  expressed  his  support  in  separating  the 
storm  system  for  Mission  Bay  and  taking  sanitary  waste  offline. 

Chris  Crews  of  the  Surfrider  Foundation  urged  the  Commission  to  look  at  a  new  waste 
water  master  plan  and  to  study  new  alternative  wastewater  methods. 

Elizabeth  Mettling,  Miraloma  Park  Improvement  Club,  expressed  opposition  to  the 
Crosstown  Tunnel  alternative. 

Basheem  Allah  of  the  Southeast  Alliance  for  Environmental  Justice  commented  about 
undrinkable  water  and  sewage  odor  problems. 

Supervisor  Amos  Brown  urged  the  Commission  to  take  actions  to  correct  the  stench  of 
the  treatment  facilities  and  sewage  overflow. 


President  Caen  directed  staff  to  look  at  the  overall  sewage  situation  throughout  the  City  and 
directed  staff  to  form  a  citizen  committee  that  would  work  directly  with  PUC  on  this  issue. 


Thereupon,  the  meeting  was  adjourned:         8:02  P.M. 


Romaine  A.  Boldridge 
Secretary 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-'02tQ 


WHEREAS,  Currently  customers  of  the  Public  Utilities  Commission  desiring  to  pay  water  and 
sewer  bills  have  limited  payment  options;  and 

WHEREAS,  The  Public  Utilities  Commission  Customer  Service  Bureau  wishes  to  provide 
a  wider  array  of  such  options;  and 

WHEREAS,  The  Customer  Service  Bureau  is  currently  working  towards  expanding  such 
payment  options  to  provide  for:  direct  debt  payment;  a  fully  augmented  home  banking  system;  pay 
by  phone  deducted  from  a  customer's  checking  account;  pay  by  credit  card  over  the  phone;  and 
pay  by  credit  card  over  the  counter;  and 

WHEREAS,  The  Customer  Service  Bureau  in  conjunction  with  the  Treasurer's  Office, 
through  the  use  of  a  request  for  proposal  process,  has  identified  a  vendor  who  can  provide  direct 
debit,  fully  augmented  home  banking  and  pay  by  phone  deducted  from  a  customer's  checking 
account  payment  options;  and 

WHEREAS,  The  Treasurer's  Office  will  be  entering  into  a  city  wide  Master  Agreement  to 
provide  such  services;  now,  therefore,  be  it 

RESOLVED,  That  the  Public  Utilities  Commission  authorizes  the  Customer  Service  Bureau 
to  offer  Water  Department  customers  such  options  for  the  payment  of  water  and  sewer  bills. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AUG  25  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.         98''021  1 


WHEREAS,  Currently  customers  of  the  Public  Utilities  Commission  desiring  to  pay  water 
and  sewer  bills  have  limited  payment  options;  and 

WHEREAS,  The  Public  Utilities  Commission  Customer  Service  Bureau  wishes  to  provide 
a  wider  array  of  such  options;  and 

WHEREAS,  The  Customer  Service  Bureau  is  currently  working  towards  expanding  such 
payment  options  to  provide  for:  direct  debt  payment;  a  fully  augmented  home  banking  system; 
pay  by  phone  deducted  from  a  customer's  checking  account;  pay  by  credit  card  over  the 
counter  and; 

WHEREAS,  The  Customer  Service  Bureau  in  conjunction  with  the  Treasurer's  Office, 
through  the  use  of  a  request  for  proposal  process,  have  Identified  a  vendor  who  can  provide  a 
credit  card  payment  system  over  the  phone  at  no  cost  to  the  Public  Utilities  Commission;  and 

WHEREAS,  The  Treasurer's  Office  has  entered  into  a  city  wide  Master  Agreement  to 
provide  such  services;  now,  therefore,  be  it 

RESOLVED,  That  the  Public  Utilities  Commission  authorizes  the  Customer  Service 
Bureau  to  offer  Water  Department  customers  such  a  pay  by  phone  option  utilizing  credit  cards 
for  the  payment  of  water  and  sewer  bills;  and  be  it  further 

RESOLVED,  That  this  Commission  approves  the  "convenience  fee"  addendum  to  be 
employed  by  the  Customer  Service  Bureau. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AUG  25  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0212 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  Alameda  County;  and 

WHEREAS,  Alameda  County  Flood  Control  and  Water  Conservation  District  has 
requested  to  enter  into  an  agreement  to  access  the  Bernal  Property  adjacent  to  the  Arroyo  de 
la  Laguna  to  conduct  biological  and  cultural  surveys  and  geotechnical  exploration  along  the 
Arroyo  and  adjoining  riparian  areas;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  agreement  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  permit  to  the  Alameda  County  Flood  Control  and  Water 
Conservation  District,  Water  Resources  Management,  Zone  7,  to  access  the  Bernal  Property  in 
Pleasanton  adjacent  to  the  Arroyo  de  la  Laguna  to  conduct  biological  and  cultural  surveys  and 
geotechnical  exploration  along  the  riparian  areas  as  set  forth  in  that  certain  real  property  under 
the  jurisdiction  of  the  Public  Utilities  Commission,  as  shown  on  Drawing  No.  B-4703,  commenc- 
ing upon  execution  following  authorization  and  approval  of  the  PUC  and  expiring  (i)  three  (3) 
months  from  the  commencement  date  or  (ii)  upon  oral  or  written  notice  from  City  revoking  this 
Permit  provided  that  the  Permittee  shall  pay  a  $750.00  permit  and  processing  fee;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  permit. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

'"^^^'■"^  ^-^   AUG  2  5  1998  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0213 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  Alameda  County;  and 

WHEREAS,  The  County  of  Alameda,  Public  Works  Agency  has  requested  to  enter  into 
an  agreement  for  repairs  and  bank  stabilization  to  Arroyo  de  la  Laguna  and  Sinbad  Creek  in 
Sunol  within  the  Permit  Area;  and 

WHEREAS,  The  State  of  California  has  environmental  review  authority  and  has  made 
the  determination  that  they  are  categorically  exempt  from  the  requirements  of  the  California 
Environmental  Quality  Act  for  this  project;  now  therefore  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  Permit  to  the  County  of  Alameda,  Public  Works  Agency, 
as  Permittee,  for  the  purpose  of  repairs  and  bank  stabilization  to  Arroyo  de  la  Laguna  and 
Sinbad  Creek  In  Sunol  within  the  Permit  Area  located  in  Alameda  County,  as  set  forth  in  the 
Permit  of  certain  real  property  under  the  jurisdiction  of  the  Public  Utilities  Commission,  as 
shown  on  Exhibit  B  of  the  Permit,  commencing  upon  authorization  and  approval  of  said  permit 
by  Commission  and  expiring  upon  oral  or  written  notice  from  City  revoking  this  Permit  provided 
that  the  Permittee  shall  pay  $50.00  for  a  one  time  non-refundable  processing  fee;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  Permit. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
fleeting  of   AUG  25  1998  


^rmnisi 


Secretary,  Public  Utilities  Cormnission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0214 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  San  Mateo  County;  and 

WHEREAS,  The  City  of  San  Bruno  has  requested  to  enter  into  an  agreement  for 
roadway,  landscaping,  and  installation  of  underground  utility  facilities  which  include  placement 
of  electrical  conduits,  CATV  conduits,  and  telephone  conduits  within  the  Permit  Area;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  agreement  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  and 

WHEREAS,  This  project  is  a  Rule  20A  and  Rule  32A.1 ,  Overhead  to  Underground 
Conversion  Project;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  Permit  to  the  City  of  San  Bruno,  as  Permittee,  for  the 
purpose  of  roadway,  landscaping,  and  installation  of  underground  utility  facilities  which  will 
include  placement  of  electrical  conduits,  telephone  conduits  and  CATV  conduits  within  the 
Permit  Area  located  in  San  Bruno,  San  Mateo  County,  as  set  forth  in  the  Permit  of  certain  real 
property  under  the  jurisdiction  of  the  Public  Utilities  Commission,  as  shown  on  Exhibit  B  of  the 
Permit,  commencing  upon  authorization  and  approval  of  said  permit  by  Commission  and 
expiring  upon  oral  or  written  notice  from  City  revoking  this  Permit;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  Permit. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AUG  25  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98*0215 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  in  City  and  County  of  San  Francisco;  and 

WHEREAS,  The  YMCA  of  San  Francisco-Stonestown  Branch  has  requested  to  enter 
into  an  agreement  for  conducting  a  youth  soccer  program;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  permit  Is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  Permit  to  YMCA  of  San  Francisco-Stonestown  Branch, 
as  Permittee,  for  the  purpose  of  conducting  a  youth  soccer  program  within  the  Permit  Area 
located  on  a  portion  of  Parcel  56  of  San  Francisco  Lands  (aka  Merced  Manor  Reservoir)  In  San 
Francisco,  as  set  forth  In  the  Permit  of  certain  real  property  under  the  jurisdiction  of  the  Public 
Utilities  Commission,  for  the  periods  from  September  14,  1998  through  October  31,  1998  and 
for  the  period  from  April  1 ,  1999  through  June  15,  1999  provided  that  the  Permittee  shall  pay  a 
permit  processing  fee  of  $750.00;  and  be  It 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  Permit. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98*0216 


WHEREAS,  Under  Hetch  Hetchy  Water  and  Power  Contract  HH-872,  Moccasin  Reservoir  Gate 
Improvements,  two  City  fiimished  gates  will  be  installed  in  front  of  the  existing  gates  and  repairs  will  be 
made  along  the  banks  adjacent  to  the  afterbay  at  an  estimated  cost  of  $450,000;  and 


WHEREAS,  The  Department  of  City  Planning  has  determined  this  project  to  be  categorically  exempt 
from  the  California  Environmental  Quality  Act  and  State  Guidelines  under  Classes  1  (b)  and  (d);  and 


WHEREAS,  Supplementary  fimds  are  required  to  award  the  Contract  and  complete  the  project;  and 


WHEREAS,  Funds  are  available  in  Project  CUH908,  Moccasin  Reservoir,  Adjustable  Weir;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  approves  the  transfer  of  $260,000  from  Project  CUH908, 
Moccasin  Reservoir,  Adjustable  Weir,  to  Project  CUH855,  Moccasin  Reservoir  Gate  Improvements,  and  , 
be  it  further 


RESOLVED,  That  this  Commission  approves  the  plans  and  specifications  and  authorizes  Bid  Call 
for  Hetch  Hetchy  Water  and  Power  Contract  HH-872,  Moccasin  Reservoir  Gate  Improvements. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  AUG  2  5  1998  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0217 


WHEREAS,  The  Utilities  Engineering  Bureau  has  a  continuing  Sewer  Repair  and  Replacement 
Program  to  repair  and  replace  structurally  inadequate  sewer  facilities;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  Utilities  Engineering  Bureau 
Contract  No.  CW-129,  "Broadway  /  Bryant  /  Sonoma  Streets  Sewer  Replacement"  to  replace  the  existing 
15-inch  ISP  and  12-inch,  14-inch,  16-inch,  and  21 -inch  diameter  VCP  sewers  with  12-inch  and  24-inch 
VCP  sewers  on  Broadway  between  Himmelmann  Place  and  Florence  Street,  Broadway  from  Cyrus  Place 
to  300  feet  east  of  Hyde  Street,  Bryant  Street  between  18*  Street  and  19*  Street,  and  Sonoma  Street 
between  Green  Street  and  Union  Street  and  to  perform  pavement  renovation  work  on  Sonoma  Street 
between  Green  Street  and  Union  Street;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has  determined 
that  the  Sewer  Repair  and  Replacement  Program  is  categorically  exempt  from  environmental  review  under 
the  State  Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  Subcontracting  goals  of  15%  for  Local  Minority  Business  Enterprise  and  6%  for 
Local  Women  Business  Enterprise  have  been  established  for  this  Contract  by  the  HRC  Contract 
Compliance  Officer  assigned  to  monitor  Sewer  Repair  and  Replacement  Contracts;  and 

WHEREAS,  The  Engineer's  Estimate  for  this  jointly  funded  construction  contract  is  $285,080, 
of  which  $280,870  is  for  sewer  work  and  $4,210  is  for  street  pavement  renovation  work;  and 

WHEREAS,  Funds  for  the  Sewer  Portion  of  the  said  Contract  are  available  from  the  R&R 
Funds  under  Job  Order  No.  1 562N,  (5C/CPF/R&R,  FAMIS  Project  No.  CENRNRR94140)  and  Funds 
for  the  Street  Renovation  work  are  from  the  Department  of  Public  Works/Bureau  of  Engineering 
Capital  Projects-Transportation  funds  (3C/SIFAJNA);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  final  plans  and  specifications  for 
Utilities  Engineering  Bureau  Contract  No.  CW-129,  "Broadway  /  Bryant  /  Sonoma  Streets  Sewer 
Replacement",  and  authorizes  advertisement  for  bids  for  said  contract. 

I  hereby  certify  that  the  Jpregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98'0218 

WHEREAS,  The  Department  of  City  Planning  has  determined  that  the  Water  Main  Replacement 
Program  is  categorically  exempt  from  environmental  review  as  a  Class  1(b)  Project  under  the  State 
Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  Funds  for  San  Francisco  Water  Department  Contract,  WD-2222,  8-Inch  Ductile  Iron 
Main  Installation  in  Franklin  Street  between  McAllister  Street  and  Market  Street;  and  in  McAllister  Street 
between  Franklin  Street  and  Market  Street,  are  available  under  the  multi  year  capital  project  CW-870 
Main  Replacement  Program  (in  City),  Famis  Index  Code  538750,  and 

WHEREAS,  The  Public  Utilities  Commission  authorized  bid  call  on  November  18,  1997  by 
Resolution  No.  97-03 1 0,  and 

WHEREAS,  Six  bids  were  received  and  opened  publicly  on  January  15,  1998;  and 

WHEREAS,  The  PUC  staff,  in  conjunction  with  the  City  Risk  Manager  and  Deputy  City 
Attorney,  have  evaluated  the  bid  bond  submitted  by  the  low  bidder,  Willie  Electric  Inc.,  and  have 
determined  that  it  is  defective,  and  that  the  bid  must  be  rejected  as  being  non-responsive,  and 

WHEREAS,  The  PUC  Staff  and  HRC  Staff  determined  that  the  second  lowest  bidder,  Shaw 
Pipelines  and  the  third  lowest  bidder.  Ranger  Pipelines/  A.  Answer,  JV  did  not  meet  the  MBE/WBE  goals 
set  for  this  contract,  and 

WHEREAS,  The  PUC  Staff  and  HRC  Staff  determined  the  lowest  responsive  and  responsible 
bidder  to  be  the  fourth  low  bidder,  A.  Ruiz  Construction  Co.  &  Assoc.,  whose  bid  is  $  783,780.00;  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  rejects  the  bids  submitted  by  Willie  Electric  Inc., 
Shaw  Pipelines,  and  Ranger  Pipelines/A.  Answer,  JV,  as  being  non-responsive  and  awards  San  Francisco 
Water  Department  Contract  WD-2222,  8-Inch  Ductile  Iron  Main  Installation  in  Franklin  Street  between 
McAllister  Street  and  Market  Street;  and  in  McAllister  Street  between  Franklin  Street  and  Market  Street 
to  the  lowest  responsive  and  responsible  bidder,  A.  Ruiz  Construction  Co.  &  Assoc.  in  the  bid  amount  of 
$783,780.00  (net). 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of   AUG  25  1998  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.       9  8  "■  0  2  1  9 


WHEREAS,  On  April  7,  1998,  the  Public  Utilities  Commission  authorized  re-advertisement  for 
construction  bids  for  Clean  Water  Program  Contract  No.  CW-IOOR,  "Yosemite/Egbert  Sewer 
Enlargement  Project"  for  upgrading  the  existing  hydraulically  inadequate  storm/sewer  system  in  the 
vicinities  of  Yosemite  Avenue  and  Egbert  Street;  and 

WHEREAS,  The  Contract  was  re-advertised  on  June  2,  1998  per  Resolution  #98-0081  dated  April 
7, 1998;  and  three  bids  were  received  and  opened  publicly  on  July  9,  1998;  and 

WHEREAS,  The  Human  Rights  Commission  Contract  Compliance  Officer  and  the  Engineering 
staff  have  reviewed  the  bids  and  have  determined  JMB  Construction  to  be  the  lowest,  responsive,  and 
responsible  bidder;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has  determined 
that  this  sewer  project  is  categorically  exempt  from  environmental  review  under  the  State  Guidelines 
implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  Funds  for  said  Contract  are  available  under  Fund  5C/CPF/95A,  FAMIS  Project  No. 
CENSR4EN45,  Job  Order  No.  1245N;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  award  of  Clean  Water  Program  Contract 
No.  CW-IOOR,  "Yosemite/Egbert  Sewer  Enlargement  Project,"  in  the  amount  of  $6,531,865  to  JMB 
Construction  as  the  lowest,  responsive,  and  responsible  bidder. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 


its  meeting  of 


AUG  2  5  1998 


Secretary,  Public  Utilities  Commssion 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  98-0220 


WHEREAS,  By  adoption  of  Resolution  No.  98-0073  on  April  7,  1998,  the  Commission 
approved  final  plans  and  specifications  and  authorized  bid  call  for  San  Francisco  Water  Department 
Contract  No.  WD2208,  Sunset  Supply  Pipeline  Replacement  at  Kaiser  Hospital,  South  San  Francisco; 
and 

WHEREAS,  Two  bids  were  received  and  publicly  opened  on  July  9,  1998;  and 

WHEREAS,  The  PUC  Office  of  Contract  Compliance  has  determined  that  Shaw  Pipeline  has 
submitted  a  responsive  bid;  and 

WHEREAS,  Funds  for  said  Contract  are  available  in  Project  CUW167;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  awards  San  Francisco  Water  Department  Contract 
No.  WD-2208,  Sunset  Supply  Pipeline  Replacement  at  Kaiser  Hospital,  South  San  Francisco,  for 
$282,500.00  to  Shaw  Pipelines,  Inc 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of   AUG  2  5  1998  


Secretary,  Public  Utilities  Cdmmission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

QR-022 1 

RESOLUTION  NO. 


WHEREAS,  By  adoption  of  Resolution  No. 98-01 14  on  May  12,  1998,  the  Commission 
approved  final  plans  and  specifications  and  authorized  bid  call  for  the  San  Francisco  Water 
Department  Contract  No.  WD-2263  Pave  Various  SFWD  Roads  in  Alameda  County;  and 

WHEREAS,  five  bids  were  received  and  publicly  opened  on  July  16,  1998;  and  Plans  and 
Specifications  have  been  completed  for  San  Francisco  Water  Department  Contract  WD-2263;  and 

WHEREAS,  The  PUC  Office  of  Contract  Compliance  has  determined  that  ROW 
Construction,  Inc.  has  submitted  a  responsive  bid;  and 

WHEREAS,  Funds  for  said  Contract  are  available  under  the  Water  Supply's  operating 
budget  for  98-99;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  awards  the  San  Francisco  Water  Department 
Contract  No.  WD-2263  Pave  Various  SFWD  Roads  in  Alameda  County  for  $412,995  to  RGW 
Construction,  Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  PuMic  UtUities  Commission  at  its  meeting 

of  AUG  2  5  1998  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

Qft-0222 

RESOLUTION  NO.  v^^^^ 


WHEREAS,  By  adoption  of  Resolution  No.  98-0115  on  May  12,  1998,  the  Commission 
approved  final  plans  and  specifications  and  authorized  bid  call  for  San  Francisco  Water 
Department  Contract  WD-2264,  Security  Fence  Upgrade  in  San  Mateo  County;  and 

WHEREAS,  three  bids  were  received  and  publicly  opened  on  July  16,  1998;  and 

WHEREAS,  The  PUC  Office  of  Contract  Compliance  has  determined  that  West  Coast 
Fence,  Inc  is  the  lowest  responsive  bid;  and 

WHEREAS,  Funds  for  said  Contract  are  available  under  the  Water  Supply's  operating 
budget  for  FY  98-99;  now  therefore  be  it 

RESOLVED,  That  this  Commission  hereby  awards  San  Francisco  Water  Department 
Contract  No.  WD-2264,  Security  Fence  Upgrade  in  San  Mateo  County  for  $185,700  to  West 
Coast  Fence,  Inc. 


/  hereby  certify  that  the  foresoine  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its  meeting 

of  AUG  25  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


98-0223 


RESOLUTION  NO. 


WHEREAS,  The  Department  of  City  Planning  has  determined  that  the  Water  Feeder  Main 
Replacement  Program  is  categorically  exempt  from  environmental  review  as  a  Class  1(b)  Project  under 
the  state  Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  Funds  for  San  Francisco  Water  Department  Contract  WD-2233,  12-Inch  Ductile  Iron 
Feeder  Main  Installation  in  Pacific  Avenue  between  Fillmore  Street  and  Van  Ness  Avenue,  are  available 
under  the  multi  year  capital  project  CUW-850  Feeder  Main  Replacement  Program  (in  City),  Famis  Index 
Code  508514,  and 

WHEREAS,  The  Public  Utilities  Commission  authorized  bid  call  on  April  28,  1998  by  Resolution 
No.  98-0092,  and 

WHEREAS,  Five  bids  were  received  and  opened  publicly  on  June  18,  1998;  and 

WHEREAS,  The  PUC  Staff  and  HRC  Staff  determined  the  lowest  responsive  and  responsible 
bidder  to  be  the  low  bidder,  J.  Flores  Construction  Company,  Inc.  whose  bid  is  $  471,175.00.  Now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  awards  San  Francisco  Water  Department  Contract 
WD-2233,  12-Inch  Ductile  Iron  Feeder  Main  Installation  in  Pacific  Avenue  between  Fillmore  Street  and 
Van  Ness  Avenue,  to  the  lowest  responsive  and  responsible  bidder,  J,Flores  Construction  Company,  Inc. 
in  the  bid  amount  of  $  471,175.00  (net). 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

^^^^i"Sof   Aim  p.Fiim 


Secretary,  Public  Utilities  Commission 
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1.  Call  to  Order:         1:48  P.M. 

2.  Roll  Call:  Present  -  President  Ann  Moller  Caen,  Vice  President  Robert  K. 

Werbe,  Commissioner  E.  Dennis  Normandy 

Commissioner  Frank  L.  Cook  arrived  at  1:52  p.m. 
Commissioner  Victor  G.  Makras  arrived  at  2:08  p.m. 

CLOSED  SESSION 


3.      Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 


There  were  none. 


4.      Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Normandy,  to  assert  the 
attorney-client  privilege;  passed  (3-0)  unanimously. 


The  Public  Utilities  Commission  met  in  Closed  Session  from  1:52  p.m.  to  3:35  p.m.  to  discuss 
the  following  matter: 


5.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956. 9(b)(c) 
and  Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 


Anticipated  Litigation:  As  Plaintiff  and  as  Defendant 


Property: 

Parties  Negotiating: 
Under  Negotiations: 
No  action  was  taken. 


500+  acres  of  San  Francisco  Water  Department  property  on 
Bernal  Avenue  in  Alameda  County. 
Nelson/Lymburn/Thompson/Malamut 
City  of  Pleasanton 
Terms  and  Conditions 


The  Public  Utilities  Commission  reconvened  in  open  session. 
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Commissioner  Caen  was  excused.  Commissioner  Werbe  presided. 


6.    Announcement  following  Closed  Session. 

Romaine  A.  Boldridge,  Commission  Secretary,  announced  that  no  action  was  taken 
during  the  Closed  Session. 


7.    Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  not  to  disclose 
the  discussion  during  the  Closed  Session;  passed  (4-0)  unanimously. 


Thereupon,  the  meeting  was  adjourned:         3:40  P.M. 


Romaine  A.  Boldridge 
Secretary 
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Call  to  Order: 


1:10  P.M. 


Roll  Call:  Present  -  President  Ann  Moller  Caen,  Commissioner  Victor  G. 

Makras,  Commissioner  Frank  L.  Cook 

Commissioner  E.  Dennis  Normandy  arrived  at  1:18  p.m. 
Vice  President  Robert  K.  Werbe  was  excused. 

Approval  of  Minutes 

There  were  no  minutes  submitted. 

Communications 
No  action  was  taken. 

Introduction  of  Old/Ongoing  Business  by  Commissioners 

* 
t 

No  action  was  taken. 

Introduction  of  New  Business  by  Commissioners 

There  was  no  new  business  introduced  by  Commissioners. 

Report  of  the  General  Manager 
Commissioner  Normandy  arrived  at  1:18  p.m. 

Anson  B.  Moran.  General  Manager  of  Public  Utilities,  reported  that  staff  gave 
presentations  to  Moody's  and  Standard  &  Poor  on  August  20,  1998  regarding  the 
impact  of  Proposition  H  on  PUC's  financial  condition.  Mr.  Moran  stated  that  staff 
advised  the  rating  agencies  that  PUC  has  a  solid  financial  situation.  He  noted  that  the 
projections  for  the  Water  Department  looked  good  in  that  Proposition  H  contemplated 
issuing  bonds  authorized  under  Propositions  A  and  B  and  included  provisions  to  raise 
rates  to  meet  our  debt  service  on  the  bonds.  He  said  the  Water  Department  could 
survive  until  year  2006  within  authorities  permitted  under  Proposition  H.  Mr  Moran 
noted  that  the  Clean  Water  Program  would  be  facing  financial  difficulty  due  to  two 
reasons  Proposition  H  did  not  grandfather  the  ability  to  issue  bonds  and  did  not  give 
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PUC  the  authority  to  raise  rates  to  protect  its  debts.  Mr.  Moran  noted  that  another 
cause  of  financial  difficulty  for  CWP  was  a  possible  $12  million  shortfall  for  four  years 
in  the  Clean  Water  Program's  operating  budget  starting  in  year  2003  due  to  the  rate 
stabilization  fund  being  fully  expended  in  year  2002. 

Commissioner  Caen  suggested  that  staff  consider  cutting  the  budget  by  $3  million  a 
year  for  four  years  to  augment  the  expected  deficit. 

Commissioner  Makras  commented  that  PUC  should  do  whatever  is  necessary  and 
possible  to  give  the  rating  agencies  that  confidence  that  we  will  honor  our  debt  to  the 
bondholders.  He  said  that  because  there  is  a  perception  that  there  is  a  freeze,  we 
need  to  give  them  the  confidence  that  whatever  debt  we  have  signed,  we  will  honor  it 
no  matter  what  it  takes.  Proposition  H  says  that  we  cannot  raise  rates.  So,  that  begs 
the  question  -  would  we  renege  on  a  bond?  Commissioner  Makras  said  that  from  his 
perspective  -  that  won't  happen.  If  someone  gave  us  their  money,  we  have  to  pay 
them  back.  He  said  that  if  the  economy  changes  in  the  next  six  years  or  whatever 
change  takes  place,  it  is  the  responsibility  of  this  Commission  and  of  this  City  to  honor 
its  debt.  He  said  that  this  confidence  would  reflect  in  the  ratings  that  the  rating 
agencies  would  give  PUC.  Commissioner  Makras  suggested  that  staff  prepare  for  the 
next  Commission  meeting  a  resolution  affirming  the  Commission's  intent  to  pay  its 
debts.  Mr.  Moran  stated  that  our  bond  covenants  are  existing  contracts  and  nothing  in 
Proposition  H  alters  those  contracts  and  obligations. 


8.      Public  comments  on  matters  that  were  not  on  today's  agenda. 
There  were  none. 


REGULAR 


Accepting  a  gift  of  five  post-top  streetlights  and  poles  from  a  group  of  residents  of  21^ 
Street  between  Noe  and  Sanchez  Streets. 

Ms  Amy  Powell,  from  the  Dolores  Heights  Improvement  Club,  commented  that  the  40 
residents  in  the  block  contributed  money  toward  the  purchase  of  the  five  streetlights. 
The  streetlights  conform  with  the  historic  lights  already  installed  adjacent  to  their  area. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
9;  passed  (4-0)  unanimously. 

Resolution  No.  98-0224:    Requesting  the  Board  of  Supervisors'  approval  to  accept  a 

gift  of  five  post-top  streetlights  and  poles  valued  at  $1 1 ,210 
from  a  group  of  residents  of  21^'  Street  between  Noe  and 
Sanchez  Streets. 
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1 0.     Authorizing  the  Wastewater  Agency  Response  Network  Agreement  between  the 
Water  Pollution  Control  Division  and  other  wastewater  agencies  in  the  State  of 
California. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Normandy,  to  adopt 
Item  10;  passed  (4-0)  unanimously. 

Resolution  No.  98-0225:    Authorizing  the  General  Manager  of  Public  Utilities  to  sign 

the  Wastewater  Agency  Response  Network  Agreement 
which  provides  for  mutual  assistance  between  the  Water 
Pollution  Control  Division  and  other  wastewater  agencies  in 
the  State  of  California. 


On  recommendation  by  President  Caen,  Commissioner  Normandy  moved.  Commissioner 
Cook  seconded  to  approve  Items  11,  12  and  13  as  consent  items;  passed  (4-0)  unanimously. 


1 1 .     Resolution  No.  98-0226: 


12.     Resolution  No.  98-0227: 


13.     Resolution  No.  98-0228: 


Ratifying  the  Declaration  of  Emergency  made  by  the 
President  of  the  Public  Utilities  Commission  for  Clean 
Water  Program  Contract  No.  CW-155,  York  Street 
Emergency  Sewer  Replacement,  and  requesting  the  Board 
of  Supervisors'  approval  of  expenditure  of  funds  for 
emergency  repairs. 

Ratifying  the  Declaration  of  Emergency  made  by  the 
President  of  the  Public  Utilities  Commission  for  Clean 
Water  Program  Contract  No.  CW-181,  Central  Avenue 
Emergency  Sewer  Replacement,  and  requesting  the  Board 
of  Supervisors'  approval  of  expenditure  of  funds  for 
emergency  repairs. 

Ratifying  the  Declaration  of  Emergency  made  by  the 
President  of  the  Public  Utilities  Commission  for  Clean 
Water  Program  Contract  No.  CW-156,  425  Noriega  Street 
Emergency  Sewer  Replacement,  and  requesting  the  Board 
of  Supervisors'  approval  of  expenditure  of  funds  for 
emergency  repairs. 


14.     Presentation  regarding  the  Southeast  Water  Pollution  Control  Plant  Anaerobic 
Digestion  Upgrade  Project. 

Jon  Loiacono,  Project  Manager,  used  electronic  slides  for  his  presentation  regarding 
the  Anaerobic  Digestion  Upgrade  Project.  Mr.  Loiacono  stated  that  a  facility  planning 
study  conducted  jointly  by  PUC  staff,  DPW,  consultants  and  the  Neighborhood 
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Advisory  Group,  presented  various  options  for  a  new  sludge  digestion  system  to 
replace  existing  conventional  type  digesters  at  the  Southeast  Water  Pollution  Control 
Plant.  Those  options  were  to  replace  them  with  95  ft.  egg-shaped  digesters,  65  ft. 
egg-shaped  digesters,  or  waffle-bottom  digesters,  or  to  rebuild  existing  digesters  with 
waffle-bottoms,  or  do  a  minimal  rebuild.  Mr.  Loiacono  noted  that  staff  recommended 
the  95  ft.  egg-shaped  digesters  that  could  cost  an  estimated  $85  million.  The 
Neighborhood  Advisory  Group  suggested  using  65  ft.  egg-shaped  digesters  and 
building  an  office  space  fronting  on  Phelps  Street  as  a  mitigation  measure  to  minimize 
the  visual  impact  of  the  digesters.  This  measure  would  cost  $45  million. 

Commissioner  Makras  expressed  concerns  about  developing  an  office  building  to 
mitigate  the  appearance  of  the  digesters  in  the  neighborhood.  He  suggested  that  if 
PUC  were  to  go  ahead  with  Plan  A  to  build  95  ft.  digesters,  he  would  like  first  to  see 
the  Department  of  City  Planning's  opinion  on  whether  the  project  conforms  with  the 
provisions  of  Proposition  M.  He  noted  that  the  Commission  should  advise  staff  which 
altemative  they  prefer  to  pursue.  He  also  suggested  that  staff  make  a  determination 
and  policy  decisions  on  which  alternative  is  the  most  prudent  and  economical. 

Commissioner  Normandy  concurred  with  Commissioner  Makras'  concerns.  He  stated 
that  before  directions  could  be  given  to  staff,  the  Commission  needed  to  know  the 
reasonable  height  restriction  for  this  type  of  structure  based  on  architectural 
renderings  showing  silhouettes  from  various  angles.  He  suggested  that  staff  find 
more  creative  solutions  to  accommodate  the  community's  desire  for  mitigation. 

Commissioner  Cook  commented  about  the  need  to  consider  the  factors  that  impact 
building  an  office  space.  He  stated  that  the  Commission  already  receives  so  many 
complaints  from  the  public  about  the  plant  and  if  we  build  an  office  space  there  we 
would  be  getting  the  same  complaints  from  occupants  of  the  building. 

President  Makras  asked  about  the  possibility  of  changing  locations.  Mr.  Loiacono 
responded  that  moving  the  digesters  offsite  will  require  moving  other  buildings  like  the 
dewatering  facility  and  that  would  cost  more  money. 

Staff  will  return  to  the  Commission  and  show  photo  enhancements  of  the  proposed 
digesters  showing  the  various  alternative  shapes  at  various  angles. 


To  present  the  organization,  functions,  schedule  and  budget  for  Program 
Management  and  discuss  contractual  performance  requirements  and  cost  controls. 

Ms.  Mary  Williams  of  the  Utilities  Engineering  Bureau  gave  a  presentation  using 
electronic  slides.  Ms.  Williams  talked  about  program  management,  the  needs  of  PI 
in  relation  to  capital  program  management,  program  functions,  tasks,  scheduling, 
budget,  and  contract  control. 
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Ms.  Williams  reported  that  staff  was  proposing  a  program  management  organization 
that  includes  a  senior  executive  function  and  a  program  management  core  team.  The 
chief  executive  officer  of  the  consultant  would  report  to  the  Commission  and  the 
General  Manager  of  PUC  regarding  policy  issues  and  matters  involving  business 
decisions  for  program  direction.  The  Core  function  will  report  to  the  Manager  of  the 
Utilities  Engineering  Bureau  and  will  be  responsible  for  program  progress  and  results. 
Mr.  Moran  noted  that  establishing  a  Core  Team  limits  a  long  term  relationship  to  just  a 
group  of  five  people  with  known  deliverables  with  a  beginning  and  an  end.  He  said 
staff  had  decided  that  there  should  be  a  signal  project  that  indicates  when  the 
program  manager  could  exit  and  PUC  staff  would  be  ready  to  take  over  the  whole 
program.  Staff  was  considering  the  Sunol  Valley  Water  Treatment  Plant  Third 
Expansion  Project  as  the  signal  project. 

Ms.  Williams  stated  that  program  management  could  be  monitored  and  controlled 
through  the  proposal  review  process,  contract  renewal  every  four  years,  annual 
performance  review,  negotiation  of  scope  annually,  and  quarterly  progress  reports. 

Ms.  Williams  reported  on  the  fees  paid  by  other  water  agencies  for  program 
management  services.  Some  of  those  agencies  she  mentioned  were  the  Southern 
Nevada  Water  Authority  ($50  million  with  cost  savings  of  $240  million);  City  of 
Houston  ($200  million  with  achieved  cost  savings  of  $350  million)  and  San  Diego 
($120  million). 

Commissioner  Makras  requested  a  comparison  of  the  cost  of  hiring  City  staff  yersus 
the  cost  of  hiring  a  program  manager. 

Commissioner  Makras  requested  that  staff  calendar  an  item  that  establishes  a  policy 
for  renewing  contracts  using  four  years  as  a  benchmark  for  all  contracts. 

Report  on  the  progress  of  the  implementation  of  the  Revised  Draft  of  the  Lake  Merced 
Comprehensive  Management  Plan. 

Michael  Carlin,  Acting  Manager,  Bureau  of  System  Planning  &  Regulatory  Compliance 
gave  a  presentation  using  electronic  slides.  He  reported  that  the  project  is  currently  in 
Phase  1  and  would  be  completed  by  the  end  of  this  fiscal  year. 

Mr.  Carlin  announced  that  a  public  meeting  is  scheduled  for  tomorrow  evening  at  the 
Oceanside  Water  Treatment  Plant. 

Commissioner  Normandy  commented  that  he  would  like  to  see  a  baseline  assessment 
by  staff  on  how  the  water  level  at  Lake  Merced  can  be  restored.  He  suggested  that 
staff  identify  priorities  and  develop  a  critical  path  quickly  and  communicate  to  the 
public  that  the  PUC  is  fast  tracking  the  project. 


98-218 


Commissioner  Makras  directed  staff  to  provide  the  Commission  with  information 
regarding  how  much  money  is  needed,  what  does  it  tal<e  to  raise  the  water  at  Lake 
Merced  and  how  could  the  water  be  maintained  at  the  same  level. 

President  Caen  directed  staff  to  return  to  the  Commission  in  two  meetings  and 
respond  to  questions  raised  by  the  members  of  the  Commission. 

Note:  Discussion  of  Item  17  was  deferred  until  after  the  Closed  Session. 

******************** 

Announcement 

President  Caen  announced  the  resignation  of  Utilities  General  Counsel,  Thomas  M.  Berliner. 
Each  Commissioner  expressed  their  appreciation  to  Mr.  Berliner  for  his  commitment  in 
providing  sound  legal  advice  to  the  PUC  during  his  tenure  as  Utilities  General  Counsel. 

******************** 
CONSTRUCTION  CONTRACTS 


Award 

18.     Awarding  San  Francisco  Water  Department  Contract  No.  WD-2247,  BDPL  Nos.  1  and 
2  Timber  Trestle  and  Valve  House  Repairs  -  Contract  4  of  5,  in  the  amount  of 
$1,044,900  to  Miller/Thompson  Constructors,  Inc. 

Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
18;  motion  failed  (2-2).  Commissioner  Makras  and  Commissioner  Cook  voted  no. 

Commissioner  Makras  commented  that  he  would  vote  against  the  motion  as  he 
believed  that  it  would  be  in  the  PUC's  best  interest  to  rebid  the  contract.  He  said  that 
the  engineer's  estimate  was  very  low  that  there  would  be  an  opportunity  to  lure  more 
contractors  to  bid  if  this  contract  were  rebid.  He  also  expressed  concerns  regarding 
inconsistencies  in  the  length  of  experience  required  and  the  fact  that  the  first  bidder 
was  told  that  the  contract  would  be  rebidded.  Mr.  Everett  Hintze,  Manager  of  Utilities 
Engineering  Bureau,  responded  that  work  on  this  contract  should  start  October  1, 
1998  and  be  completed  at  the  end  of  February  1999.  He  noted  that  there  is  a  risk  that 
portions  of  timber  trestles  may  collapse  between  now  and  next  year  if  the  repair  was 
not  done  on  time. 

Commissioner  Makras  recommended  that  staff  renegotiate  the  price  with  the 
contractor  and  report  to  the  Commission  at  the  next  meeting  and  demonstrate  the 
importance  of  the  project. 
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Amend 


19.     Approving  the  plans  and  specifications  for  added  scope  of  work  and  the  revised 
MBE/WBE  subcontracting  goals  for  San  Francisco  Water  Department  Contract  No. 
WD-2242. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
19;  passed  (4-0)  unanimously. 

Resolution  No.  98-0230:    Approving  the  plans  and  specifications  for  the  added  scope 

of  work  and  the  revised  MBEA/VBE  subcontracting  goals  for 
San  Francisco  Water  Department  Contract  No.  WD-2242, 
Thomas  Shaft  Chlorination  Facility  Improvement,  Phase  1, 
Emergency  Disinfection  Station;  and  authorizing  transfer  of 
$1 ,333,505  from  the  Lawrence  Livermore  Filtration  Plant 
Project. 


Close 

20.     Accepting  the  work  performed  for  Clean  Water  Program  Contract  No.  1 376N,  Jackson 
Street  Sewer  Replacement,  as  satisfactorily  completed;  approving  contract 
modification  No.  2  in  the  credit  amount  of  $13,017;  and  approving  final  payment  in  the 
amount  of  $1 ,522  to  the  contractor,  Ramirez  Engineering  Corporation. 

Mr.  Hintze  noted  that  Ramirez  Engineering  Corporation  did  not  meet  the  MBE/WBE 
goals  for  this  contract.  The  Human  Rights  Commission  recommended  that  Rarpirez 
not  be  penalized  on  this  contract  if  they  make  it  up  in  another  contract.  Ramirez  Corp. 
subsequently  met  the  goals  in  another  contract  and  HRC  ruled  that  Ramirez 
Corporation  had  made  a  good  faith  effort  by  making  up  the  work  on  another  contract. 

Commissioner  Cook  commented  that  it  is  not  acceptable  that  people  cannot  comply 
with  what  they  were  contracted  to  perform  and  not  get  penalized  for  not  complying. 

Commissioner  Makras  recommended  that  Ramirez  Corporation  should  be  barred  fronn 
getting  jobs  for  so  many  months  from  PUC  and  whatever  MBE/WBE  participation 
goals  they  did  not  meet  should  be  subtracted  from  their  contract  payment.  He 
suggested  that  staff  and  HRC  explore  whatever  options  are  available  in  closing  the 
contract. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Normandy,  to  continue 
Item  20  to  the  call  of  the  Chair;  passed  (4-0)  unanimously. 
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21 .     Accepting  the  work  performed  for  Clean  Water  Program  Contract  No.  1 384N,  Glover 
Street  Sewer  Replacement,  as  satisfactorily  completed;  approving  contract 
modification  No.  1  in  the  credit  amount  of  $15,275  and  time  extension  of  14  days;  and 
approving  final  payment  in  the  amount  of  $6,417.50  to  Ramirez  Engineering 
Corporation. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Normandy,  to  continue 
Item  21  to  the  call  of  the  Chair;  passed  (4-0)  unanimously. 


PROFESSIONAL  SERVICE  CONTRACTS 

Award 

22.     Authorizing  the  use  of  a  pool  of  qualified  environmental  consulting  firms  to  undertake 
environmental  impact  assessments  for  large  construction  projects. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  adopt  Item  22; 
passed  (4-0)  unanimously. 

Resolution  No.  98-0231 :    Authorizing  the  Manager  of  the  Bureau  of  Environmental 

Regulation  and  Management  to  establish  and  use  a  pool  of 
qualified  environmental  consulting  firms  to  undertake 
environmental  impact  assessments  required  by  the 
California  Environmental  Quality  Act  (CEQA)  and  National 
Environmental  Policy  Act  (NEPA)  for  large  construction 
projects. 


Amend 

23.     Authorizing  the  continuance  of  an  existing  relationship  with  Martha  Lennihan  to 
provide  legal  services  on  water  supply  matters. 

Mr.  Thomas  M.  Berliner,  Utilities  General  Counsel,  commented  that  there  Is  no 
commitment  to  spend  the  $72,000  requested  in  this  contract.  Mr.  Berliner  noted  that 
the  contract  allows  PUC  to  prepare  for  the  next  legislative  session  that  starts  in 
January  and  to  react  to  what  is  going  on  in  the  water  industry. 

Commissioner  Makras  expressed  concerns  as  to  what  point  other  contractors  would 
have  the  opportunity  to  bid  on  this  PUC  contract.  He  suggested  rebidding  all 
contracts  every  four  years  no  matter  how  good  a  contractor  is  so  that  we  could 
maintain  a  better  check  and  balance  in  all  our  contracts. 
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Commissioner  Normandy  suggested  extending  the  contract  to  the  end  of  the 
legislative  session  in  September  1999  and  approving  the  additional  funding  requested 
by  staff.  Commissioner  Cook  suggested  that  in  the  interim,  staff  should  start  the 
process  to  rebid. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
23  as  amended;  passed  (4-0)  unanimously. 

Resolution  No.  98-0232:    Authorizing  the  General  Manager  of  Public  Utilities  to 

continue  an  existing  relationship  with  Martha  Lennihan  to 
provide  legal  services  on  water  supply  matters,  increasing 
the  contract  funding  by  $72,000  and  extending  the  contract 
term  to  September  30,  1999. 


Advertise 

24.     Authorizing  issuance  of  a  Request  for  Proposals  to  prepare  the  initial  study  and 

environmental  impact  report  for  the  Southeast  Water  Pollution  Control  Plant  Solids 
Handling  and  Odor  Control  Project. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
24  as  amended;  passed  (4-0)  unanimously. 

Resolution  No.  98-0233:    Authorizing  the  Manager  of  the  Bureau  of  System  Planning 

&  Regulatory  Compliance  to  issue  a  Request  for  Proposals 
to  a  pool  of  qualified  environmental  consulting  firms;  and 
negotiate  and  execute  a  cost  plus  fixed  fee  contract  with 
the  selected  consultant  firm/team  to  prepare  the  initial 
study  and  environmental  impact  report  for  the  Southeast 
Water  Pollution  Control  Plant  Solids  Handling  and  Odor 
Control  Project  for  an  amount  not  to  exceed  $1 ,000,000. 
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CLOSED  SESSION 


The  Public  Utilities  Commission  met  in  Closed  Session  from  3:34  p.m.  to  5:45  p.m.  to  discuss 
the  following  matters: 


25.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 

Existing  Litigation:  Allstate  Ins.,  Subrogee  of  Quentin  Thompson, 

Case  No.  97  W  6026-2. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Normandy,  to  adopt 
Item  25;  passed  (4-0)  unanimously. 

Resolution  No.  98-0234:    Approving  a  settlement  in  the  claim  of  Allstate  Ins. 

Subrogee  of  Quentin  Thompson  ,  Case  No.  97W  6026-2. 

26.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 
Existing  Litigation:  Abram  Katz,  Claim  No.  98-01229 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  adopt  Item  26; 
passed  (4-0)  unanimously. 

Resolution  No.  98-0235:    Approving  a  settlement  in  the  claim  of  Abram  Katz,  Claim 

No.  98-01229. 


27.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956. 9(b)(c) 
and  Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 


Anticipated  Litigation:   As  Plaintiff  and  as  Defendant 


Property: 

Parties  Negotiating: 
Under  Negotiations: 
No  action  was  taken. 


500+  acres  of  San  Francisco  Water  Department  property  on 
Bernal  Avenue  in  Alameda  County. 
Nelson/Lymburn/Thompson/Malamut 
City  of  Pleasanton 
Terms  and  Conditions 


98-223 


28.  Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 

Property:  Portions  of  Parcel  65  in  Sunol,  Alameda  County 

Parties  Negotiating:  CCSF  -  Dowd/Sullivan/Milstein 

Lessee:  Mission  Valley  Rock/RMC  Lonestar 

Under  Negotiation:  Price  and  Terms 

No  action  was  taken. 


29.  Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 

Property:  Bay  Division  Pipeline  1  and  2  right  of  way,  Parcel  2007(1),  Menio 

Park 

Parties  Negotiating:     CCSF  -  Dowd/Sullivan 
Grantee:  Hansen  PSC,  Inc. 

Under  Negotiation:       Price  and  Terms 

No  action  was  taken. 


30.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
There  were  no  public  comments. 

31 .  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
above  as  Conference  with  Legal  Counsel. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  assert  the 
attorney-client  privilege;  passed  (4-0)  unanimously. 

Note:  Commissioner  Normandy  was  excused  at  5:10  p.m. 

At  5:45  p.m.  the  Public  Utilities  Commission  reconvened  in  an  open  session. 


32.  Announcement  following  Closed  Session. 

President  Caen  announced  the  actions  taken  during  the  Closed  Session. 
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33.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 


Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Makras,  not  to  disclose  the 
discussion  during  the  Closed  Session;  passed  (3-0)  unanimously. 


LEASES  AND  PERMITS 


17.  Authorizing  a  lease  with  Mission  Valley  Rock  Company,  for  approximately  2.1  acres  of 
PUC  land  located  on  a  portion  of  Parcel  65  of  Alameda  County  lands  and  a  portion  of 
Hetch  Hetchy  Parcel  1313  in  Sunol,  California. 

Commissioner  Makras  recommended  approval  of  the  lease  on  a  month-to-month 
tenancy.  He  stated  that  the  Commission  would  fully  cooperate  with  the  tenant,  but  it  is 
not  in  the  City's  best  interest  to  commit  to  a  long  term  lease  since  there  will  be 
movement  in  the  Sunol  area.  The  Commission  should  not  put  restraints  on  possible 
future  leases  and  other  issues  that  may  come  up  in  the  region. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  adopt  Item  17; 
passed  (4-0)  unanimously. 

Resolution  No.  98-0229:       Authorizing  the  General  Manager  of  Public  Utilities -to 

execute  a  month-to-month  tenancy  agreement  with  Mission 
Valley  Rock  Company,  for  approximately  2.1  acres  of  PUC 
land  located  on  a  portion  of  Parcel  65  of  Alameda  County 
lands  and  a  portion  of  Hetch  Hetchy  Parcel  1313  in  Sunol, 
California  for  use  of  an  access  roadway  and  existing 
bridge. 


Thereupon,  the  meeting  was  adjourned:         5:50  P.M. 


Romaine  A.  Boldridge 
Secretary 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


98-0224 


RESOLUTION  NO. 


WHEREAS,  a  group  of  residents  of  21st  Street  between  Noe  and  Sanchez  Streets  desire  to  give  to 
the  City  and  County  of  San  Francisco  five  (5)  post-top  streethght  fixtures  and  poles  estimated  at  $1 1,210 
value  to  light  the  designated  area  of  21st  Street;  and 

WHEREAS,  the  residents  of  21st  Street  between  Noe  and  Sanchez  Streets  propose  to  furnish  five 
(5)  post-top  streetlights  fixtures  and  poles  in  place  of  the  existing  cobra  head  streetlights  and  poles,  which 
would  be  identical  to  the  post-top  streetlights  and  poles  recently  installed  and  accepted  by  the  City  on  the 
adjacent  streets  in  Dolores  Heights;  and 

WHEREAS,  the  residents  of  21st  Street  between  Noe  and  Sanchez  Streets  would  pay  for  all  the 
costs  associated  with  the  purchase  of  the  five  (5)  post-top  streetlight  fixtures  and  poles.  The  Bureau  of 
Light,  Heat  and  Power  would  remove  and  salvage  the  existing  cobra  head  streetlights  and  poles  and  install 
the  new  post-top  streetlight  fixtures  and  poles;  and  now,  therefore,  be  it 

RESOLVED,  that  this  Commission  requests  the  Board  of  Supervisors'  approval  for  the  acceptance 
of  the  gift  estimated  at  $1 1,210  from  a  group  of  residents  of  21st  Street  between  Noe  and  Sanchez 
Streets. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

^^^tingof   SEP  15  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

city  and  County  of  San  Francisco 

98-0225 


RESOLUTION  NO. 


WHEREAS,  California  Government  Code,  Section  895,  authorizes  cities  and  other  pubhc  entities  to 
enter  consensual  mutual  aid  agreements  under  which  the  entities  agree  to  perform  functions,  services  or 
acts  with  or  for  other  participating  public  entities;  and 

WHEREAS ,  This  provision  also  authorizes  public  entities,  as  part  of  these  agreements  to  provide  for 
contribution  or  indemnification  by  any  or  all  of  the  public  entities  that  are  parties  to  the  agreement  upon 
liability  arising  out  of  the  performance  of  the  agreement;  and 

WHEREAS,  The  Public  Utilities  Commission  has  entered  into  a  mutual  aid  agreement  providing  for 
mutual  assistance  among  water  agencies  in  times  of  emergency;  and 

WHEREAS,  The  Water  Pollution  Control  Division  of  the  Public  utilities  Commission  desires  to  enter 
into  a  similar  mutual  aid  agreement,  providing  for  mutual  assistance  among  local  wastewater  agencies  in 
times  of  emergency;  now,  therefore  be  it 

RESOLVED,  That  this  Commission  hereby  authorize  the  General  Manager  to  sign  the  Wastewater 
Agency  Response  Network  Agreement  which  would  provide  for  mutual  assisteince  between  the  Water 
Pollution  Control  Division  and  other  wastewater  agencies  in  the  State  of  California;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  authorizes  the  General  Manager  of  Public  Utilities 
to  transmit  the  agreement  to  the  Board  of  Supervisors  for  approval. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  SFP  TO 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  9  8    0  2  2  6 


WHEREAS,  On  January  20, 1 998,  PUC  Sewer  Operations  identified  an  emergency  condition  on  York 
Street  from  Precita  Avenue  to  Peralta  Avenue;  and 

WHEREAS,  The  existing  sewer  had  collapsed  sections,  and  immediate  replacement  was  required  in 
order  to  protect  the  health,  welfare,  and  property  of  the  Citizens  of  San  Francisco;  and 

WHEREAS,  DPW's  Bureau  of  Engineering  prepared  the  Plans  and  Specifications  for  Contract  No. 
CW-1 55,  "York  Street  Emergency  Sewer  Replacement"  to  replace  the  existing  sewer  with  352  linear  feet  of 
1 8-inch  diameter  vitrified  clay  pipe  (VCP)  sewer  in  York  Street  from  Precita  Avenue  to  Peralta  Avenue;  and 

WHEREAS,  The  Contractor,  K.J.  Woods  Construction,  began  the  emergency  work  on  February  3, 
1998  and  completed  it  on  March  2,  1998;  and 

WHEREAS,  Because  this  was  an  emergency  contract,  HRC  subcontracting  goals  were  not  established 
by  the  HRC  Contract  Compliance  Officer  assigned  to  monitor  the  Clean  Water  Repair  and  Replacement 
Program;  and 

WHEREAS,  The  cost  of  the  project  is  estimated  to  be  $136,725.00,  of  which  $109,075.00  is  for  the 
construction  contract.  Funds  are  available  from  the  R&R  Fund  (Fund  5C/CPF/R&R,  FAMIS  Project  No. 
CENRNRR955,  Job  Order  No.  1 58  IN);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission,  in  accordance  with  the  provisions  of  Section  6.30  of  the 
Administrative  Code  of  the  City  and  County  of  San  Francisco,  hereby  approves  the  Declaration  of 
Emergency;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  requests  the  Board  of  Supervisors  to  Approve 
the  expenditure  of  funds  for  the  emergency  work  to  repair  the  structurally  inadequate  sewer  in  York  Street 
from  Precita  Avenue  to  Peralta  Avenue. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of     SEP  1  5  1998 


Secretary,  Public  Utilities  Comrrmssion 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0227 


WHEREAS,  On  March  26, 1 998,  PUC  Sewer  Operations  identified  an  emergency  condition  on  Central 
Avenue  from  Golden  Gate  Avenue  to  McAllister  Street;  and 

WHEREAS ,  The  existing  sewer  had  collapsed,  and  immediate  repairs  were  required  in  order  to  protect 
the  health,  welfare,  and  property  of  the  Citizens  of  San  Francisco;  and 

WHEREAS,  DPW's  Bureau  of  Engineering  prepared  the  Plans  and  Specifications  for  Contract  No. 
CW-1 8 1 ,  "Central  Avenue  Emergency  Sewer  Replacement"  to  replace  the  existing  sewer  with  332  linear  feet 
of  18-inch  diameter  vitrified  clay  pipe  (VCP)  sewer  in  Central  Avenue  from  Golden  Gate  Avenue  to 
McAllister  Street;  and 

WHEREAS,  The  Contractor,  J.M.B.  Construction,  Inc.  began  the  emergency  work  on  April  1 6,  1 998 
and  completed  it  on  May  7,  1998;  and 

WHEREAS,  Because  this  was  an  emergency  contract,  HRC  subcontracting  goals  were  not  established 
by  the  HRC  Contract  Compliance  Officer  assigned  to  monitor  the  Clean  Water  Repair  and  Replacement 
Program;  and 

WHEREAS,  The  cost  of  the  project  is  estimated  to  be  $164,355.00,  of  which  $136,205.00  is  for  the 
construction  contract.  Funds  are  available  from  the  R&R  Fund  (Fund  5C/CPF/R&R,  FAMIS  Project  No. 
CENRNRR968,  Job  Order  No.l598N);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission,  in  accordance  with  the  provisions  of  Section  6.30  of  the 
Administrative  Code  of  the  City  and  County  of  San  Francisco,  hereby  approves  the  Declaration  of  Emergency; 
and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  requests  the  Board  of  Supervisors  to  Approve 
the  expenditure  of  fiinds  for  the  emergency  work  to  repair  the  structurally  inadequate  sewer  in  Central  Avenue 
from  Golden  Gate  Avenue  to  McAllister  Street. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of        SEP  1 5  1998  y.- 


Secretary, 


Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  9  8  ~  0  2  2  8 


WHEREAS,  On  January  20, 1998,  PUC  Sewer  Operations  identified  an  emergency  condition  at 
425  Noriega  Street;  and 

WHEREAS,  The  existing  easement  sewer  had  failed,  and  immediate  repairs  were  required  in 
order  to  protect  the  health,  welfare,  and  property  of  the  Citizens  of  San  Francisco;  and 

WHEREAS,  DPW's  Bureau  of  Engineering  initiated  immediate  action  for  construction  for 
Contract  No.  CW- 1 56,  "425  Noriega  Street  Emergency  Sewer  Replacement"  to  repair  the  existing  8- 
inch  diameter  easement  sewer  and  construct  an  estimated  30  linear  feet  of  8-inch  diameter  vitrified  clay 
pipe  (VCP)  sewer  parallel  to  the  residence  of  425  Noriega  Street  near  1 1*  Avenue;  and 

WHEREAS,  The  Contractor,  Shimmick  Construction  Co.,  Inc.,  began  the  emergency  work  on 
January  22,  1998  and  completed  it  on  February  4,  1998;  and 

WHEREAS,  Because  this  was  an  emergency  contract,  HRC  subcontracting  goals  were  not 
established  by  the  HRC  Contract  Compliance  Officer  assigned  to  monitor  the  sewer  Repair  and 
Replacement  Program;  and 

WHEREAS,  The  Contract  was  awarded  on  a  Time  and  Material  cost  basis.  Including  design, 
consultant  services,  construction  inspection,  and  construction  contract  costs,  the  total  project  estimate  is 
$110,276.  Funds  are  available  from  the  R&R  Fund  (Fund  5C/CPF/R&R,  FAMIS  Project  No. 
CENRNRR954,  Job  Order  No.  1582N);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission,  in  accordance  with  the  provisions  of  Section  6.30  of  the 
Administrative  Code  of  the  City  and  County  of  San  Francisco,  hereby  approves  the  Declaration  of 
Emergency;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  requests  the  Board  of  Supervisors  to 
approve  the  expenditure  of  funds  for  the  emergency  work  to  repair  the  structurally  inadequate  easement 
sewer  at  425  Noriega  Street. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of        SEP  1  5  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 
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WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  Alameda  County;  and 

WHEREAS,  Mission  Valley  Rock  Company  (MVR)  has  requested  to  enter  into  an 
agreement  for  use  of  an  access  roadway  and  existing  bridge;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  agreement  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  Lease  of  approximately  2.1  acres  of  land  to  MVR,  as 
lessee,  for  use  of  an  access  roadway  and  existing  bridge,  at  an  initial  rental  rate  of  $416.67  per 
month,  as  set  forth  in  the  Lease  of  certain  real  property  under  the  jurisdiction  of  the  Public 
Utilities  Commission,  as  shown  on  SFPUC  Drawing  No.  C-1 171-2,  on  a  month-to-month 
tenancy  commencing  on  October  1,  1998  and  terminating  upon  thirty  (30)  days'  written  notice 
from  either  Party  to  the  other  Party;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  Lease. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  SEP  151998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


98-0230 


RESOLUTION  NO. 


WHEREAS,  The  San  Francisco  Water  Department  has  planned  improvements  to  the  Hetch 
Hetchy  aqueduct  disinfection  system  based  on  recommendations  from  annual  inspection  by  the  California 
Department  of  Health  Services  that  provides  for  increasing  reliability  and  redundancy  of  disinfection 
facilities  to  reduce  the  distribution  system's  vulnerability  to  biological  contamination,  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  San  Francisco  Water  Department 
Contract  WD-2242,  and  Addendum  No.  3,  which  provides  for  installation  of  process  control  sampling 
wells  as  a  Thomas  Shaft  Chlorination  Facility  Improvement,  which  is  an  integral  part  of  the  Hetch 
Hetchy  Water  System  Improvement  Plan,  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has  determined 
the  proposed  improvements  to  the  existing  emergency  chlorination  station  to  be  categorically  exempt 
from  environmental  review  as  a  Class  1  (b)  Project  under  the  State  Guidelines  implementing  the 
California  Environmental  Quality  Act,  and 

WHEREAS,  Funds  for  said  Contract  are  available  under  a  multi-year  capital  project  CUW  206.1, 
Thomas  Shaft  Chlorination  Facility  Improvement,  and  funding  to  supplement  this  project  is  available  in 
project  CUW  208  Lawrence  Livermore  Filtration  Plant,  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  PUC  General  Manager  to  request  the 
Controller  to  transfer  $1,333,505  from  CUW  208,  Index  Code  502081,  to  supplement  CUW  206,  Index 
Code  502061,  and  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  plans  and  specifications  for  Addenda 
No.3  to  San  Francisco  Water  Department  Contract  No.  WD-2242  Thomas  Shaft  Chlorination  Facility 
Improvement,  and  approves  the  revised  MBE/WBE  subcontracting  goals  of  19%  MBE  and  5%  WBE 
based  on  the  total  estimated  contract  amount. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  SEP  15  1998 


Secretary,  Public  Utilities  Corrmission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98~0231 


WHEREAS,  All  Capital  Improvement  Projects  undertaken  by  the  PUC  must  undergo 
environmental  evaluation  and  must  comply  with  the  requirements  of  the  California  Environmental 
Quality  Act  (CEQA)  and  the  National  Environmental  Policy  Act  (NEPA);  and 

WHEREAS,  A  number  of  projects  identified  in  the  Capital  Improvement  Program  are 
expected  to  require  the  preparation  of  environmental  impact  reports  or  environmental  impact 
statements;  and 

WHEREAS,  On  March  24,  1998,  by  Resolution  No.  98-0044,  the  PUC  authorized  the 
issuance  and  advertisement  of  a  Request  for  Qualifications  to  establish  a  pool  of  professional 
environmental  consultants  to  provide  environmental  evaluation  consultation  services;  and 

WHEREAS,  The  selection  process  is  now  complete;  the  Selection  Committee  has  evaluated 
and  scored  the  Statements  of  Qualification,  the  HRC  has  determined  minority  status  and  has 
issued  preference  points,  and  the  Contract  Panel  has  negotiated  standard  contract  language  and 
rates;  and 

WHEREAS,  As  a  result  of  this  process,  four  consulting  firms  are  qualified  to  be  members 
of  a  consulting  environmental  services  pool;  EA  Engineering,  Science  and  Technology,  Inc.  with 
Balloffet&  Associates,  Inc.  and  with  The  Ellington  Group  Consulting  Services,  Joint  Venture,  EIP 
Associates,  Inc.,  ESA  with  Orion  Environmental  Associates,  Joint  Venture,  and  Tetra  Tech,  Inc.; 
and 

WHEREAS,  The  qualified  consultants  can  serve  as  a  pool  to  receive  Requests  for  Proposals 
and  from  which  the  PUC  can  contract  for  environmental  evaluation  services  for  the  preparation  of 
environmental  assessments  on  upcoming  major  capital  improvement  projects;  and 

WHEREAS,  The  establishment  of  a  consulting  environmental  services  pool  will  reduce  time 
and  administrative  costs  related  to  contracting  with  consultants  to  prepare  the  required 
environmental  assessments  for  large  capital  improvement  projects;  now  therefore  be  it 
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RESOLVED,  That  the  San  Francisco  Public  Utilities  Commission  authorizes  the  Manager 
of  the  Bureau  of  Environmental  Regulation  and  Management  to  establish  and  utilize  the  services 
of  a  pool  of  consultants  including  EA  Engineering  with  Balloffet  Associates  and  the  Ellington  Group 
(Joint  Venture),  EIP  Associates,  Environmental  Science  Associates  with  Orion  Environmental 
Associates  (Joint  Venture),  and  Tetra  Tech,  as  recommended  by  the  Selection  Committee  and  the 
Contract  Panel,  to  provide  environmental  assessment  services;  and  be  it  further 

RESOLVED,  That  the  pool  shall  be  available  for  use  as  constituted  for  a  period  of  18 
months. 
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/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
fleeting  of   SEP  l5  1998  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

QR-02  2 

RESOLUTION  NO.  O    v  u 


WHEREAS,  Pursuant  to  Public  Utilities  Commission  Resolution  No.  95-0132,  the  Commission 
entered  into  an  agreement  for  the  employment  of  the  Law  Office  of  Martha  H.  Lennihan  ("Counsel")  to 
provide  legal  services  to  the  Commission  in  conjunction  with  the  City  Attorney's  Office;  and 

WHEREAS,  Martha  H.  Lennihan  has  been  representing  the  Commission  in  matters  relating  to 
identifying  additional  sources  of  water,  negotiating  agreements  for  the  purchase  of  additional  water 
supplies,  working  with  state,  federal  and  local  agencies  regarding  the  acquisition  of  additional  water 
supplies,  and  advising  the  Commission  on  legal  issues  pertaining  to  water  supplies;  and 

WHEREAS,  The  Commission  and  City's  Attorney's  Office  desire  to  continue  to  retain  Counsel 
to  represent  the  Commission  in  matters  regarding  which  she  has  represented  the  City  well  in  the  past;  and 

WHEREAS,  Ms.  Lermihan's  services  are  considered  an  integral  part  of  San  Francisco's  efforts  to 
augment  its  water  supply;  and 

WHEREAS,  Ms.  Lennihan's  services  and  expertise  on  water  transfer  and  water  wheeling  matters 
are  necessary  to  protect  City's  interests;  and 

WHEREAS,  Funding  for  this  contract  is  available  in  the  Hetch  Hetchy  Water  and  Power 
Operating  Budget;  now,  therefore,  be  it 

RESOLVED,  That  the  Commission  does  hereby  authorize  the  General  Manager  of  the  Public 
Utilities  Commission  to  enter  into  the  Third  Modification  to  the  Martha  H.  Lennihan  Agreement 
increasing  the  contract  funding  by  $72,000,  for  a  contract  amount  not  to  exceed  $222,000,  and  extending 
the  contract  term  to  September  30,  1999. 

HO 11 423 
LennihnS 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  SEP  1  5  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


98-0233 


RESOLUTION  NO. 


WHEREAS,  The  Southeast  Water  Pollution  Control  Plant  (SEWPCP)  is  a  vital  facility  in  the 
wastewater  treatment  system  in  the  City  of  San  Francisco  and  processes  approximately  75  percent  of  the 
sanitary  and  storm  water  flows  generated  in  the  eastern  half  of  the  City;  and 

WHEREAS,  The  SEWPCP  was  originally  built  in  the  1950's  and  was  upgraded  in  the  1970's 
through  the  1990's  to  increase  the  treatment  capacity  to  250  Million  Gallons  Per  Day  (MOD)  and  to  provide 
for  secondary  treatment  of  storm  water  flows;  and 

WHEREAS,  Many  of  the  solids  treatment  facilities  on  the  south  side  of  the  SEWPCP,  including  the 
Anaerobic  Digesters  and  the  Dissolved  Air  Flotation  Thickeners  are  aging  and  deteriorated  and  in  need  of 
repair  or  replacement  and  are  significant  odor  sources;  and 

WHEREAS,  The  Anaerobic  Digesters  are  more  than  40  years  old  and  are  nearing  the  end  of  their 
useful  lives,  do  not  meet  current  seismic  safety  standards,  are  subject  to  significant  grit  accumulation,  and 
employ  a  "floating  cover"  design  which  causes  odor  releases  which  affect  residents  of  surrounding  Bayview 
/Hunters  Point  neighborhoods;  and 

WHEREAS,  The  Water  Pollution  Control  Division  of  the  Public  Utilities  Commission  commis- 
sioned a  Facilities  Planning  Report  by  the  consultant  firm  of  Brown  and  Caldwell  to  evaluate  and  recom- 
mend a  preferred  alternative  for  repair  or  replacement  of  the  Anaerobic  Digesters  and  other  related 
improvements  to  the  solids  treatment  and  disposal  facilities;  and 

WHEREAS,  The  Facilities  Planning  Report,  dated  August  1998,  recommended  five  alternatives 
projects  (five  shallow  foundation  2.5  million  gallon  "egg-shaped"  digesters;  five  deep  foundation  2.5 
million  gallon  "egg-shaped"  digesters;  retrofit  of  six  existing  digesters  with  increased  capacity  to  2.5  million 
gallons;  five  "pancake-shaped"  digesters;  and,  retrofit  of  all  10  existing  digesters  with  "fixed  covers");  and 

WHEREAS,  The  Water  Pollution  Control  Division  also  commissioned  the  preparation  of  an  Odor 
Control  Master  Plan  by  Brown  and  Caldwell  to  evaluate  the  sources  of  odors  and  recommend  operational 
and  capital  improvements  to  minimize  those  odor  sources;  and 

WHEREAS,  The  projects  identified  in  the  Facilities  Planning  Report  and  the  Odor  Control  Master 
Plan  have  been  identified  in  the  Clean  Water  Capital  Improvement  Program;  and 

WHEREAS,  The  proposed  projects  in  the  Facilities  Planning  Report  and  the  Odor  Control  Master 
Plan  must  undergo  environmental  review  as  required  by  the  California  Environmental  Quality  Act  (CEQA) 
and  Chapter  31  of  the  San  Francisco  Administrative  Code  as  administered  by  the  Major  Environmental 
Analysis  Section  of  the  San  Francisco  Planning  Department  before  construction  can  be  undertaken;  and 


WHEREAS,  A  pool  of  consultants  has  been  created  to  provide  environmental  evaluation  services  for 
the  preparation  of  environmental  impact  reports  (EIRs)  and  environmental  impact  statements  (EISs)  to 
comply  with  the  requirements  of  CEQA  and  the  National  Environmental  Policy  Act  (NEPA)  and  use  of  this 
consultant  pool  and  an  abbreviated  request  for  proposals  (REP)  process  will  result  in  significant  cost  savings 
and  shorten  the  time  required  to  execute  a  contract;  now  therefore  be  it 

RESOLVED,  That  the  San  Francisco  Public  Utilities  Commission  authorizes  the  Manager  of  the 
Bureau  of  System  Planning  and  Regulatory  Compliance  to  issue  a  Request  for  Proposals  to  the  member 
firms  in  the  environmental  evaluation  consultation  services  pool  to  solicit  proposals  to  prepare  the  required 
initial  study  and  environmental  impact  report  for  the  SEWPCP  Solids  Handling  and  Odor  Control  Projects; 
and  be  it  further 

RESOLVED,  That  the  Manager  of  the  Bureau  of  System  Planning  and  Regulatory  Compliance  be 
authorized  to  negotiate  and  execute  a  contract  for  the  preparation  of  the  required  environmental  evaluation 
documents  and  that  said  contract  and  other  efforts  in  support  of  environmental  review  shall  not  exceed 
$1,000,000  (One  Million  Dollars). 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  SEP  151998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 


Resolution  No.  98-0234 


RESOLVED,  That  on  recommendation  of  the  Director  of 
Public  Utilities,  the  Deputy  Director  of  Finance,  Administration 
and  Personnel,  and  the  City  Attorney,  this  Commission  hereby 
recommends  that  the  Board  of  Supervisors  resolve  and  settle  the 
claims  listed  below  on  the  term  specified  below. 


Case  Name  Case  Number  Amount 


ALLSTATE  INS.   SUBROGEE  OF 

QUENTIN  THOMPSON  97  W  6026-2  $7,713.50 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission 
at  its  meeting  of   SEP  l5  1998  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 
RESOLUTION  QS-Q^SS  

RESOLVED,  That  on  recommendation  of  the  General  Manager  of  the  Public 
Utilities  Commission,  and  the  City  attorney,  this  Commission  hereby  recommends  that 
the  Board  of  Supervisors  resolve  and  settle  the  claim  listed  below  on  the  terms  specified 
below. 

Case  Name  Case  Number  Amount 

KATZ,Abram  Claim  No.  98-01229  $30,000 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  public  Utilities 
Commission  at  its  meeting  of        SEP  1  5  1998 


Secretary,   Public  Utilities  Commssion 
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MINUTES 

PUBLIC  UTILITIES  COMMISSION 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 


Willie  L.  Brown,  Jr. 
MAYOR 


SPECIAL  MEETING 

September  29, 1998 
1:00  P.M. 
Room  402 
1155  Market  Street,  Fourth  Floor 


COMMISSIONERS 

Ann  Moller  Caen,  President 
Robert  K.  Werbe,  Vice  President 
E.  Dennis  Normandy 
Victor  G.  Makras 
Frank  L.  Cook 


DEPARTMENTS 

Water  Department 

City  Distribution  Division 
Water  Supply  «&  Treatment 

Hetch  Hetchy 

Clean  Water  Program 
Water  Pollution  Control 


BUREAUS 

Commercial  Land  Management 
Customer  Service 

Environmental  Regulation  and  Management 
Finance 

Management  Information  Systems 

Personnel  and  Training 

System  Planning  and  Regulatory  Compliance 

Utilities  Engineering  Bureau 

Water  Quality 


Anson  B.  Moran 
GENERAL  MANAGER 


Romaine  A.  Boldridge 
SECRETARY 


98-226 


Call  to  Order:         1:06  P.M. 


Present  -  President  Ann  Moller  Caen,  Vice  President  Robert 
Werbe,  Commissioner  E.  Dennis  Normandy,  Commissioner 
Victor  G.  Makras,  Commissioner  Frank  L.  Cook 


Approval  of  Minutes 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Normandy  to  approve 
the  Minutes  for  the  PUC  meetings  listed  below;  passed  (5-0)  unanimously. 

a)  Regular  meeting  of  August  11 ,  1 998 

b)  Special  Meeting  of  August  25,  1 998  -  2:30  P.M. 

c)  Special  Meeting  of  August  25,  1998  -  4:00  P.M. 

d)  Special  Meeting  of  September  3,  1 998 


Communications 
No  action  was  taken. 


Introduction  of  Old/Ongoing  Business  by  Commissioners 

Commissioner  Caen  inquired  about  the  policy  requested  by  the  Commission  regarding 
contract  renewal.  Mr.  Moran  responded  that  the  matter  was  incorporated  in  Item  7CC, 
Consideration  of  a  Policy  on  Contracting  Procedure. 


Introduction  of  New  Business  by  Commissioners 

There  was  no  new  business  introduced  by  Commissioners. 


Report  of  the  General  Manager 

Michelle  Pla,  Acting  Manager  of  the  Bureau  of  System  Planning  &  Regulatory 
Compliance,  reported  that  two  PUC  offices  were  awarded  the  much  coveted  ^ea^ 
Performance  Award  by  the  American  Metropolitan  Sewerage  Agencies  (AMSA)  in 
recognition  of  complete  and  consistent  national  pollutant  discharge  elim.natK^n^^^^^^^^ 
permit  compliance  during  1997.  The  Gold  Award  was  given  to  the  Oceanside  W^^^^ 
Pollution  Control  Plant  and  the  Silver  Award  went  to  the  Southeast  Water  Pollution 
Control  Plant. 
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John  Roddy,  Deputy  City  Attorney,  introduced  Theresa  Mueller,  who  recently  joined 
the  PUC  legal  team  as  counsel  for  energy  related  matters. 


Public  comments  on  matters  that  were  not  on  today's  agenda. 

Tom  Mayer,  former  owner  of  Roxy  Cinema  and  Former  President  of  North  Misj 
Association,  requested  that  the  Commission  expedite  the  repair  of  street  lights 
Capp  Street  between  15''  and  26"^  Streets. 


REGULAR 


Adopting  environmental  findings  in  connection  with  approval  and  recommendation  of 
the  Mission  Bay  North  and  Mission  Bay  South  Interagency  Cooperation  Agreements. 

A  transcript  of  the  discussion  of  agenda  items  9,  1 0  and  11  is  made  a  part  of  these 
minutes. 

David  Prowler  Project  Manager  for  the  Mayor's  Office,  presented  an  overview  of  the  , 
Mission  Bay  Development  project  and  process.  Mr.  Prowler  showed  maps  of  Mission 
Bay  today  and  the  proposed  land  uses.  He  stated  that  the  agenda  item  was  asking 
PUC  to  approve  the  environmental  findings  and  mitigation  measures  in  connection 
with  the  approval  of  the  Mission  Bay  North  and  Mission  Bay  South  Redevelopment 
projects  He  spoke  of  the  proposal  to  separate  storm  water  from  wastewater  south  of 
the  channel  and  to  use  a  high  efficiency  vacuum  truck  that  would  clean  the  streets. 
He  said  storm  water  drainage  will  go  through  two  to  three  levels  of  treatment  before  it 
goes  to  the  bay. 

In  response  to  Commissioner  Makras'  concem  regarding  financing  for  the  project,  Mr. 
Prowler  stated  that  sewer  rates  would  not  be  increased  but  the  increase  in  property 
tax  revenues  when  the  project  is  fully  developed  would  pay  for  the  new  infrastructure 
Catellus  Development  Corporation  would  front  the  money  and  use  it  for  development 
of  the  infrastructure.  The  City  will  buy  the  infrastructures  once  we  start  getting 
increments  generated  from  new  taxes. 

Commissioner  Werbe  inquired  about  toxic  clean  up  of  the  area  particularly  those  sites 
intended  for  parks  and  playgrounds.  Elaine  Warren,  Deputy  City  Attomey,  responded 
that  Catellus  Development  Corporation  did  a  detailed  investigation  of  the  property  and 
determined  that  the  property  is  not  that  toxic  as  it  is.  For  playgrounds  and  places  that 
are  uncovered,  she  said  they  would  decontaminate  the  surface  and  put  clean  fill  over 
it  She  noted  that  the  approach  taken  by  the  Regional  Board  and  the  State 
Department  of  Toxic  Substances  Control  was  that  they  will  require  selective  removal 
of  contaminants  on  areas  defined  as  hot  spots.    Commissioner  Makras  asked 
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whether  the  same  clean  up  standard  used  for  developments  in  Mission  Bay  would 
apply  to  developments  throughout  all  of  San  Francisco.  Ms.  Warren  replied  that  this  is 
pretty  much  the  policy  being  applied.  This  site  is  unusual  in  that  the  Regional  Water 
Board  is  overseeing  the  site.  Typically,  the  City's  Department  of  Public  Health  would 
oversee  the  cleanup.  She  said  that  one  of  the  features  of  this  approach  is  that  the 
property  would  have  a  deed  restriction  recorded  on  it  so  that  the  restriction  would  be 
passed  from  owner  to  owner. 

Doug  Gardner,  Senior  Vice  President  of  Catellus,  stated  that  the  firm  had  been  asked 
to  fund  improvements  at  the  Southeast  Plant  and  will  give  $5  million  for  odor  control. 

David  Conejo  of  Catellus  Development  Corporation,  talked  about  the  use  of  Vortex 
truck  that  will  be  used  to  clean  the  streets.  Commissioner  Makras  requested  that 
Catellus  provide  a  separate  explanation  that  using  one  truck  is  adequate  for  this 
purpose. 

The  following  individuals  commented  regarding  Items  9,  10,  and  11.  Corrine  Woods, 
member  of  the  Mission  Bay.Citizens  Advisory  Committee,  expressed  support  for  the 
Mission  Bay  Development  Plan.  Jeff  Marmer,  representing  the  Coalition  for  Better 
Wastewater  Solutions,  commented  in  support  of  zero  sewer  discharge  to  Bayview, 
and  a  decentralized  sewage  treatment  system.  He  was  pleased  with  the  progress  of 
the  project  and  the  plan  to  separate  storm  water  and  waste  water. 

Commissioner  Werbe  expressed  concerns  about  voting  for  the  items. 

Commissioner  Normandy  commented  in  support  of  the  project  but  he  wanted  to  find 
out  more  about  the  street  cleaning  process  and  whether  there  are  redundancies  built 
into  the  system. 

Commissioner  Makras  urged  the  Commission  to  approve  the  three  agenda  items.  He 
said  that  he  felt  the  Environmental  Impact  Report  and  the  mitigation  measures  were 
adequate  and  that  the  developer  would  use  innovative  ways  to  address  storm  and 
wastewater  concerns. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  adopt  Item  9; 
passed  (4-1).  Commissioner  Werbe  voted  no. 

Resolution  No.  98-0236:    Adopting  environmental  findings  (and  a  statement  of 

overriding  considerations)  pursuant  to  the  California 
Environmental  Quality  Act  (CEQA)  in  connection  with 
approval  and  recommendation  of  the  Mission  Bay  North 
and  Mission  Bay  South  Interagency  Cooperation 
Agreements. 
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10.     Approving  the  Mission  Bay  North  Interagency  Cooperation  Agreement. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
10;  passed  (4-1).  Commissioner  Werbe  voted  no. 

Resolution  No.  98-0237:    Approving  the  Mission  Bay  North  Interagency  Cooperation 

Agreement;  and  recommending  approval  of  the  Agreement 
to  the  Mayor,  the  Board  of  Supervisors,  and  the  Director  of 
Public  Works. 


1 1 .     Approving  the  Mission  Bay  South  Interagency  Cooperation  Agreement. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Normandy,  to  adopt 
Item  11;  passed  (4-1).  Commissioner  Werbe  voted  no. 

Resolution  No.  98-0238:    Approving  the  Mission  Bay  South  Interagency  Cooperation 

Agreement;  and  recommending  approval  of  the  Agreement 
to  the  Mayor,  the  Board  of  Supervisors,  and  the  Director  of 
Public  Works. 


1 2.     Adopting  the  1 998/99  Housing  Budget.  (Continued  from  the  meeting  of  August  1 1 , 
1998). 

Jim  Barkenhaus,  Member  of  PUC  Housing  Committee,  representing  employees  who 
are  residents  of  Peninsula  and  East  Bay  housing,  commented  that  increasing  the  rent 
would  cause  financial  burden  to  the  current  housing  occupants. 

Patricia  Jackson,  representative  from  SEIU,  Local  790,  urged  the  Commission  to 
follow  the  meet  and  confer  process  before  the  Commission  takes  action  on  this 
matter  Mr  Moran  responded  that  the  resolution  directs  staff  to  pursue  the  proposal 
and  retum  to  the  Commission  for  final  action.  Staff  will  meet  and  confer  with  the  union 
before  returning  to  the  Commission. 

Commissioner  Makras  expressed  support  for  the  resolution.  He  noted  that  he  would 
support  compensating  employees  for  the  services  they  provide.  Commissioner 
Normandy  expressed  his  support  for  the  resolution  based  on  the  proviso  that  the 
Commission  will  conduct  the  review  on  a  case  by  case  basis. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
12;  passed  (5-0)  unanimously. 
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Resolution  No  98-0239:    Adopting  the  1998/99  Housing  Budget;  charging  the 

discount  rent  of  $50.00  per  room  per  month;  and  directing 
the  General  Manager  of  Public  Utilities  to  develop  options 
for  the  use  of  "Excess"  housing,  solicit  the  services  of  a 
property  manager  to  manage  the  PUC's  residential 
properties,  and  conclude  discussions  regarding  charging 
full  market  rents  and  charging  for  utilities. 


Review  of  PUC  overtime  spending  and  policies  and  procedures  for  managing  the  use 
of  overtime. 

Phil  Amold  from  the  Bureau  of  Finance  reported  that  PUC  spent  $4  million  worth  of 
overtime  in  the  past  year.  Overtime  work  was  spent  on  emergency  response,  planned 
overtime,  and  covering  for  vacant  positions. 

Commissioner  Werbe  requested  a  list  of  employees  who  have  worked  more  than  20% 
overtime.  v  ■ 

Lawrence  Klein,  General  Manager  of  Hetch  Hetchy  Water  &  Power  reported  that 
Hetch  Hetchy  Water  &  Power  spent  3%  of  total  PUC  salaries  or  $273,000  in  overtime. 

Commissioner  Cook  inquired  about  the  possibility  of  changing  the  work  schedule  to 
10-hour  shift  rather  than  a  12-hour  shift.  Staff  will  submit  a  summary  of  pros  and  cons 
for  the  10  and  12-hour  work  shifts. 

Cheryl  Davis  Water  Supply  &  Treatment  Division  Manager,  reported  that  her  division's 
overtime  expenditure  was  required  in  their  normal  operations  and  the  major  portion  of 
overtime  worked  was  to  implement  the  pipeline  inspection  program. 

Tony  Flores,  Manager  of  the  City  Distribution  Division,  reported  that  overtime  hours 
spent  by  CDD  totaled  $2.03  million,  50%  of  PUC's  total  overtime  expense.  Overtime 
work  was  attributable  to  the  aging  system,  restrictions  to  do  street  work  outside  the 
normal  business  hours,  and  covering  for  vacant  positions. 

Commissioner  Normandy  suggested  focusing  on  round  the  clock  work  which  is  more 
visible  to  the  public  and  be  pro  active  in  letting  the  public  know  that  emergency  work  is 
the  primary  cause  of  overtime  at  PUC. 

President  Caen  directed  staff  to  retum  to  the  Commission  with  a  recommendation  on 
how  we  could  speed  up  filling  vacant  positions  and  to  submit  monthly  reports.  She 
expressed  interest  in  coming  up  with  a  breakpoint  to  determine  whether  it  is  cheaper 
to  pay  overtime  than  filling  vacant  positions. 

President  Makras  suggested  that  each  department  request  an  adequate  amount  for 
overtime  expenditure  for  a  project  to  avoid  going  over  the  budget. 
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14. 


Extending  the  Energy  Services  Agreement  with  the  State  of  California  for  an  additional 
year. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Werbe.  to  adopt  Item  14; 
passed  (5-0)  unanimously. 

Resolution  No  98-0240:    Authorizing  the  General  Manager  of  Hetch  Hetchy  Water 
Resolution  ino.  ^^^^^    ^^^^^^      ^^^^^^  Se^\ces  Agreement  with 

the  State  of  California  for  an  additional  year. 


1 5      Authorizing  a  five-year  agreement,  with  Westem  Area  Power  Administration  (WAPA) 
to  purchase  low  cost  Federal  National  Defense  Authorization  (NDA)  Act  power. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Werbe,  to  adopt 
Item  15;  passed  (5-0)  unanimously. 

Resolution  No.  98-0241 :    Authorizing  the  General  Manager  of  Public  Utilities  to  enter 

into  a  five-year  agreement,  with  Western  Area  Power 
Administration  (WAPA)  expiring  December  31,  2004,  to 
purchase  low  cost  Federal  National  Defense  Authonzation  ^ 
(NDA)  Act  power  at  a  value  not  to  exceed  $2,500,000. 

16.     Authorizing  an  interconnection  agreement  with  the  Port  of  Oakland  to  facilitate  the 
delivery  of  low-cost  NDA  power  to  Treasure  Island  and  Yerba  Buena  Island. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
16;  passed  (5-0)  unanimously. 

Resolution  No.  98-0242:    Authorizing  the  General  Manager  of  P^^lic  Utilitie^^^^^^ 

into  a  long  term  interconnection  agreement  with  the  Port  ot 
Oakland  to  facilitate  the  delivery  of  low  cost  Federal 
National  Defense  Authorization  Act  power  from  the 
Western  Area  Power  Administration  to  Treasure  Island  and 
Yerba  Buena  Island. 
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1 7.     Ratifying  the  Declaration  of  Emergency  made  by  the  President  of  the  Public  Utilities 
Commission  for  Clean  Water  Contract  No.  CW-176. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Cook,  to  adopt  Item  17; 
passed  (5-0)  unanimously. 

Resolution  No.  98-0243:    Ratifying  the  Declaration  of  Emergency  made  by  the 

President  of  the  Public  Utilities  Commission  for  Clean 
Water  Contract  No.  CW-176,  Vallejo  Street  Emergency 
Sewer  Replacement,  and  requesting  the  Board  of 
Supervisors  to  approve  the  expenditure  of  funds. 


LEASES  AND  PERMITS 


1 8.     Authorizing  a  revocable  permit  with  the  City  of  Burlingame  to  conduct  geotechnical 
excavation  on  the  westerly  portion  of  the  Siiva  tract  property  in  Milibrae. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
18;  passed  (5-0)  unanimously. 

Resolution  No.  98-0244:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  revocable  permit  with  the  City  of  Burlingame  to 
inspect  a  30-inch  cross  connection  pipeline  and  conduct 
geotechnical  excavation  on  the  westerly  portion  of  the  Silva 
tract  property  in  Milibrae. 


CONSTRUCTION  CONTRACTS 


Advertise 

19.     Authorizing  advertisement  for  proposals  for  Clean  Water  Contract  No.  CW-1 61 . 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Werbe,  to  adopt  It 
19;  passed  (5-0)  unanimously. 

Resolution  No  98-0245:    Approving  the  final  plans  and  specifications  for  Clean 

Water  Contract  No.  CW-1 61 ,  5'*^  Avenue/  21'* 
Avenue/California  Street  Sewer  Replacement;  and 
authorizing  advertisement  for  proposals. 
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Award 


20.     Awarding  the  San  Francisco  Water  Department  Contract  No.  WD-2247.  (Continued 
from  the  meeting  of  September  15,  1998). 

Mr  Hintze  reported  that  as  directed  by  the  Commission,  staff  renegotiated  the  price 
with  the  contractor  and  they  agreed  to  cut  it  down  by  $25,000.  He  said  the  pnce  was 
originally  cut  by  $96,000  when  the  item  first  came  to  the  Commission.  He  noted  that  a 
written  explanation  about  the  unusual  nature  of  the  work  was  also  submitted  by  staff 
at  the  request  of  the  Commission. 

Commissioner  Makras  commented  that  he  understood  the  importance  and  urgency  of 
the  work  but  he  was  concemed  about  the  large  disparity  in  the  engineer's  estimate 
and  the  actual  job.  He  was  also  concemed  about  the  lowest  bidder  being  rejected 
from  the  bid. 


Commissioner  Normandy  indicated  that  he  would  support  the  resolution  given  the 
emergency  nature  of  work,  there  is  no  exposure  to  the  City,  and  the  direction  of  the 
Commission  had  been  met  in  negotiating  the  contract  price. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Normandy,  to  adopt 
Item  20;  passed  (4-1).  Commissioner  Makras  voted  no. 

Resolution  No  98-0246:    Awarding  the  San  Francisco  Water  Department  Contract 

No.  WD-2247,  BDPL  Nos.  1  and  2  Timber  Trestle  and 
Valve  House  Repairs  -  Contract  4  of  5,  in  the  amount  of 
$1,020,900  to  the  lowest  responsive  and  responsible 
bidder,  Miller/Thompson  Constructors,  Inc. 


21 .     Awarding  Hetch  Hetchy  Contract  No.  HH-883. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Makras,  to  adopt  the 
resolution  for  the  base  bid  only;  passed  (4-0)  unanimously.  Commissioner  Normandy 
was  excused  from  3:52  p.m.  to  3:55  p.m.  and  was  absent  dunng  the  vote. 

Resolution  No.  98-0247:    Awarding  Hetch  Hetchy  Contract  No.  HH-883,  Hetch 

Hetchy  Water  and  Power  Roofing  Project  to  the  lowest 
responsive  bidder.  Pioneer  Roofing  Organization. 
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Close 


22.  Accepting  the  work  performed  under  Hetch  Hetchy  Contract  HH-838,  Holm  Penstock 
Slope  Stabilization  as  complete;  approving  Contract  Modification  No.  1  in  the  amount 
of  $36,71 1 .85  and  contract  extension  of  65  days;  and  approving  final  payment  in  the 
amount  of  $40,100  to  the  contractor,  Engineered  Soil  Repairs,  Inc. 

Item  22  was  removed  from  the  agenda. 


PROFESSIONAL  SERVICE  CONTRACTS 


Note:  Commissioner  Normandy  returned  at  3:55  p.m. 
Advertise  : 

23.     Authorizing  the  General  Manager  of  Hetch  Hetchy  Water  &  Power  to  solicit  proposals 
from  qualified  firms  to  provide  as-needed  energy  engineering  services  to  support 
Hetch  Hetchy/Bureau  of  Energy  Conservation  programs,  for  a  total  cost  not  to  exceed 
$920,000  over  four  years. 

Commissioner  Werbe  inquired  about  the  purpose  of  hiring  a  consultant  to  assist  in 
energy  conservation.  Mr.  Lawrence  T.  Klein,  General  Manager  of  Hetch  Hetchy  Water 
&  Power,  noted  that  the  consultant  reviews  the  designs  by  contractors  and  engineers 
to  make  sure  that  they  include  the  latest  energy  efficient  technology.  Commissioner 
Werbe  stated  that  design  engineers  should  already  know  the  latest  technology.  Mr. 
Terry  O'Sullivan  from  the  Bureau  of  Energy  Conservation  (BEC)  stated  that  through 
this  program  BEC  was  able  to  do  the  groundwork  of  bringing  buildings  up  to  the  latest 
technology  that  departments  otherwise  would  not  have  the  money,  time  or  expertise  to 
do. 

Commissioner  Makras  noted  that  he  understood  the  wisdom  of  the  program  but  he 
was  concerned  about  subsidizing  other  departments'  projects.  As  an  option  to  hiring  a 
consultant,  he  suggested  adopting  a  resolution  urging  the  Board  of  Supervisors  to 
direct  departments  to  use  state-of-  the-art,  energy  efficient  fixtures.  He  also 
suggested  sending  this  type  of  work  to  the  Department  of  Public  Works. 

Commissioner  Normandy  requested  staff  to  provide  detailed  information  on  the  source 
of  the  $7  million  savings,  who  benefits  from  the  savings,  and  what  additional  earnings 
could  be  used  to  offset  the  $920,000  for  consultant's  services. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Normandy,  to  continue 
Item  23  to  the  call  of  the  Chair;  passed  (5-0)  unanimously. 
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Amend 


24.     Amending  the  professional  services  contract  with  The  Planning  Collaborative. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Cook,  to  adopt  Item  24; 
passed  (5-0)  unanimously. 

Resolution  No.  98-0248:    Amending  the  professional  services  contract  with  The 

Planning  Collaborative  in  the  amount  of  $330,000  to 
complete  the  documentation  and  processing  of  the  Bernal 
Property  land  use  and  providing  support  services  for  the 
possible  disposition  of  the  property;  and  eliminating  the 
payment  retainage  to  allow  full  reimbursement  to  sub 
consultants. 


CLOSED  SESSION 

The  Commission  went  in  Closed  Session  at  4:15  p.m.  to  discussed  the  following  Closed 
Session  matters: 

25  Conference  with  Legal  Counsel  -  Pursuant  to  Govemment  Code  Section  54956.9(b)(c) 
'  and  Conference  with  Real  Property  Negotiator  -  Pursuant  to  Govemment  Code  .Section 
54956.8: 

Anticipated  Litigation:  As  Plaintiff  and  as  Defendant 

Property:  500+  acres  of  San  Francisco  Water  Department  property  on 

Bernal  Avenue  in  Alameda  County. 
Parties  Negotiating:  Nelson/Lymburn/Thompson/Malamut 

City  of  Pleasanton 
Under  Negotiations:     Terms  and  Conditions 

No  action  was  taken. 


26.  Conference  with  Real  Property  Negotiator  -  Pursuant  to  Govemment  Code  Section 
54956.8: 


Property: 

Parties  Negotiating: 
Lessee: 

Under  Negotiation: 


Portions  of  Parcel  65  in  Sunol,  Alameda  County 
CCSF  -  Dowd/Sullivan/Milstein 
Mission  Valley  Rock/RMC  Lonestar 
Price  and  Terms 


No  action  was  taken. 
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27.  Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 


Property:  Bay  Division  Pipeline  1  and  2  right  of  way,  Parcel  2007(1 ),  Menio 

Park 

Parties  Negotiating:      CCSF  -  Dowd/Sullivan 
Grantee:  Hansen  PSC,  Inc. 

Under  Negotiation:       Price  and  Terms 

No  action  was  taken. 


28.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 

Existing  Litigation:       Allstate  Insurance  Company  Subrogee  of  Barbara  Goad,  Claim 

No.  96-W-5058-2. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Werbe,  to  approve  a 
settlement  for  Item  28;  passed  (5-0)  unanimously. 

Resolution  No.  98-0249:       Approving  a  settlement  in  the  claim  of  Allstate  Insurance 

Company,  Subrogee  of  Barbara  Goad,  Claim  No.  96-W- 
5058-2. 


29.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 


There  were  none. 


30.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
above  as  Conference  with  Legal  Counsel. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Werbe,  to  assert  the 
attorney-client  privilege  (4-0)  unanimously.  Commissioner  Cook  was  excused  at  4:15 
during  the  vote. 

At  5:25  P.M.,  the  Public  Utilities  Commission  reconvened  in  open  session 
Commissioner  Caen  was  excused  at  5:25  p.m.  Commissioner  Werbe  presided. 
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31 .  Announcement  following  Closed  Session. 

Romaine  A.  Boldridge,  Commission  Secretary,  announced  the  actions  taken  during  the 
Closed  Session. 

32.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  not  to  disclose 
the  discussion  during  the  Closed  Session  except  to  make  the  following  statement 
relative  to  Item  27;  passed  (4-0)  unanimously. 

Commissioner  Makras  stated  that  the  Commission  desires  to  preserve  the  PUC's  right  of 
way,  generally  the  80-foot  wide  strip  of  land  from  San  Francisco  all  the  way  to  Hetch 
Hetchy  and  that  no  sales  take  place  of  any  land  reserving  easement  rights.  He  said  the 
Commission's  goal  is  to  protect  that  strip  of  land  to  make  it  pristine  in  the  long  run.  He 
stated  further  that  the  Commission  was  aware  that  there  are  certain  encroachments  that 
have  happened  over  the  years  and  the  Commission's  ultimate  goal  is  to  remove  all  the 
encroachments  and  have  free,  clear  title  all  the  way  through  without  interruption.  He 
said  that  this  does  not  preclude  the  Commission  from  looking  at  revenue  enhancements 
particularly  to  all  real  estate  that's  not  the  80-foot  strip  of  land. 

Thereupon,  the  meeting  was  adjourned:         5:29  P.M. 


Romaine  A.  Boldridge 
Secretary 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0236 


WHEREAS,  the  proposed  Mission  Bay  North  and  South  Redevelopment  Areas  are  generally 
bounded  by  Townsend  Street,  Seventh  Street  and  Interstate  280,  Mariposa  Street,  Terry  A.  Francois 
Boulevard  and  Third  Street  ("Plan  Areas");  and 

WHEREAS,  the  Plan  Areas  comprise  approximately  303  acres  of  an  underutilized  and 
underdeveloped  industrial  area  characterized  by  deteriorated,  obsolete  or  dysfunctional  buildings  and  a 
lack  of  infrastructure  in  the  Mission  Bay  South  Project  Area;  and 

WHEREAS,  the  Planning  Department  ("Department")  and  the  Redevelopment  Agency 
("Agency")  have  undertaken  a  planning  and  environmental  review  process  for  the  proposed  Plan  Areas 
and  other  uses  in  the  Plan  Areas  and  provided  for  appropriate  public  hearings  before  the  Planning 
Commission  and  the  Redevelopment  Agency  Commission;  and 

WHEREAS,  this  Public  Utilities  Commission  has  reviewed  and  has  been  requested  to  be  part 
of  the  proposed  Interagency  Cooperation  Agreements  for  Mission  Bay  North  and  South 
Redevelopment  Plan  Areas,  which  agreements  are  necessary  for  the  implementation  of  the  Mission  Bay 
North  and  Mission  Bay  South  Redevelopment  Plans;  and 

WHEREAS,  the  actions  listed  in  Attachment  A  hereto  (the  "Actions")  are  part  of  a  series  of 
considerations  in  connection  with  adoption  of  the  Redevelopment  Plans  and  various  implementation 
actions  (the  "Project"),  as  more  particularly  defined  in  Attachment  A  hereto,  of  which  approval  of  the 
Interagency  Cooperation  Agreements  for  Mission  Bay  North  and  Mission  Bay  South  Redevelopment 
Plans  form  a  part;  and 

WHEREAS,  on  April  11,  1998,  the  Department  and  the  Agency  released  for  public  review  and 
comment  the  Draft  Subsequent  Environmental  Impact  Report  for  the  Project;  and 

WHEREAS,  the  Planning  Commission  and  the  Redevelopment  Agency  Commission  held  a 
joint  public  hearing  on  the  Draft  Environmental  Impact  Report  on  May  12,  1998  and  ftirther  written 
public  comments  were  received  until  5:00  p.m.  on  June  9,  1998;  and 

WHEREAS,  a  Final  Subsequent  Environmental  Impact  Report  ("FSEIR")  for  the  Project  has 
been  prepared  by  the  Department  and  Agency  consisting  of  the  Draft  Environmental  Impact  Report, 
the  comments  received  during  the  review  period,  any  additional  information  that  became  available  and 
the  Draft  Summary  of  Comments  and  Responses,  all  as  required  by  law;  and 

WHEREAS,  the  FSEIR  files  and  other  Project-related  Department  and  Agency  files  have  been 
available  for  review  by  this  Public  Utilities  Commission  and  the  public,  and  those  files  are  part  of  the 
record  before  this  Public  Utilities  Commission;  and 
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WHEREAS,  on  September  17,  1998,  the  Planning  Commission  and  the  Redevelopment 
Agency  Commission  reviewed  and  considered  the  FSEIR  and,  by  Motion  No.  14696  and  Resolution 
No.  182-98,  respectively,  found  that  the  contents  of  said  report  and  the  procedures  through  which  the 
FSEIR  was  prepared,  publicized  and  reviewed  complied  with  the  provisions  of  the  California 
Environmental  Quality  Act  ("CEQA")  and  the  CEQA  Guidelines  and  Chapter  3 1  of  the  San 
Francisco  Administrative  Code;  and 

WHEREAS,  by  Motion  No.  14696  and  Resolution  No.  182-98,  the  Planning  Commission  and 
the  Redevelopment  Agency  Commission,  respectively,  found  that  the  Final  Environmental  Impact 
Report  was  adequate,  accurate  and  objective,  reflected  the  independent  judgment  and  analysis  of  each 
Commission  and  that  the  summary  of  Comments  and  Responses  contained  no  significant  revisions  to 
the  draft  Subsequent  Environmental  Impact  Report,  adopted  findings  of  significant  impacts  associated 
with  the  Project  and  certified  the  completion  of  the  Final  Subsequent  Environmental  Impact  Report 
for  the  Project  in  compliance  with  CEQA  and  the  CEQA  Guidelines;  and 

WHEREAS,  the  Department  and  Agency  prepared  proposed  Findings  for  the  Public  Utilities 
Commission's  consideration,  as  required  by  CEQA,  regarding  the  alternatives  and  variants,  mitigation 
measures  and  significant  environmental  impacts  analyzed  in  the  FSEIR,  overriding  considerations  for 
approving  the  Project  including  all  of  the  actions  listed  in  Attachment  A  hereto,  and  a  proposed 
mitigation  monitoring  program,  attached  as  Exhibit  1  to  Attachment  A,  which  material  was  made 
available  to  the  public  and  this  Public  Utilities  Commission  for  the  Public  Utilities  Commission's 
review,  consideration  and  actions;  now,  therefore,  be  it 

RESOLVED,  that  the  Public  Utilities  Commission  has  reviewed  and  considered  the  FSEIR  and 
hereby  adopts  the  Project  Findings  attached  hereto  as  Attachment  A,  including  its  Exhibits  1  and  2, 
and  incorporates  the  same  herein  by  this  reference. 
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/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  September  29,  1998 

Secretary,  Public  Utilities  Commission 


EXHIBIT  1 


MISSION  BAY  FSEIR 
MITIGATION  MONITORING  AND  REPORTING  PROGRAM 


INTRODUCTION 

Assembly  Bill  (AB)  3180  was  enacted  by  the  State  Legislature  to  provide  a 
mechanism  to  ensure  that  mitigation  measures  adopted  through  the  California 
Environmental  Quality  Act  (CEQA)  process  are  implemented  in  a  timely  manner  and  in 
accordance  with  the  terms  of  project  approval.  Under  AB  3180,  local  agencies  are 
required  to  adopt  a  monitoring  or  reporting  program  "designed  to  ensure  compliance 
during  project  implementation." 

The  Mission  Bay  FSEIR  Mitigation  Monitoring  and  Reporting  Program 
("Mitigation  Monitoring  Program"),  pursuant  to  AB  3180  and  CEQA  section  21081.6  and 
CEQA  Guidelines  Section  15091.  provides  the  basic  framework  thnDugh  which  adopted 
mitigation  measures  will  be  monitored  to  ensure  implementation.  The  full  text  of  the 
measures  as  they  appear  in  the  FSEIR  is  contained  in  Exhibit  2  to  the  Mission  Bay 
CEQA  Findings. 

ORGANIZATION 

The  Mission  Bay  Mitigation  Monitoring  Program  is  organized  in  a  table  format, 
keyed  to  each  adopted  FSEIR  mitigation  measure.  For  each  measure,  the  table: 

1)  identifies  whether  the  measure  applies  to  Mission  Bay  North  and/or 
Mission  Bay  South  (see  FSEIR  text  for  more  specific  information 
regarding  allocation); 

2)  lists  the  mitigation  measure; 

3)  specifies  the  party  responsible  for  implementing  the  measure; 

4)  establishes  a  schedule  for  mitigation  implementation; 

5)  assigns  mitigation  monitoring  responsibility;  and 

6)  establishes  monitoring  actions  and  a  schedule  for  mitigation  monitoring. 
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IMPLEMENTATION 

Where  the  implementing  party  is  "Owner,"  that  term  has  the  meaning  set 
forth  in  the  Mission  Bay  North  or  Mission  Bay  South  Owner  Participation  Agreement 
between  the  San  Francisco  Redevelopment  Agency  ("Agency")  and  Cateilus 
Development  Corporation,  as  applicable.  Where  Owner  is  listed  as  the  party 
responsible  for  implementation,  responsibility  is  allocated  to  the  Owner  only  as 
applicable  with  respect  to  Owner  Improvements  as  defined  in  the  Mission  Bay  North 
and  Mission  Bay  South  Owner  Participation  Agreements.  The  term  "other  developers" 
shall  refer  to  any  owner,  developer  or  tenant,  as  applicable,  other  than  Owner,  including 
the  Agency  and  the  City,  which  may  be  constructing  or  operating  a  project  in  Mission 
Bay  North  or  Mission  Bay  South. 

While  the  Mitigation  Monitoring  F'ogram  generally  outlines  the  actions, 
responsibilities,  and  schedule  for  mitigation  monitoring,  it  does  not  attempt  to  specify 
the  detailed  procedures  to  be  used  to  verify  implementation  (e.g.,  interactions  betv/een 
the  Agency  and  City  departments,  use  of  private  consultations,  signed-off  on  plans, 
certification  by  project  sponsors,  site  inspections,  etc.).  Specific  monitoring  procedures 
are  either  contained  in  approval  documents  or  will  be  developed  at  a  later  date,  closer 
to  the  time  the  mitigation  measures.will  actually  be  implemented.  Tables  1-3  (for  both 
the  North  and  South  Plan  Areas)  attached  to  Exhibit  1  contain  cumulative  development 
thresholds  that  would  trigger  certain  transportation  improvements.  As  described  in  the 
Mission  Bay  North  and  Mission  Bay  South  Infrastructure  Plans,  Infrastructure,  including 
transportation  improvements,  generally  would  be  constructed  coincident  with  adjacent. 
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development.  However,  some  key  intersections  and  street  segments  could  reach 
congested  conditions  before  development  occurs  on  sites  adjacent  to  those 
intersections  or  street  segments  out  of  the  typical  adjacency  phase.  Therefore, 
thresholds  contained  in  Tables  1-3  attached  to  Exhibit  1  have  been  established  for 
transportation  infrastructure.  Additional  information  regarding  this  process  and  the 
thresholds  is  provided  in  the  Infrastructure  Plans. 

The  majority  of  the  measures  will  be  monitored  primarily  by  the  Agency,  the 
Department  of  Public  Works  {'DPW)  and/or  the  Department  of  Building  Inspection 
("DBl")  as  part  of  the  plan  review,  or  review  of  subdivision  and  parcel  maps,  and/or  site 
penmit  processes.  Where  the  terms  Project,  Major  Phase,  Certificate  of  Occupancy  and 
Infrastructure  are  used  herein,  those  terms  have  the  meaning  and  content  set  forth  in 
the  Mission  Bay  North  and  Mission  Bay  South  Owner  Participation  Agreements.  Where 
the  term  "site  permit"  is  used  herein,  it  shall  refer  to  the  applicable  building  or  site  permit 
or  appropriate  addendum  thereto. 
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Tables  1-3  (North  Plan  Area) 
MITIGATION  MONITORING  AND  REPORTING  PROGRAM 


TABLE  1.  MISSION  BAY  PM  PEAK  HOUR  VEHICLE  TRIP  GENERATION 

RATES 


Project  Areas 


Land  Use  Type 


PM  Peak  Hour  Vehicle 
Trip  Rate 


Mission  Bav  North 


Retail 
Restaurant 
Residential 
Movie  Theater 


1.36  per  ksq.  ft. 
6.02  per  ksq.  ft. 
0.73  perd.u. 
0.06  per  seat 


Mission  Bay  South 


Retail 
Hotel 

Residential 
Office 

Research  &  Developmeni 
Large  Retail 


2.00  per  ksq.  ft. 
0.27  per  room 
0.81  perd.u. 
0.95  per  ksq.  ft. 
0.59  per  ksq.  ft. 
4.50  per  ksq.  ft. 


UCSF  Campus 


UCSF 
School 


0.61  per  ksq.  ft. 
0.05  per  student 


Notes: 

ksq.  ft.  =  1,000  square  feet 
d.u.  =  dwelling  unit 


Source:  Table  VI.  1,  p.  VI. 8,  Volume  II,  Draft  Mission  Bay  Subsequent  Environmental  Impact  Report 
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TABLE  2.  MISSION  BAY  NORTH:  INTERSECTION  DIPROVEMENT  THRESHOLDS 
BASED  ON  CUMULATIVE  PROJECT  PM  PEAK  HOUR  VEHICLE  TRIPS* 

Mission  Bay  PM  Peak  Hour 

Intersection       •    Measure  Vehicle  Trips  


Third/King 

Reconfigure  signal  &  widen  street. 

5,500 

Fourth/King' 

Reconfigure  signal  &  widen  street. 

5,500 

Fifth/King 

Narrow  median  &  reconfigure 
signal. 

8.200' 

Third/Berry 

New  signal  &  restripe  street. 

5,500 

Seventh/Berry 

Restripe  street. 

14,200' 

Third/TowTisend 

Restripe  street. 

10,400' 

Scvcnth/Townsend 

Restripe  street. 

8,200' 

Eighth/Townsend 

Intersection  reconstruction. 

8,200' 

Fourth/Berry' 

Reconfigure  signal. 

14,200' 

'When  Mission  Bay  developmeat  reaches  a  level  that  produces  the  number  of  p.m.  peak  hour  project  vehicle 
trips  shown,  the  interseaion  wDuld  need  to  include  the  measures  show-n  in  order  to  maintain  an  acceptable 
level  of  service. 

'  Improvements  may  be  needed  before  the  vehicle  threshold  indicated  because  of  conformity  with  MUNI 
Third  Street  Light  Rail  extension  construction. 

'  May  include  development  of  up  to  460,000  square  feet  of  commercial/industrial,  40,000  square  feet  of  cjt>-- 
serving  retail  and  90  dwelling  units  which  are  not  pan  of  the  Owner  Project  in  the  South  Plan  Area. ; 
'  May  include  development  of  up  to  1,064,000  square  feet  of  commercial/industrial,  90,000  square  feet  of 
city-serving  retail  and  90  dwelling  units  which  are  not  part  of  the  Owner  Project  in  the  South  Plan  Area. 

Source:  Table  VI.2.  p.VI.13  and  Table  VI.4,  p.VI.21,  Volume  II,  Draft  Mission  Bay  Subsequent 
Environmental  Impact  Report 
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TABLES.  MISSION  BAY  NORTH:  STREET  SEGMENT 
IMPROVEMENT  THRESHOLDS  BASED  ON  CUMULATIVE  PROJECT 


Street  Segment 

PM  Peak  Hour 

Vehicle  Trips 

King  Street  (eastboimd)  between  Fourth  and  Fifth  Streets 

5,500 

King  Street  (westbound)  between  Fifth  and  Berry  Streets 

5,500 

Third  Street  between  Berry  and  King  Streets 

5,500 

Fourth  Street  between  Townscnd  Street  and  Peter  Maloney  Bridge' 

5.500 

Berry  Street  extension  to  The  Common 

8,200^ 

vehicle  trips  shown,  the  intersection  would  need  to  include  the  measures  shown  in  order  to  maintain  an 
acceptable  level  of  service. 

'  Improvements  may  be  needed  before  the  time  indicated  because  of  conformity  with  MUNI  Third  Street 
Light  Rail  extension  construction. 

^  May  include  development  of  up  to  460,000  square  feet  of  commerciaL'industrial,  40,000  square  feet  of 
city-serving  retail  and  90  dwelling  units  which  are  not  pan  of  the  Owner  Project  in  the  South  Plan  Area. 


Source:  Table  VI. 3,  p.VI.16,  Volume  II,  Draft  Mission  Bay  Subsequent  Environmental  Lnpact  Report 
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Tables  1-3  rSouth  Plan  Area) 
MITIGATION  MONITORING  AND  REPORTING  PROGRAM 


TABLE  1.  MISSION  BAY  PM  PEAK  HOUR  VEHICLE  TRIP  GENERATION 

RATES 


Project  Areas 


Land  Use  Type 


PM  Peak  Hour  Vehicle 
Trip  Rate 


Mission  Bay  North 


Retail 
Restaurant 
Residential 
Movie  Theater 


1.36  per  ksq.  ft." 
6.02  per  ksq.  ft. 
0.75  perd.u. 
0.06  per  seat 


Mission  Bay  South 


Retail 
Hotel 
Residential 
Office 

Research  &  Development 
Large  Retail 


2.00  per  ksq.  ft. 
0.27  per  room 
0.81  perd.u. 
0.95  per  ksq.  ft. 
0.59  per  ksq.  ft. 
4.50  per  ksq.  ft. 


UCSF  Subarea 


UCSF 
School 


0.61  per  ksq.  ft. 
0.05  per  student 


Notes: 

ksq.  ft.  =  1,000  square  feet 
d.u.  =  dwelling  unit 


Source:  Table  p.  VI.8,  Volume  II,  Draft  Mission  Bay  Subsequent  Environmental 
Impact  Report. 
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TABLE  2.  MISSION  BAY  SOUTH:  INTERSECTION  IMPROVEMENT  THRESHOLDS 
BASED  ON  CUMULATIVE  PROJECT  P.M.  PEAK  HOUR  VEHICLE  TRIPS* 


Intersection 

Measure 

Mission  Bay  PM  Peak 
Hour  Vehicle  Trlnt 

Third/The  Common' 

New  signal. 

10,400* 

Third/South' 

New  signal. 

8,200' 

Third/Owens' 

New  signal. 

8,200' 

Third/ 1 6th 

Reconfigure  signal  &  widen  street. 

8,200' 

Third/Mariposa' 

Reconfigure  signal  &  widen  street. 

14,200^ 

Fourth/Owens' 

New  signal. 

8,200' 

Fourth/South 

New  signal. 

8,200* 

Fourth/16* 

New  signal. 

8,200' 

Fourth/Mariposa 

New  signal. 

8.200' 

Sevcnth/16 

New  signal  &  restripe  street. 

5,500 

Owcns/l6* 

New  signal. 

10,400' 

O\vcns/Mariposa/I-280  Off-ramp 

Reconfigure  signal. 

5,500 

1-280  On-ramp/Mariposa 

New  signal. 

10,400' 

Vermont/16* 

New  signal. 

2,600 

Potrcro/16* 

Restripe  street. 

.  8,200' 

Seventh/Brannan 

Restripe  street. 

■  15,400' 

Seventh/The  Common/Berry 
Connector^ 

New  signal,  railroad  crossing,  &  restripe  street. 

8,200' 

*  When  Mission  Bay  development  reaches  a  l.evel  that  produces  the  number  of  p.m.  peak  hour  project 
vehicle  trips  shown,  the  intersection  would  need  to  include  the  measures  shown  in  order  to  maintain 
an  acceptable  level  of  service. 

'  Improvements  may  be  needed  before  the  vehicle  threshold  indicated  to  conform  with  MUNI  Third 
Street  Light  Rail  extension  construction. 

This  Improvement  would  be  triggered  earlier  if  2,300  p.m.  peak  hour  vehicle  trips  were  generated  by 
Owner  and  UCSF  development  in  Mission  Bay  South  before  a  total  of  8,200  p.m.  peak  hour  vehicle 
trips  were  generated  by  all  development  in  Mission  Bay  as  a  whole. 

Remove  on-street  parking  and  restripe  within  the  existing  right  of  way  to  provide  two  (2)  lanes  for 
the  westbound  approach  and  adjust  signal  timing  by  the  end  of  a  project  development  that  produces 
5,500  p.m.  (evening)  peak  hour  vehicle  trips. 

May  include  development  up  to  460,000  square  feet  of  commercial/industrial,  40,000  square  feet  of 
city-serving  retail  and  90  dwelling  units  which  are  not  part  of  the  Owner  Project  in  the  South  Plan 
Area. 

'  May  include  development  of  up  to  1,064,000  square  feet  of  commercial/industrial,  90,000  square  feet 
of  city-serving  retail  and  90  dwelling  units  which  are  not  part  of  the  Owner  Project  in  the  South  Plan 
Area. 
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Source:  Table 'vi.2.  p.  VI.13  and  Table  VI.4,  p.  VI.21,  Volume  U.  Draft  Subsequent 
Environmental  Impact  Repon. 
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TABLE  3.  iMISSION  BAY  SOUTH:  STREET  SEGMENT  IMPROVEMENT  THRESHOLDS 
BASED  ON  CUMULATIVE  PROJECT  P.M.  (EVENING)  PEAK  HOUR  VEHICLE  TRIPS* 


Street  Segment 

Mission  Bay  PM  Peak 

Hour  Vehicle  Trips 

Fourth  Street  between  16*  and  Mariposa  Streets 

8.200' 

Fourth  Street  beftvcen  16*  and  South  Streets 

8,200' 

Fourth  Street  bc^vcen  South  Street  and  China  Basin  Channel  Bridge 

10.400' 

Owens  Street  between  Third  and  Fourth  Streets' 

10,400' 

Owens  Street  between  Fourth  Street  and  The  Conomon 

14.200* 

Owens  Street  between  The  Conimon  and  16*  Street 

10.400' 

Owens  Street  between  16*  and  Mariposa  Streets 

12.200* 

Connection  of  Common  Streets  to  Seventh  Street 

8.200' 

Third  Street,  south  of  16*  Street,  approximately  one-third  the  distance 

8.200' 

between  16*  and  Mariposa  Streets 

Mariposa  Street  Caltrain  Bridge  Widening 

10.400' 

Mariposa  Street  between  Caltrain  Bridge  and  Four4  Street 

12,200* 

Mciriposa  Street  between  Fourth  and  Third  Streets* 

14,200* 

Mariposa  Street  between  Third  Street  and  Terry  A.  Francois  Boulevard 

14.200* 

*  When  Mission  Bay  development  reaches  a  level  that  produces  the  number  of  p.m.  (evening)^peak 
hour  project  vehicle  trips  shown,  the  intersection  would  need  to  include  the  measures  shown  in  order 
to  maintain  an  acceptable  level  of  service. 

'  Improvements  may  be  needed  earlier  to  conform  with  MUNI's  Third  Street  Light  Rail  extension 
construction. 

^This  Improvement  would  be  triggered  earlier  if  2,300  p.m.  (evening)  peak  hour  vehicle  trips  were 
generated  by  Owner  and  UCSF  development  in  Mission  Bay  South  before  a  total  of  8,200  p.m.  peak 
hour  vehicle  trips  were  generated  by  development  in  Mission  Bay  as  a  whole. 

^  May  include  development  of  up  to  460.000  square  feet  of  commercial/industrial,  40,000  square  feet  of 
city-serving  r.etail  and  90  dwelling  units  which  are  not  part  of  the  Owner  Project  in  the  South  Plan 
Area. 

*  May  include  development  of  1,064,000  square  feet  of  commercial/industrial,  90,000  square  feet  of 
city-serving  retail  and  90  dwelling  units  which  are  not  part  of  the  Owner  Project  in  the  South  Plan 
Area. 

'  This  improvement  requires  the  takmg  of  an  adjacent  building  which  is  subject  to  leaseholds.  If  the 
Improvement  is  triggered  prior  to  redevelopment  or  leasehold  termination,  additional  analysis  may  be 
warranted  to  avoid  unnecessary  condemnation  proceedings. 

Source:  Table  VI.2,  p.  VI.13  and  Table  VI.4,  p.  VI.21,  Volume  n.  Draft  Mission  Bay 
Subsequent  Environmental  Impact  Report. 
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EXHIBIT  1 

MISSION  BAY  FSEIR  MITIGATION  MONITORING  AND  REPORTING  PROGRAM 


MITIGATION  MEASURE 

MITIGATION 
RESPONSIBILITY 

MITIGATION  SCHEDULE 

MONITORING 
RESPONSIBILITY' 

MONITORING 
ACTIONS/SCHEDULE 

n    VISUAL  QUALITY  AND  gRBAN  DESIGN 

North/ 
South 

n  1  1  iqhtina  and  Glare 

Design  parking  structure  lighting  to  minimize  off-site  glare.  The  design  could  include  45- 
degree  cutoff  angles  on  light  fixtures  to  focus  light  within  the  site,  and  specifications  that  spill 
lighting  from  parking  areas  would  be  0.25  foot-candle  or  less  at  5  feet  from  the  property  line  of 
the  parking  areas.  Applies  to  individual  sites  within  the  Project  Area. 

Owner,  other  developers 

Submit  design 
specifications  as  part  of 
plan  review  and  site  permit 
processes 

t 

Redevelopment  Agency; 
OBI 

Agency  and  DBI  to  review 
designs  and  specifications 
as  part  of  Project-level  plan 
review  and  site  permit 
processes 

n  2  Architectural  Resources  -  Evaluation  of  Fire  Station  No.  30 

South 

D.2a.    Retain  an  architectural  historian  to  prepare  an  evaluation  of  the  architectural  integnty 
and  historical  importance  of  Fire  Station  No.  30  prior  to  development  on  this  site.  If 
the  building  is  determined  to  be  eligible  for  the  National  Register,  preserve, 
rehabilitate,  and  reuse  the  building  in  a  manner  that  is  consistent  with  the  Secretary  of 
the  Interior's  guidelines  for  historic  preservation. 

Fire  Department 

Prior  to  alteration  or 
demolition  of  structure 

Redevelopment  Agency; 
Planning  Department, 
Environmental  Review 
Officer  (ERO);  San 
Francisco  Landmarks 
Preservation  Advisory  Board 
(LPAB),  President 

Agency  to  require  evaluation 
as  part  of  Project-level  plan 
review  prior  to  demolition  or 
alteration  of  structure; 
Agency  to  consult  with  OER, 
LPAB  regarding  evaluation 

•  AS  indicated  in  the  Project  Approvals,  the  Agency's  role  Is  generally  limited  to  oversight  through  the  plan  review  process  to  confirm  that  any  relevant  measures  have  been  irnplemented  f,'' 

with  jurisdiction  over  such  measures.  Where  a  measure  is  monitored  through  the  site  permit  process,  the  measure  is  monitored  primarily  by  DBI  and/or  DPW,  depending  on  the  nature  of  the  improvement,  but  the  Agency  will  maintain 
a  general  oversight  role  through  its  participation  as  a  reviewing  agency. 
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MITIGATION  MEASURE 

MITIGATION 
RESPONSIBILITY 

MITIGATION  SCHEDULE 

MONITORING 
RESPONSIBILITY' 

MONITORING 
ACTIONS/SCHEDULE 

ouuin 

u.^u.      II  rirc  oldiion  ixo.      is  louno  lu  tjc  ciiyiuic  lor  ine  iNauonoi  ncyioici,  icLjUiic  uic 

following  mitigation  measures  to  reduce  (though  not  eliminate)  the  significant  Impact 
prior  to  demolition  of  the  structure: 

•  Prepare  a  "Historical  American  Building  Survey,"  including  the  precise  recording  of 
the  structure  through  measurements,  drawings,  and  photographs 

•  Provide  sufficient  detail  in  the  survey  documentation  so  that  after  demolition  the 
historical  structure  could  be  reconstructed  from  the  survey  data 

•  File  copies  of  the  records  and  documents  with  the  appropriate  federal,  state,  and  city 
agencies 

•  Include  salvage  and  selective  re-use  of  building  materials  in  the  mitigation  program 
)      once  the  survey  has  been  completed 

•  Upon  completion,  provide  a  copy  of  the  report  to  the  San  Francisco  Planning 
Department,  the  President  of  the  San  Francisco  Landmarks  Preservation  Advisory 
Board,  and  the  San  Francisco  Redevelopment  Agency. 

Pirp  r^pnsrtmpnt 

Prinr  tn  f^ltpmtinn  nr 

demolition  of  structure 

RoHouplrinmont  Anpn^v 
rVCIJCVCIUpi  1  ICI  11  r^^CI  1  , 

Planning  Department,  ERG; 
LPAB  President 

Agency  to  require 
implementation  of  measures 
as  part  of  Project-level  plan 
review;  Agency  to  consult 
with  OER,  LPAB 
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MITIGATION  MEASURE 

MITIGATION 
RESPONSIBILITY 

MITIGATION  SCHEDULE 

MONITORING 
RESPONSIBILITY' 

MONITORING 
ACTIONS/SCHEDULE 

North/ 
South 

□  3  ArchaeoloQical  Resources 

Retain  the  services  of  an  archaeologist,  because  of  the  strong  possibility  of  encountering  the 
remains  of  cultural  or  historic  artifacts  or  features  in  the  six  historic  resources  areas.  The 
Environmental  Review  Officer  (ERO)  in  consultation  with  the  President  of  the  Landmarks 
Preservation  Advisory  Board  (LPAB)  and  the  archaeologist  would  determine:  1)  whether  the 
archaeologist  should  instruct  all  excavation  and  foundation  crews  on  the  project  site  of  the 
potential  for  discovery  of  historic  archaeological  deposits  and  artifacts,  and  the  procedures  to 
be  followed  if  such  materials  are  uncovered;  and  2)  prior  to  the  commencement  of  foundation 
excavation,  a  program  of  archaeological  testing. 

Retain  a  qualified  historic  archaeologist  to  supervise  a  pre-foundatlon  excavation  testing 
program  for  each  phase  of  Project  Area  development  or  each  construction  site,  as  appropriate, 
using  a  series  of  mechanical,  exploratory  borings  or  other  testing  methods  determined  by  the 
archaeologist  to  be  appropriate.  A  qualified  historical  archaeologist  would  supervise  the 
testing  in  the  six  historic  resource  areas  to  determine  the  probability  of  finding  cultural  and 
historical  remains.  At  the  completion  of  the  archaeological  testing  program,  the  archaeologist 
would  submit  a  written  report  first  and  directly  to  the  ERO  and  the  President  of  the  LPAB,  with 
a  copy  to  the  project  sponsor,  which  describes  the  findings,  assesses  their  significance  and 
proposes  appropriate  recommendations  for  any  additional  procedures  necessary  for  the 
mitigation  of  adverse  impacts  to  cultural  resources  determined  to  be  significant. 

Retain  a  certified  archaeologist  to  supervise  a  program  of  on-site  monitoring  during  site 
excavation  in  the  six  historic  resource  areas,  following  site  clearance  and  pre-excavation 
testing.  The  certified  archaeologist  would  record  observations  in  a  permanent  log.  Should 
cultural  or  historic  artifacts  be  found  following  commencement  of  excavation  activities,  the 
archaeologist  would  assess  the  significance  of  the  find,  and  Immediately  report  to  the  ERO  and 
the  President  of  LPAB.  Upon  receiving  the  advice  of  the  consultant  and  the  LPAB,  the  ERO 
would  recommend  specific  mitigation  measures,  if  necessary.  The  monitoring  program, 
whether  or  not  there  are  finds  of  significance,  would  result  in  a  written  report  to  be  submitted 
first  and  directly  to  the  ERO  and  the  President  of  the  LPAB,  with  a  copy  to  the  project  sponsor. 

Suspend  excavation  or  construction  activities  which  might  damage  discovered  cultural 
resources  for  a  total  maximum  of  four  weeks  over  the  course  of  construction  at  each  site  to 
permit  inspection,  recommendation  and  retrieval,  if  appropriate. 

Implement  an  appropriate  security  program  to  prevent  looting  or  destruction,  if  cultural 
resources  of  potential  significance  are  discovered.  Any  discovered  cultural  artifact  assessed 
as  significant  by  the  archaeologist  upon  concurrence  by  the  ERO  and  the  President  of  the 
LPAB  would  be  placed  in  a  repository  designated  for  such  materials  or  possibly  exhibited  in  a 
public  display.  Following  approval  pf  the  archaeological  testing  and  monitoring  program 
reports  by  the  ERO  and  the  President  of  LPAB,  a  final  report  would  be  sent  to  the  California 
Archaeological  Site  Survey  Office  at  Sonoma  State  University,  the  Foundation  for  San 
Francisco's  Architectural  Heritage  and  the  State  Office  of  Historic  Preservation.  The  Office  of 
Environmental  Review  would  receive  three  final  copies  of  the  final  archaeological  findings 
report.  Archaeological  testing  could  be  coordinated  with  other  site  Investigations  for 
geotechnical  and  toxic  waste  purposes. 

Owner,  other  developers 

Prior  to  excavation;  ongoing 
activities  and  reporting  as 
required  by  measure 

Redevelopment  Agency; 
Planning  Department.  ERO; 
LPAB  President 

Agency  to  require  retention 
of  archaeologist  prior  to 
excavation  as  part  of 
Project-level  plan  review; 
ongoing  monitoring  as 
required  by  measure 
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MITIGATION 
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MITIGATION  SCHEDULE 
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MONITORING 
ACTIONS/SCHEDULE 

D.4  Archaeoloalcal  Exploration  Proaram 

Develop  archaeological  exploration  programs,  consistent  with  Measure  D.3,  above,  for  pre- 
identified  sensitive  historic  archaeological  areas  that  should  include  the  following: 

Owner,  other  developers 

Prior  to  excavation;  ongoing 
implementation  as  required 
by  measure 

Redevelopment  Agency; 
Planning  Department,  ERO; 
LPAB  President 

Agency  to  require  program 
prior  to  excavation  as  part  of 
Project-level  plan  review; 
ongoing  monitoring  and 
consultation  with  LPAB  and 
OER  as  required  by 
measure 

North/ 
South 

D.4a.   Define  specific  research  parameters  and  prepare  a  written  study  plan  in  consultation 
with  the  ERO  and  LPAB  prior  to  subsurface  exploration,  with  emphasis  on  National 
Register  determination  of  historical  significance  and  the  maximum  retrieval  of 
archaeological  data 

Owner,  other  developers 

Prior  to  excavation;  ongoing 
implementation  as  required 
by  measure 

Redevelopment  Agency; 
Planning  Department,  ERO; 
LPAB  President 

Agency  to  require  prdgram 
prior  to  excavation  as  part  of 
Project-level  plan  review; 
ongoing  monitoring  and 
consultation  with  LPAB  and 
OER  as  required  by 
measure 

North/ 
South 

D.4b.   Examine  large-scale  exposure  of  soil  profiles 

Owner,  other  developers 

Ongoing  implementation  as 
required  by  measure 

Redevelopment  Agency; 
Planning  Department,  ERO; 
LPAB  President 

Agency  to  require  program 
prior  to  excavation  as  part  of 
Project-level  plan  review; 
ongoing  monitoring  and 
consultation  with  LPAB  and 
OER  as  required  by 
measure 

North/ 
South 

D.4c.     Complete  detailed  field  records,  including  photographs  and  drawings,  to  document 
subsurface  soil  profiles,  archaeological  deposits  and  integrity  of  such  deposits 

Owner,  other  developers 

Ongoing  implementation  as 
required  by  measure 

Redevelopment  Agency; 
Planning  Department,  ERO; 
LPAB  President 

Agency  to  require  program 
prior  to  excavation  as  part  of 
Project-level  plan  review; 
ongoing  monitoring  and 
consultation  with  LPAB  and 
OER  as  required  by 
measure 

North/ 
South 

D.4d.   Complete  a  detailed  report  of  findings  to  describe  research  and  exploration 

methodologies,  testing  results,  all  archaeological  findings  and  recommendations  for 
resource  management. 

Owner,  other  developers 

Ongoing  implementation  as 
required  by  measure 

Redevelopment  Agency; 
Planning  Department,  ERO; 
LPAB  President 

Agency  to  require  program 
prior  to  excavation  as  part  of 
Project-level  plan  review; 
ongoing  monitoring  and 
consultation  with  LPAB  and 
OER  as  required  by 
measure 
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North/ 
South 

D.5  ArchaeoloQical  Monilorina  at  19th  Century  Citv  Dumo 

Archival  review  suggests  that  depositional  integrity  of  the  late  19th-century  city  dump  has  been 
lost  because  of  scavenging  while  the  dump  was  in  operation;  however,  important  historical 
artifacts  may  still  be  present.  Pre-construction  archaeological  testing  is  therefore  not 
recommended.  Archaeological  monitoring  during  construction  would  be  the  appropriate 
mitigation  measure  for  that  area.  Therefore,  retain  the  services  of  a  qualified  archaeologist. 
The  ERO  in  consultation  with  the  President  of  the  LPAB  and  the  archaeologist  would 
determine  whether  the  archaeologist  should  instruct  all  excavation  and  foundation  crews  in  the 
area  of  the  1 9th-century  city  dump  of  the  potential  for  discovery  of  cultural  and  historic  artifacts 
or  features.  If  such  artifacts  or  features  were  uncovered,  follow  procedures  described  in 
Measure  D.3  for  suspension  of  construction  activities,  notification  of  the  ERO  and  President  of 
the  LPAB,  and  development  recovery  measures,  as  appropriate. 

Owner,  other  developers 

During  construction, 
ongoing  implementation  as 
required  by  measure 

Redevelopment  Agency; 
Planning  Department,  ERO; 
LPAB  President 

Agency  to  require  prior  to 
excavation  as  part  of 
Project-level  plan  review; 
ongoing  monitoring  and 
consultation  as  required  by 
measure 

North/ 
South 

D.6  Unknown  Archaeolooical  Remains 

The  entire  Mission  Bay  Project  Area  has  at  least  some  sensitivity  for  the  presence  of  unknown 
archaeological  remains.  Prehistoric  cultural  deposits  could  be  encountered  in  three  identified 
areas  and  unknown  historical  features,  artifact  caches  and  debris  areas  could  be  located 
anywhere  in  the  Project  Area.  Follow  procedures  for  instructing  excavation  crews,  notifying 
the  ERO  and  President  of  the  LPAB,  and  developing  recovery  measures,  as  described  in 
Measure  D.3,  above.  In  addition,  in  the  event  that  prehistoric  archaeological  deposits  are 
discovered,  consult  local  Native  American  organizations.  Dialogue  with  the  ERO,  LPAB  and 
the  archaeological  consultant  would  take  place  in  developing  acceptable  archaeological  testing 
and  excavation  procedures,  particulariy  in  regard  to  the  disposition  of  cultural  materials  and 
Native  American  burials. 

Owner,  other  developers 

Prior  to  excavation;  ongoing 
implementation  as  required 
by  measure 

Redevelopment  Agency; 
Planning  Department,  ERO; 
LPAB  President 

Agency  to  require  prior  to 
excavation  as  part  of 
Project-level  plan  review; 
ongoing  monitoring  and 
consultation  as  required  by 
measure 

North/ 
South 

D.7  Pedestrian-Level  Winds 

Require  a  qualified  wind  consultant  to  review  specific  designs  for  buildings  100  feet  or  more  in 
height  tor  potential  wind  ettects.  l  ne  Keoeveiopmeni  Mgency  wouio  coiiuuui  winu  icvicw  l»i 
high-rise  structures  above  100  ft.  Wind  tunnel  testing  would  also  be  required  unless,  upon 
review  by  a  qualified  wind  consultant,  and  with  concurrence  by  the  Agency,  it  is  determined 
that  the  exposure,  massing  and  orientation  of  the  buildings  are  such  that  impacts,  based  on  a 
26-mile-per-hour  hazard  for  a  single  hour  of  the  year  criterion,  will  not  occur.  The  purpose  of 
the  wind  tunnel  studies  is  to  determine  design-specific  impacts  and  to  provide  a  basis  for 
design  modifications  to  mitigate  these  impacts.  Projects  within  Mission  Bay,  including  UCSF, 
would  be  required  to  meet  this  standard  or  to  mitigate  exceedances  through  building  design. 

Owner,  other  developers 

Conduct  evaluation  and 
provide  any  required 
documentation  as  part  of 
Project-level  submission 

Redevelopment  Agency 

Agency  to  review  as  part  of 
Project-level  plan  review 

North/ 
South 

D.8  Shadows 

The  Redevelopment  Plan  documents  would  require  analysis  of  potential  shadows  on  existing 
and  proposed  open  spaces  during  the  building  design  and  review  process  when  exceptions  to 
certain  standards  governing  the  shape  or  locations  of  buildings  are  requested  that  would  cause 
over  13%  of  Mission  Creek  Park  (either  North  or  South),  20%  of  Bayfront  Park,  17%  of 
Triangle  Square  or  1 1  %  of  Mission  Bay  Commons  to  be  in  continuous  shadow  for  a  period  of 
one  hour  from  March  to  September  between  10:00  a.m.  and  4:00  p.m. 

Owner,  other  developers 

Provide  any  required 
documentation  as  part  of 
Project-level  submission 

Redevelopment  Agency 

Agency  to  review  as  part  of 
Project-level  plan  review 
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MONITORING 
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E.  TRANSPORTATION 

E.I  Third  Street/Kinq  Street 

NOrtn  / 

South 

E.la.   Widen  the  northbound  approach  to  provide  an  additional  through  lane  on  the  west  side 
of  Third  Street. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  pari  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  Department  of 
Parking  and  Traffic  ("DPT") 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

North/ 
South 

E.lb.   Reconfigure  the  existing  traffic  signal. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  In  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

North/ 
South 

E.lc.    Install  "Don't  Block  the  Box"  signs. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.2  Third  Street/Benv  Street 

North/ 
South 

E.2a.   Restripe  the  northbound  approach  to  provide  an  additional  through  lane. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  In  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 
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North/ 
South 

E.2b.   Reconfigure  the  existing  traffic  signal. 

Owner 

Provide  trip  generation 
calculations  and 
lnfra*;triirtiirp  adiacencv 
Information;  identify  any 
Improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

North/ 
South 

E.2c.    Install  "Don't  Block  the  Box'  signs. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.3  Third  Street/Owens  Street 

South 

E.3a.   Install  a  new  traffic  signal. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.4  Third  Street/The  Common 

South 

E.4a.    Install  new  traffic  signals. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

1  E.5  Third  Street/South  Street 
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South 

E.Sa.    Install  a  new  traffic  signal. 

Owner 

• 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information!  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/of  Project- 
level  plan  review 

E.6  Third  Street/1 6th  Street 

South 

E.6a.   Widen  the  northbound  approach  to  provide  two  exclusive  left-turn  lanes. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 

infrirmatinn*  iHpntifu  sinv 

improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

South 

E.6b.   Reconfigure  the  existing  traffic  signal. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.7  Third  Street/Marioosa  Street 

South 

E.7a.   Widen  the  eastbound  approach  to  provide  an  additional  through  lane. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 
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South 

E.7b.   Widen  and  restripe  the  westbound  approach  to  provide  an  exclusive  left-turn  lane  and 
an  additional  through  lane. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

South 

E.7c.    Reconfigure  the  existing  traffic  signal. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopn\gnt  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.8  Fourth  Street/Kino  Street 

North 

E.8a.   Widen  the  eastbound  approach  to  provide  an  exclusive  right-turn  lane. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

North 

E.8b.   Reconfigure  the  existing  traffic  signal. 

Owner;  PTC,  if  PTC  elects  to 
commence  service  before 
Owner's  obligation  to 
constmct  is  otherwise 
triggered 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 
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North 

E.8c.    Install  "Don't  Block  the  Box'  signs. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.9  Fourth  Street/Berrv  Street 

North 

E.9a.    Restripe  the  westbound  approach  to  provide  an  additional  lane. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

North 

E.9b.   Restripe  the  northbound  approach  to  provide  an  additional  lane. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

North 

E.9c.    Reconfigure  the  existing  traffic  signal. 

1 

Owner;  PTC  if  PTC  elects  to 
commence  service  before 
Owner's  obligation  to 
construct  is  otherwise 
triggered 

Provide  trip  generation 
calculations  and 
Infrastaicture  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 
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MITIGATION 
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MITIGATION  SCHEDULE 

monitoring 
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monitoring 
actions/schedule 

North 

E.9d.    Install  "Don't  Block  the  Box"  signs. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.10  Fourth  Street/Owens  Street 

South 

E.10a.  Install  a  new  traffic  signal. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information!  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.11  Fourth  Street/UCSF  private  street 

South 

E.11a.  Install  a  new  traffic  signal. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 

UUIIIUIdUVC  Ul  aUJaucllUy 

thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 

development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.I 2  Fourth  Street/1 6th  Street 

South 

E.12a.  Install  a  new  traffic  signal. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.13  Fourth  Street/Mariposa  Street 
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MITIGATION 
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MITIGATION  SCHEDULE 

MONITORING 
RESPONSIBILITY' 

MONITORING 
ACTIONS/SCHEDULE 

South 

E.I 3a.  Widen  the  eastbound  and  westbound  approaches  to  provide  exclusive  left-turn  lanes. 

Owner 

Provide  trip  generation 
calculations  and 

Infracfn  i(-ti  irp  sHiarpnrv 

11  III  doll  u^iui  c  auja^ci  ivy 

information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

South 

E.13b.  Install  a  new  traffic  signal. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  fvlajor 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.I 4  Seventh  Street/1 6th  Street 

South 

E.I 4a.  Remove  on-street  parking  on  all  approaches. 

DPT 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative  ■ 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

South 

E.14b.  Restripe  the  northbound  and  eastbound  approaches  to  provide  an  additional  through 
lane. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 
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MITIGATION 
RESPONSIBILITY 

MITIGATION  SCHEDULE 

MONITORING 
RESPONSIBILITY' 

MONITORING 
ACTIONS/SCHEDULE 

South 

E.14C.  Restripe  the  southbound  approach  to  provide  an  additional  through  lane  and  an 
exclusive  left-turn  lane. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level' 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

South 

E.14d.  Restripe  the  westbound  approach  to  provide  an  additional  through  lane  and  a  right-turn 
pocket. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopmeot  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

South 

E.14e.  Install  a  new  traffic  signal. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

South 

E.14f.  Provide  the  appropriate  traffic  warning  devices  for  the  Caltrain  track  crossing. 

Subject  to  regulatory 
approvals,  Owner  to 
construct;  City  to  apply  for 
approvals 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  JPB;  CPUC;  Caltrain 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.  1 5  Owens  Street/1 6th  Street 
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MITIGATION  MEASURE 

MITIGATION 
RESPONSIBILITY 

MITIGATION  SCHEDULE 

MONITORING 
RESPONSIBILITY' 

MONITORING 
ACTIONS/SCHEDULE 

South 

E.15a.  Install  a  new  traffic  signal. 

Subject  to  regulatory 
approvals.  Owner  to 
construct;  City  to  apply  for 
approvals 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT;  Caltrans 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.I 6  Owens  Street/Mariposa  Street/1-280  Off-ramp 

South 

E.16a.  Widen  the  eastbound  approach  to  provide  an  exclusive  left-turn  lane. 

Subject  to  regulatory 
approvals,  Owner  to 
construct;  City  to  apply  for 
approvals 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT;  Caltrans 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

South 

E.16b.  Reconfigure  the  existing  traffic  signal. 

Subject  to  regulatory 
approvals,  Owner  to 
construct;  City  to  apply  for 
approvals 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT;  Caltrans; 
Caltrain,  JPB 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.17  1-280  On-ramp/Mariposa  Street 

South 

E.I 7a.  Widen  the  westbound  approach  to  provide  an  exclusive  left-turn  lane. 

Subject  to  regulatory 
approvals.  Owner  to 
construct;  City  to  apply  for 
approvals 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT;  Caltrans 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 
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South 

E.17b.  Install  a  new  traffic  signal. 

Subject  to  regulatory 
approvals.  Owner  to 
construct;  City  to  apply  for 
approvals 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT;  Caltrans 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.I  8  Seventh  Street/The  Common 

South 

E.18a.  Install  a  new  traffic  signal. 

Subject  to  regulatory 
approvals.  Owner  to 
construct;  City  to  apply  for 
approvals 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT;  Caltrain;  CPUC; 
Jrb 

Include  in  applicable 
subdivision  improvement 

and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

South 

E.IBb.  Provide  the  appropriate  traffic  warning  devices  for  the  Caltrain  railroad  track  at-grade 
crossing. 

Subject  to  regulatory 
approvals.  Owner  to 
construct;  City  to  apply  for 
approvals 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT;  Caltrain;  CPUC; 
JPB 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
inggereu  uy  dujaueu^y  ui 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.19  Fifth  Street/Kinq  Street 

North 

E.19a.  Narrow  approximately  250  feet  of  the  median  on  the  westbound  approach  to  provide  an 
exclusive  left-turn  lane. 

t 

Subject  to  regulatory 
approvals.  Owner  to 
construct;  City  to  apply  for 
approvals 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT;  Caltrans 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 
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North 

E.I 9b.  Restripe  the  1-280  off-ramp  touchdown  and  narrow  the  median  on  the  south  side  of 
King  Street  for  a  distance  of  about  300  feet  beginning  at  the  intersection  with  Fifth 
Street,  to  increase  the  number  of  eastbound  lanes  from  the  existing  two  to  three. 

Subject  to  regulatory 
approvals.  Owner  to 
consiruci,  oiiy  lo  appiy  lui 
approvals 

Provide  trip  generation 
calculations  and 
Infrfl^tnirtiirp  adiacencv 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT;  Caltrans 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

North 

E.19c.  Reconfigure  the  existing  traffic  signal. 

Subject  to  regulatory 
approvals.  Owner  to 
construct 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT;  Caltrans 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.21  Third  Street 

North/ 
South 

E.21a.  Widen  the  west  side  of  Third  Street  between  Berry  Street  and  King  Street  to 
accommodate  the  additional  lanes  described  in  Measure  E.1. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

North/ 
South 

E.21b.  Widen  Third  Street  for  approximately  one-third  the  distance  between  Mariposa  Street 
and  16th  Street  to  accommodate  the  lane  configuration  described  in  Measure  E.6. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

16 


MITIGATION  MEASURE 

MITIGATION 
RESPONSIBILITY 

MITIGATION  SCHEDULE 

monitoring 
responsibility' 
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North/ 
South 

E.21C.  In  cooperation  with  the  Public  Transportation  Commission  ("PTC")  and  the  Department 
of  Public  Works,  reconfigure  Third  Street  in  the  Project  Area  to  accommodate  the  Third 
Street  light  rail  transit  median  while  maintaining  two  travel  lanes  in  each  direction  and 
exclusive  left-turn  lanes  at  specific  locations,  as  listed  in  Measures  E.6  and  E.7. 

Owner,  as  allocated  in 
Infrastructure  Plans 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
•  Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  PTC;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

South 

E.22a.  Widen  Mariposa  Street  between  Terry  A.  Francois  Boulevard  and  Pennsylvania  Street, 
;     including  the  bridge  over  the  Caltrain  tracks. 

Subject  to  regulatory 
approvals.  Owner  to 
construct;  City  to  apply  for 
approvals 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT;  Caltrain;  CPUC; 
JPB 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.23  Fourth  Street 

North/ 
South 

E.23a.  Widen  Fourth  Street  between  China  Basin  Channel  and  King  Street  to  accommodate 
the  Third  Street  light  rail  tracks  and  a  MUNI  station  platform  between  Berry  and  King 
Streets. 

Owner,  PTC  as  allocated  in 
Infrastructure  Plans 

Provide  trip  generation 
calculations  and 

Infractn  i/*fi  iro  a/Hia^on^\/ 
II III aoli  ui^iui c  auja^diL>y 

information;  identify  any 

impiUVclllclUa  UdacU  \Jl\ 

cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  PTC;  DPT 

Include  in  applicable 
subdivision  improverrient 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

North/ 
South 

E.23b.  Extend  Fourth  Street  southward,  parallel  to  Third  Street,  to  intersect  with  Mariposa 
Street  at  the  existing  intersection  with  Minnesota  Street. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.24  King  Street 
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MITIGATION  MEASURE 

MITIGATION 
RESPONSIBILITY 

MITIGATION  SCHEDULE 

MONITORING 
RESPONSIBILITY 

MONITORING 
ACTIONS/SCHEDULE 

North 

E.24a.  Widen  eastbound  King  Street  between  Fifth  and  Fourth  Streets  to  accommodate  the 
lane  configurations  for  the  Fourth  Street/King  Street  intersection  in  Measure  E.8. 

Owner 

Provide  trip  generation 
calculations  and 

InfraQtri  iMi  irp  flfliflrpncv 

information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

North 

E.24b.  Construct  westbound  King  Street  frontage  road  between  Fifth  Street  and  Berry  Street. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identity  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.25  Owens  Street 

South 

E.25a.  Construct  Owens  Street  between  Third  and  Fourth  Streets,  providing  a  median 

approximately  24  feet  wide  to  accommodate  the  MUNI  Third  Street  light  rail  line,  with 
no  on-street  parking. 

Owner,  PTC  as  allocated  in 
Infrastructure  Plans 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  PTC;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

South 

E.25b.  Construct  Owens  Street  between  Fourth  Street  and  The  Common,  providing  on-street 
parking  on  the  north  side  of  the  street  only. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 
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MITIGATION  MEASURE 

MITIGATION 
RESPONSIBILITY 

MITIGATION  SCHEDULE 

MONITORING 
RESPONSIBILITY 

MONITORING 
ACTIONS/SCHEDULE 

South 

E.25C.  Extend  Owens  Street  northward  from  16th  Street  to  The  Common,  providing  no  on- 
street  parking. 

Owner 

Provide  trip  generation 
calculations  and 

11  III        u^iUi c  oujaivCi  i(..y 

information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

South 

E.25d.  Construct  Owens  Street  between  16th  Street  and  IVIariposa  Street,  providing  no  on- 
street  parking. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.26  North  Common  and  South  Common  Streets  connection  to  Seventh  Street 

South 

E.26a.  Construct  an  "at-grade"  connection  to  Seventh  Street  across  Caltrain  tracks,  in 
conjunction  with  Measure  E.I 8  for  the  new  intersection. 

Subject  to  regulatory 
approvals.  Owner  to 
construct;  City  to  apply  for 
approvals 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT;  Caltrain;  JPB; 
CPUC 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

South 

E.26b.  Prohibit  parking  at  trolleybus  stops  for  the  22-Fillmore  line  east  of  Third  Street  where 
bus  line  is  extended. 

DPT,  in  consultation  with 
PTC 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT;  PTC 

Include  In  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 
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MITIGATION  MEASURE 

MITIGATION 
RESPONSIBILITY 

MITIGATION  SCHEDULE 

MONITORING 
RESPONSIBILITY 

MONITORING 
ACTIONS/SCHEDULE 

South 

E.27  MUNI  Line  22-Fijlmore 

Reroute  the  MUNI  22-Fillmore  trolleybus  line  to  travel  on  16th  Street  to  Third  Street,  and  then 
north  on  Third  Street  to  The  Common.  If  not  already  accomplished,  install  trolleybus  wire 
support  poles  and/or  eyebolts  on  buildings  along  the  new  route,  and  complete  North  Common 
Street  and  South  Common  Street  east  of  Third  Street.  Prohibit  parking  on  North  Common  and 
South  Common  Streets  at  trolleybus  stops. 

Owner,  PTC,  DPT  as 
allocated  in  Infrastructure 
Plans 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
PTC;  DPW 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

South 

E.28  MUNI  Line  30-Stockton  or  45-Union/Stockton 

Extend  about  half  of  the  30-Stockton  or  the  45-Union/Stockton  trolley  buses  south  and  east  of 
the  current  terminus  at  the  Caltrain  terminal  to  the  current  terminus  of  the  22-Fillmore  line,  at 
the  same  time  that  the  22-Fillmore  is  rerouted  as  called  for  in  Measure  E.27.  Route  trolley 
buses  to  Connecticut  Street  via  Townsend  or  Mission  Bay  Street,  and  then  east  to  a  new 
terminus  near  Third  and  20th  Streets.  The  coordination  of  Measure  E.27  with  E.28,  to  provide 
extended  MUNI  trolleybus  service  to  Mission  Bay  by  rerouting  the  22-Fillmore  and  30-Stockton 
or  30/45-Union/Stockton  lines,  shall  be  accomplished  in  phases,  if  necessary,  to  provide 
service  as  early  in  project  development  as  MUNI  service  may  be  needed.  The  phases  may 
include: 

Owner,  PTC  as  allocated  in 
Infrastructure  Plans 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
PTC 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

South 

E.28. a.  Construct  Mission  Bay  Street,  the  Seventh  Street  Connector  to  North  and  South 

Common  Streets  and  the  Caltrain  at-grade  rail  crossing,  and  the  portion  of  North  and 
South  Common  Streets  east  of  Third  Street,  early  enough  in  project  development  to 
accommodate  MUNI  trolleybus  travel,  including  poles  and  eyebolts  supporting  trolley 
wires,  and  provide  poles  and/or  eyebolts  supporting  trolley  wires  along  16th  Street  and 
a  portion  of  Common  Streets  in  the  Project  Area,  as  described  in  Measure  E.27  and 
above  in  this  Measure;  or 

Subject  to  regulatory 
approvals.  Owner,  PTC  as 
allocated  in  Infrastructure 
Plans 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  PTC;  Caltrain;  CPUC; 
JPB 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

South 

E.28.b.  If  item  E.28a  is  not  feasible  sufficiently  early  in  project  development,  for  an  interim 
period  until  the  necessary  streets  and  trolley  wires  have  been  constructed  as  part  of 
adjacent  development,  construct  the  portion  of  North  and  South  Common  Streets  east 
of  Third  Street  and  install  poles  and/or  eyebolts  supporting  trolley  wires  along  the  new 
route  for  the  22-Fillmore,  and  extend  some  but  not  all  of  the  trolleybuses,  so  that  both 
Mission  Bay  and  Lower  Potrero  areas  continue  to  be  served.  This  measure  involves 
only  limited  service  to  Mission  Bay;  or 

Owner,  PTC  as  allocated  in 
Infrastructure  Plans 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
PTC 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 
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MITIGATION  MEASURE 

MITIGATION 
RESPONSIBILITY 

MITIGATION  SCHEDULE 

monitoring 
responsibility' 

monitoring 
actions/schedule 

South 

E.28.C.  If  item  E.28a  is  not  feasible  sufficiently  early  in  project  development,  for  an  intenm 
period  until  the  necessary  streets  and  trolley  wires  have  been  constructed  as  part  of 
adjacent  development,  provide  service  to  Mission  Bay  temporarily  using  diesel  buses 
on  16*  Street;  or 

PTC 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
PTC 

Include  In  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

South 

E.28.d.  Use  a  combination  of  items  E.28b  and  E.28c  to  provide  MUNI  trolley  bus  service  to 

both  the  Mission  Bay  and  Lower  Potrero  areas  until  necessary  streets  and  trolley  wires 
have  been  constructed  as  part  of  adjacent  development  in  the  Project  Area. 

Owner.  PTC;  responsibility 
as  allocated  for  E.28.b  and 
E.28.C 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopnient  Agency; 
PTC 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.29  Seventh  Street/Brannan  Street 

South 

E.29a.  Restripe  the  northbound  approach  to  provide  three  lanes. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

F  30  Seventh  Street/Tpwnsend  Street 

North 

E,30.a.  Restripe  the  southbound,  eastbound,  and  westbound  approaches  to  provide  a  left-turn 
lane,  a  through  lane,  and  a  right-turn  lane. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 
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MITIGATION  MEASURE 

MITIGATION 
RESPONSIBILITY 

MITIGATION  SCHEDULE 

MONITORING 
RESPONSIBILITY 

MONITORING 
ACTIONS/SCHEDULE 

North 

E.30.b.  Restripe  the  northbound  approach  to  provide  a  left  turn  lane,  a  through  lane,  and  a 
shared  right-through  lane. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.31  Seventh  Street/Bern/  Street 

North 

E.31.a.  Restripe  the  eastbound  approach  to  provide  two  lanes. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

North 

E.31.b.  Restripe  the  northbound  approach  to  provide  a  shared  left-through  lane  and  a  through 
lane  and  restripe  the  southbound  approach  to  provide  a  through  lane  and  a  shared 
right-through  lane. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  In  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.32  Seventh  Street/North  and  South  Common  Streets 

South 

E.32a.  Restripe  the  northbound  approach  to  provide  two  through  lanes,  and  a  right-turn  lane. 

t 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  In  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 
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WITIGATION  MEASURE 

MITIGATION 
RESPONSIBILITY 

MITIGATION  SCHEDULE 

MONITORING 
RESPONSIBILITY' 

MONITORING 
ACTIONS/SCHEDULE 

South 

E.32.b.  Restripe  the  southbound  approach  to  provide  two  through  lanes,  and  a  left-turn  lane. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information:  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

South 

E.33  16th  Street/Potrero  Street 

Restripe  the  eastbound  and  westbound  approaches  to  provide  a  left-turn  lane,  a  through  lane 
ancl  a  shared  right-through  lane. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

South 

E.34  16th  Street/Vermont  Street 
Install  a  new  traffic  signal. 

Owner 

Provide  trip  generation 
calculations  and 
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information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

North 

E.35  Eiahth  Street/Townsend  Street 

E.35.a.  Eliminate  traffic  circle  and  reconfigure  intersection. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 
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North 

E.35.b.  Install  a  new  traffic  signal. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

E.36  Third  Street/Townsend  Street 

North 

E.36.a.  Remove  the  on-street  parking  on  the  westbound  approach  during  the  p.m.  peak 
,     commute  period. 

DPT 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

North 

E.36.b.  Provide  an  additional  westbound  through  lane  during  the  p.m.  peak  commute  period. 

DPT 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

North 

E.38  Fourth  Street/Kina  Street 

Widen  the  southbound  approach  to  provide  an  additional  lane,  and  restripe  the  intersection  to 
provide  one  exclusive  left-turn  lane,  one  exclusive  through  lane,  one  shared  right-through  lane, 
and  an  exclusive  right-turn  lane  for  the  southbound  Fourth  Street  approach. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 
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North 

E.41  Fourth  Street 

Widen  the  west  side  of  Fourth  Street  for  approximately  half  the  distance  between  Townsend 
Street  and  King  Street  to  provide  the  additional  southbound  lane  noted  in  Mitigation  Measure 
E.38,  including  providing  additional  right-of-way. 

Owner 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
DPW;  DPT 

Include  in  applicable 
subdivision  improvement 
plans:  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

North  / 
South 

E.42  Seventh  Street 

Eliminate  on-street  parking  on  both  sides  of  Seventh  Street  between  Townsend  and  16th 
Streets  during  the  morning  and  afternoon  peak  commute  periods  to  accommodate  the  lane 
configuration  changes  described  in  Mitigation  Measures  E.29,  E.30,  E.31 .  and  E.32. 

DPT 

Provide  trip  generation 
calculations  and 

Infrsctn  i^ti  iro  arlispon^u 
II  III asli  U<->iLii  c  aujaUrdiVi>y 

information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

RedevelopnTgnt  Agency; 
DPT;  Caltrain;  JPB;  CPUC 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

North/ 
South 

E  45  Extend  N-Judah  MUNI  Metro  Line 

Extend  and  operate  the  route  of  the  N-Judah  MUNI  Metro  line  from  the  Embarcadero  station  to 
Mariposa  Street,  using  the  MMX  and  Third  Street  light  rail  tracks. 

PTC 

Provide  trip  generation 
calculations  and 
Infrastructure  adjacency 
information;  identify  any 
improvements  based  on 
cumulative  or  adjacency 
thresholds  as  part  of  Major 
Phase  and/or  Project-level 
plan  review 

Redevelopment  Agency; 
PTC 

Include  in  applicable 
subdivision  improvement 
plans;  review  submissions 
and  determine  whether 
triggered  by  adjacency  or 
project  cumulative 
development  thresholds  at 
Major  Phase  and/or  Project- 
level  plan  review 

F.46  Transportation  Manaoement  Oraanizations 

North/ 
South 

E.46.a  Form  a  Mission  Bay  Transportation  Management  Association  (TMA)  to  implement  a 
Transportation  System  Management  (TSM)  Plan. 

Owner 

No  later  than  first  Major 
Phase  approval 

Redevelopment  Agency 

Confirm  establishment  as 
part  of  first  Major  Phase 
approval:  Agency  to  consult 
with  TMA  as  required;  TMA 
to  submit  periodic  status 
reports  to  Agency 

North/ 
South 

E.46.b  Form  a  Transportation  Coordinating  Committee  (TCC)  including  representatives  of 

Project  Area  property  owners,  surrounding  neighborhood  organizations,  UCSF,  SFRA 
and  appropriate  City  staff,  including  DPT,  MUNI,  and  DPW,  to  address  area-wide 
transportation  planning  issues  and  coordinate  with  other  uses  and  neighborhoods  in 
nearby  areas. 

Agency 

No  later  than  first  Major 
Phase  approval 

Redevelopment  Agency; 
DPW;  DPT;  PTC 

Establish  prior  to  first  Major 
Phase  approval:  Agency  to 
consult  with  TMA  as 
required:  TMA  to  submit 
periodic  status  reports  to 
Agency 
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North/ 
South 

E.47  Transportation  System  Manaaement  fTSM)  Plan 

Prepare  a  TSM  Plan,  which  could  include  the  following  elements: 

Owner  (TMA),  other 
developers 

As  identified  by  TMA; 
ongoing  review  with  Agency 

Redevelopment  Agency; 
DPT;  PTC 

Confirm  preparation  of  TSM 
Plan  prior  to  first  Major 
Phase  approval;  Agency  to 
consult  with  TMA  as 
required;  TMA  to  submit 
periodic  status  reports  to 
Agency 

North/ 
South 

E.47.a.  Shuttle  Bus  System 

Operate  shuttle  bus  service  between  Mission  Bay  and  regional  transit  stops  in  San 
Francisco  (e.g.,  BART,  Caltrain,  Ferry  Terminal,  Transbay  Transit  Terminal),  and 
specific  gathering  points  in  major  San  Francisco  residential  neighborhoods  (e.g., 
i     Richmond  and  Mission  Districts). 

Owner  (TMA) 

As  identified  by  TMA; 
ongoing  review  with  Agency 

Redevelopment  Agency; 
DPT;  PTC 

TMA  to  submit  periodic 
status  reports  to  Agency 

North/ 
South 

E.47.b.  Transit  Pass  Sales 

Sell  transit  passes  in  neighborhood  retail  stores  and  commercial  buildings  in  the 
Project  Area. 

Owner  (TMA);  other 
developers 

As  identified  by  TMA; 
ongoing  review  with  Agency 

Redevelopment  Agency, 
DPT;  PTC 

TMA  to  submit  periodic 
status  reports  to  Agency 

North/ 
South 

E.47.C.  Emolovee  Transoortation  Subsidies 

Provide  a  system  of  employee  transportation  subsidies  for  major  employers. 

Owner  (TMA);  major 
employers 

As  identified  by  TMA; 
ongoing  review  with  Agency 

Redevelopment  Agency; 
DPT;  PTC 

TMA  to  submit  periodic 
status  reports  to  Agency 

South 

E.47.d. Pedestrian  Signals  at  Owens  Street  Near  the  Pedestrian  Bridae. 

Pedestrian  signals  at  this  location  will  provide  continuity  between  the  pedestrian  bridge 
near  Fifth  Street  and  the  pedestrian  path  adjacent  to  Owens  Street,  and  the  residential 
units  in  the  central  subarea  of  Mission  Bay  South. 

Owner  (TMA) 

As  identified  by  TMA; 
ongoing  review  with  Agency 

Redevelopment  Agency 

TMA  to  submit  periodic 
status  reports  to  Agency 

North/ 
South 

E.47.e.  Secure  Bicvcle  Parkinq 

Provide  secure  bicycle  parking  areas  in  parking  garages  of  residential  buildings,  office 
buildings,  and  research  and  development  facilities.  Provide  secure  bicycle  parking 
areas  by  1)  constructing  secure  bicycle  parking  at  a  ratio  of  1  bicycle  parking  space  for 
every  20  automobile  parking  spaces,  and  2)  carrying  out  an  annual  survey  program 
during  project  development  to  establish  trends  in  bicycle  use  and  to  estimate  demand 
for  secure  bicycle  parking  and  for  sidewalk  bicycle  racks,  increasing  the  number  of 
secure  bicycle  parking  spaces  or  racks  either  in  new  buildings  or  in  existing  automobile 
paricing  facilities  to  meet  the  estimated  demand. 

Provide  secure  bicycle  racks  throughout  Mission  Bay  for  the  use  of  visitors. 

Owner  (TMA),  other 
developers 

As  identified  by  TMA; 
ongoing  review  with  Agency 

Redevelopment  Agency 

TMA  in  ciihmil  n*»riodic 

status  reports  to  Agency, 
including  annual  bicycle 
survey 

North/ 
South 

E.47.f.  Aooropriate  Street  Liohtinq. 

Ensure  that  sidewalks  in  Mission  Bay  are  sufficiently  lit  to  provide  pedestrians  and 
bicyclists  with  a  greater  sense  of  safety,  and  thereby  encourage  Mission  Bay 
employees,  visitors,  and  residents  to  walk  and  bicycle  to  and  from  Mission  Bay. 

Owner  (TMA) 

As  identified  by  TMA; 
ongoing  review  with  Agency 

Redevelopment  Agency 

TMA  to  submit  periodic 
status  reports  to  Agency 
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North/ 
South 

E.47. a.  Transit.  Pedestrian  and  Bicvcle  Route  Information 

Provide  maps  of  the  local  and  citywide  pedestrian  and  bicycle  routes  with  transit  maps 
and  information  on  kiosks  throughout  the  Project  Area  to  promote  multi-modal  travel. 

PTC,  DPW  to  provide  in 
connection  with  transit 
shelters  and  other  transit 
signage 

In  conjunction  with  transit 
shelter  and  signage  plans 

PTC;  DPW 

In  conjunction  with  transit 
shelter  and  signage 
planning  process 

North/ 
South 

E.47.h.  Parkina  Manaaement  Guidelines 

Establish  parking  management  guidelines  for  the  private  operators  of  parking  facilities 
in  the  Project  Area. 

Owner  (TMA) 

As  identified  by  TMA; 
ongoing  review  with  Agency 

Redevelopment  Agency 

TMA  to  submit  periodic 
status  reports  to  Agency 

South 

E.47.i  Flexible  Work  Time/Telecommutina 

Where  feasible,  offer  employees  in  the  Project  Area  the  opportunity  to  work  on  flexible 
schedules  and/or  telecommute  so  they  could  avoid  peak  hour  traffic  conditions. 

Owner  (TMA);  other  major 
employers 

As  warranted  by 
development;  ongoing 
review  with  Agency 

Redevelopment  Agency 

TMA  to  submit  periodic 
status  reports  to  Agency 

North/ 
South 

E  49  Ferrv  Service 

Make  a  good  faith  effort  to  assist  the  Port  of  San  Frandsco  and  others  In  ongoing  studies  of 
the  feasibility  of  expanding  regional  ferry  service.  Make  good  faith  efforts  to  assist  in 
implementing  feasible  study  recommendations. 

Owner  (TMA) 

As  identified  by  TMA; 
ongoing  review  with  Agency 

ppHpt/plnnmpnt  Anpnrv* 
Port 

TMA  to  submit  periodic 
status  reports  to  Agency 

F.    AIR  QUALITY 

North/ 
South 

F.I  TSM  Measures 

Implement  measures  to  decrease  vehicle  trips,  as  described  in  Mitigation  Measures  E.46 

thrniinh  P  ^0  in  Spptinn  \/l  F  Mttinntirtn  MAaciirpc  Trancnnrtatinn 

See  Measures  E.46-E.50 

See  Measures  E.46-E.50 

See  Measures  E.46-E.50 

See  Measures  E.46-E.50 

North/ 
South 

F.2  Construction  PM^ 

As  conditions  of  construction  contracts,  require  contractors  to  implement  the  following 
mitigation  program,  based  on  the  instructions  in  the  BAAQMD  CEQA  Guidelines,  at  all 
construction  sites  within  the  Project  Area: 

Owner,  other  developers 

During  construction 

DPW;  DBI 

DPW/DBI  to  require 
evidence  of  compliance 
through  site  permit  process 

F.2. a.  Water  all  active  construction  areas  at  least  twice  a  day,  or  as  needed  to  prevent  visible 
dust  plumes  from  blowing  off-site 

Owner,  other  developers 

During  construction 

DPW;  DBI 

Agency,  DPW/DBI  to  require 
evidence  of  compliance 
through  site  permit  process 

F.2.b.  Use  tarpaulins  or  other  effective  covers  for  on-site  storage  piles  and  for  haul  trucks  that 
travel  on  streets 

Owner,  other  developers 

During  construction 

DPW;  DBI 

Agency,  DPW/DBI  to  require 
evidence  of  compliance 
through  site  permit  process 

F.2.C.  Pave,  apply  water  three  times  daily,  or  apply  (non-toxic)  soil  stabilizers  on  all  unpaved 
parking  areas  and  staging  areas  at  construction  sites 

Owner,  other  developers 

During  construction 

DPW;  DBI 

Agency,  DPW/DBI  to  require 
evidence  of  compliance 
through  site  permit  process 

F.2.d.  Sweep  all  paved  access  routes,  parking  areas,  and  staging  areas  daily  (preferably  with 
water  sweepers) 

Owner,  other  developers 

During  construction 

DPW;  DBI 

Agency,  DPW/DBI  to  require 
evidence  of  compliance 
through  site  permit  process 
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F.2.e.  Sweep  streets  daily  (preferably  with  water  sweepers)  if  visible  amounts  of  soil  material 
are  carried  onto  public  streets 

Owner,  other  developers 

During  constnjction 

DPW;  DBI 

Agency,  DPW/DBI  to  require 
evidence  of  compliance 
through  site  permit  process 

F.2.f.    Hydroseed  or  apply  (non-toxic)  soil  stabilizers  to  inactive  construction  areas  (previously 
graded  areas  inactive  for  ten  days  or  more) 

Owner,  other  developers 

During  construction 

DPW;  DBI 

Agency,  DPW/DBI  to  require 
evidence  of  compliance 
through  site  permit  process 

F.2.g.  Enclose,  cover,  water  twice  daily  or  apply  (non-toxic)  soil  binders  to  exposed  stockpiles 
(dirt,  sand,  etc.) 

Owner,  other  developers 

During  construction 

DPW;  DBI 

Agency,  DPW/DBI  to  require 
evidence  of  compliance 
through  site  permit  process 

F.2.h.  Limit  traffic  speeds  on  unpaved  roads  to  15  mph 

Owner,  other  developers 

Implement  through  site 
permit  process 

DPW;  DBI 

Agency,  DPW/DBI  to  require 
evidence  of  compliance 
through  site  permit  process 

F.2.i.    Install  sandbags  or  other  erosion  control  measures  to  prevent  silt  runoff  to  public 
roadways 

Owner,  other  developers 

Implement  through  site 
permit  process 

DPW;  DBI 

Agency,  DPW/DBI  to  require 
evidence  of  compliance 
through  site  permit  process 

F.2.j.    Replant  vegetation  in  disturbed  areas  as  quickly  as  possible 

Owner,  other  developers 

Implement  through  site 
permit  process 

DPW;  DBI 

Agency,  DPW/DBI  to  require 
evidence  of  compliance 
through  site  permit  process 

F.2.k.  Install  wheel  washers  for  all  exiting  trucks,  or  wash  off  the  tires  or  tracks  of  all  tnjcks 
and  equipment  leaving  the  site 

Owner,  other  developers 

Implement  through  site 
permit  process 

DPW;  DBI 

Agency,  DPW/DBI  to  require 
evidence  of  compliance 
through  site  permit  process 

F.2.I.    Install  wind  breaks,  or  plant  trees  /  vegetative  wind  breaks  at  windward  side(s)  of 
construction  areas 

Owner,  other  developers 

Implement  through  site 
permit  process 

DPW;  DBI 

Agency,  DPW/DBI  to  require 
evidence  of  compliance 
through  site  permit  process 

F.2.m.  Suspend  excavation  and  grading  on  large  construction  sites  when  winds 
(instantaneous  gusts)  exceed  25  mph 

Owner,  other  developers 

Implement  through  site 
permit  process 

DPW;  DBI 

Agency,  DPW/DBI  to  require 
evidence  of  compliance 
through  site  permit  process 

F.2.n.  Limit  the  area  subject  to  excavation,  grading  and  other  construction  activity  at  any  one 
time 

Owner,  other  developers 

Implement  through  site 
permit  process 

DPW;  DBI 

Agency,  DPW/DBI  to  require 
evidence  of  compliance 
through  site  permit  process 

North/ 
South 

F.3  Toxic  Air  Contaminants  (TACs) 

Prior  to  issuing  a  certificate  of  occupancy  for  a  facility  containing  potential  toxic  air 
contamination  sources,  obtain  written  verification  from  BAAQMD  either  that  the  facility  has 
been  issued  a  permit  from  BAAQMD,  if  required  by  law,  or  that  permit  requirements  do  not 
apply  to  the  fadlity 

Owner,  other  owners 

Prior  to  issuance  of 
Certificate  of  Occupancy  for 
relevant  facilities 

DBI 

Agency,  DBI  to  require 
verification  prior  to  issuance 
of  Certificate  of  Occupancy 
in  consultation  with  DPH 
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H.3  ComDrehensive  Preoaredness  and  ResDonse  Plan 

North/ 
South 

H.3.a.  Require  the  formulation  of  a  comprehensive  preparedness  and  response  plan  for  the 
entire  Project  Area  (as  opposed  to  the  typical  building-by-building  plan),  integrated  with 
the  City's  emergency  response  plans  and  in  coordination  with  the  Mayor's  Office  of 
Emergency  Services.  An  emergency  response  plan  should  include: 

•  Community  coordination  and  response 

•  Coordination  with  government  services 

•  Outreach  and  training  (not  only  for  employees  but  also  residents) 

•  Food  and  water 
i     •  Shelter 

•  Sanitation 

•  Consideration  of  need  and  potential  locations  for  special  facilities  (operations, 
medical,  etc.)  in  the  context  of  the  citywide  Emergency  Response  Plan  and  the 
Project  Area's  location  in  Emergency  Response  District  3 

•  Organization  of  employees  into  response  teams 

•  Employee  training  in  response  procedures,  including  setting  up  a  command  post, 
communications,  first  aid,  evacuation,  security  and  clean-up 

Owner 

Include  in  emergency 
response  plan;  update  as 
necessary 

Redevelopment  Agency; 
OES 

Require  emergency 
response  plan  prior  to 
issuance  of  first  Certificate 
of  Occupancy;  require 
periodic  updates 

North/ 
South 

H.3.b.  In  addition  to  the  Project  Area-wide  plan,  require  each  building  or  complex  in  the 
Project  Area  to  prepare  an  emergency  response  plan.  Each  plan  would  be  the 
responsibility  of  the  owner(s)  of  each  building  or  complex,  and  would  be  reviewed  by 
the  City  periodically  to  ensure  it  is  kept  up  to  date. 

Owner,  other  developers 

Include  in  Project-level 
r6Spons6  pisni  upd3t6  3S 
necessary 

Redevelopment  Agency; 
OES 

Require  prior  to  Issuance  of 
Certificate  of  Occupancy  for 
each  Project;  require 
periodic  updates  | 

South 

H  4  Fire  Station  No.  30 

Provide  seismic  rehabilitation  of  Fire  Station  No.  30  in  the  Project  Area,  if  the  building  is  to  be 
reused  for  human  occupancy. 

Fire  Department 

See  Measures  D.1-D.2 

See  Measures  D.1-D.2 

See  Measures  D.1-D.2 

South 

H  5  New  Fire  Station 

At  the  time  the  San  Francisco  Fire  Department  determines  the  population  or  building  density  Is 
high  enough  to  warrant  it,  provide  a  new  fire  station  in  Mission  Bay  South  to  reduce  the  effects 
of  limited  emergency  access  to  and  from  the  site  following  a  major  earthquake. 

t 

City;  Fire  Department; 
Owner  as  allocated  in  South 
Infrastructure  Plan 

Owner  obligation  to  transfer 
site  and  make  available 
certain  funds  and  City 
obligation  to  fund  the 
balance  and  construct  as 
provided  in  South  Owner 
Participation  Agreement 
and  Infrastructure  Plan 

Redevelopment  Agency; 
City;  Fire  Department 

As  provided  in  South  Owner 
Participation  Agreement  and 
Infrastructure  Plan 
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North/ 
South 

F  5  Dry  Cleanina  Facilities 

Prohibit  dry  cleaning  facilities  that  conduct  on-site  dry  cleaning  operations  in  residential  areas 
within  the  Project  Area.  For  any  dry  cleaning  operations  with  the  Project  Area,  require  vapor 
barriers  In  their  design  and  construct  so  as  to  reduce  exposure  to  perchloroethylene  and  any 
other  toxic  air  contaminants  handled  at  the  facility. 

Owner,  other  developers; 
Redevelopment  Agency 

Implement  as  part  of 
nrojeci-ievei  review 

Redevelopment  Agency; 
DPH-  BAAQMD 

Agency  to  review  land  uses 
as  part  of  Project-level 
review  and  consult  with 
DPH,  DBl  and  BAAQMB 
regarding  any  vapor  barrier 
requirements 

North/ 
South 

Require  preschool  and  childcare  centers  to  notify  BAAQMD  and  the  San  Francisco 
Department  of  Public  Health  regarding  the  locations  of  their  operations,  and  require  these 
centers  to  consult  with  these  agencies  regarding  existing  and  possible  future  stationary  and 
mobile  sources  of  toxic  air  contaminants.  The  purpose  of  these  consultations  is  to  obtain 
information  so  that  preschool  and  childcare  centers  can  be  located  to  minimize  potential 
Impacts  from  toxic  air  contaminants  emissions  sources. 

Owner,  other  developers 

Implement  as  part  of 
Project-level  review 

Redevelopment  Agency; 
DPH;  BAAQMD 

Agency  to  review  land  uses 
as  part  of  Project-level 
review  and  require  evidence 
of  consultation  prior  to 
inclusion  of  such  uses  in  a 
Major  Phase  or  Project 

fi.    NOISE  AND  VIBRATION 

North/ 
South 

fi  1  Noise  Reduction  in  Pile  Drivina 

Use  noise-reducing  pile  driving  techniques  such  as  pre-drilling  pile  holes  (if  feasible,  based  on 
soils)  to  the  maximum  feasible  depth,  installing  intake  and  exhaust  mufflers  on  piledriving 
equipment,  vibrating  piles  into  place  when  feasible,  installing  shrouds  around  the  piledriving 
hammer  where  feasible,  and  restricting  the  hours  of  operation. 

Owner,  other  developers 

Provide  information 
regarding  compliance  prior 
to  pile  driving 

Redevelopment  Agency; 
DPW/DBI 

DPW/DBI  to  review 
information  prior  to  pile 
driving  as  part  of  site  permit 
process 

North 

G  ?  Analyze  Potential  Vibrations  from  Caltrain 

Analyze  potential  vibration  from  Caltrain  on  the  western-most  block  of  Mission  Bay  North  at 
Berry  and  King  Streets,  adjacent  to  Caltrain  tracks,  based  on  information  about  localized  soils, 
and,  if  the  analysis  shows  vibration  could  be  significant  without  mitigation,  design  and 
construct  foundations  of  buildings  proposed  to  be  on  that  block  with  vibration-reducing  features 
to  reduce  potential  impacts  from  adjacent  passenger  trains. 

Owner,  other  developers 

Provide  information 
regarding  compliance  prior 
to  foundation  construction 

Redevelopment  Agency; 
DPW/DBI 

DPW/DBI  to  review' 
information  prior  to  issuance 
of  site  permit 

H.  SEISMICITY 

North/ 
South 

H.1  Heaw  Eauioment  Storaoe 

During  the  build-out  period,  store  heavy  construction  equipment  in  the  Project  Area  during  the 
buildout  period  that  is  capable  of  traveling  on  damaged  roads,  clearing  debris,  and  opening 
access  to,  and  within,  the  Project  Area  after  a  major  earthquake. 

Owner,  other  developers 

Include  in  emergency 
response  plan;  update  as 
necessary 

Redevelopment  Agency; 
Office  of  Emergency 
Services  (OES) 

Require  emergency 
response  plan  prior  to 
issuance  of  first  Certificate 
of  Occupancy;  require 
periodic  updates 

North/ 
South 

H.2  Emeroencv  Preparedness  and  Emeraencv  Resoonse 

Following  build-out,  coordinate  emergency  response  plans  with  the  City  regarding  use  of 
heavy  equipment  from  the  City  storage  yard  in  the  vicinity  of  the  Project  Area 

Owner,  other  developers 

Include  in  emergency 
response  plan;  update  as 
necessary 

Redevelopment  Agency; 
Office  of  Emergency 
Services  (OES) 

Require  emergency 
response  plan  prior  to 
issuance  of  first  Certificate 
of  Occupancy;  require 
periodic  updates 
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H  3  Comprehensive  Preoaredness  and  Response  Plan 

North/ 
South 

H.3.a.  Require  the  formulation  of  a  comprehensive  preparedness  and  response  plan  for  the 
entire  Project  Area  (as  opposed  to  the  typical  building-by-building  plan),  Integrated  with 
the  City's  emergency  response  plans  and  in  coordination  with  the  Mayor's  Office  of 
Emergency  Services.  An  emergency  response  plan  should  include: 

•  Community  coordination  and  response 

•  Coordination  with  government  services 

•  Outreach  and  training  (not  only  for  employees  but  also  residents) 

•  Food  and  water 
i       •  Shelter 

•  Sanitation 

•  Consideration  of  need  and  potential  locations  for  special  facilities  (operations, 
medical,  etc.)  in  the  context  of  the  citywide  Emergency  Response  Plan  and  the 
Project  Area's  location  in  Emergency  Response  District  3 

•  Organization  of  employees  into  response  teams 

•  Employee  training  in  response  procedures,  including  setting  up  a  command  post, 
communications,  first  aid,  evacuation,  security  and  clean-up 

Owner 

Include  in  emergency 
response  plan;  update  as 
necessary 

Redevelopment  Agency; 
OES 

Require  emergency 
response  plan  prior  to 
issuance  of  first  Certificate 
of  Occupancy;  require 
periodic  updates 

North/ 
South 

H.3.b.  In  addition  to  the  Project  Area-wide  plan,  require  each  building  or  complex  in  the 
Project  Area  to  prepare  an  emergency  response  plan.  Each  plan  would  be  the 
responsibility  of  the  owner(s)  of  each  building  or  complex,  and  would  be  reviewed  by 
the  City  periodically  to  ensure  it  is  kept  up  to  date. 

Owner,  other  developers 

Include  in  Project-level 

racnnncA  nian*  imHatP 
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necessary 

Redevelopment  Agency; 
OES 

Require  prior  to  issuance  of 
Certificate  of  Occupancy  for 
each  Project;  require 
periodic  updates 

South 

H.4  Fire  Station  No.  30 

Provide  seismic  rehabilitation  of  Fire  Station  No.  30  in  the  Project  Area,  if  the  building  Is  to  be 
reused  for  human  occupancy. 

Fire  Department 

See  Measures  D.1-D.2 

See  Measures  D.1-D.2 

See  Measures  D.1-D.2 

South 

H  5  New  Fire  Station 

At  the  time  the  San  Francisco  Fire  Department  determines  the  population  or  building  density  is 
high  enough  to  warrant  it,  provide  a  new  fire  station  in  Mission  Bay  South  to  reduce  the  effects 
of  limited  emergency  access  to  and  from  the  site  following  a  major  earthquake. 

City;  Fire  Department; 
Owner  as  allocated  in  South 
Infrastructure  Plan 

Owner  obligation  to  transfer 
site  and  make  available 
certain  funds  and  City 
obligation  to  fund  the 
balance  and  construct  as 
provided  in  South  Owner 
Participation  Agreement 
and  Infrastructure  Plan 

Redevelopment  Agency; 
City;  Fire  Department 

As  provided  in  South  Owner 
Participation  Agreement  and 
Infrastructure  Plan 
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North/ 
South 

H.6  Facilitate  Emeroencv  Access  Routes 

As  part  of  the  comprehensive  preparedness  plan  identified  in  Measure  H.3,  identify  and 
implement  feasible  measures  to  facilitate  and  improve  emergency  access  routes  to  the  site, 
especially  in  the  vicinity  of  Seventh  and  Owens  Streets.  Such  measures  could  include  design 
of  open  spaces  to  allow  vehicle  access  following  in  a  catastrophic  event;  designing 
underground  utilities  at  the  Owens  and  Seventh  Streets  connector  to  minimize  severe  damage 
or  disconnection  caused  by  earthquakes;  constructing  heavier  pavement  sections  along  critical 
routes  if  indicated  through  a  geotechnical  study;  and  siting  buildings  within  the  area  bounded 
by  Seventh  Street,  the  Seventh  Street  connector,  Owens  Street,  and  16'"  Street  in  a  manner 
that  would  allow  emergency  vehicle  access  between  these  buildings  in  a  catastrophic  event. 

Owner 

Review  as  part  of  Major 
Phase 

See  Measure  H.3 

Review  as  part  of  Major 
Phase  ^ 

North/ 
South 

H.7  Corrosivitv 

Teit  soils  for  sulfate  and  chloride  content.  If  necessary,  use  admixtures  In  concrete  so  it  would 
not  be  susceptible  to  attack  by  sulfates,  and/or  use  coated  metal  pipes  so  that  pipes  would  be 
more  resistant  to  corrosion  by  chlorides. 

^jwner,  oinci  ucvciupcia 

Infrastructure  improvement 
plans 

DPW-  DBI 

DPW/DBI  to  review  as  part 
of  subdivision  improvement 
plan  or  site  permit  review 
process 

1.     HEALTH  AND  SAFETY 

South 

1.1    Biohazardous  Materials  Handlina  Guidelines 

Require  businesses  that  handle  biohazardous  materials  and  do  not  receive  federal  funding  to 
certify  that  they  follow  the  guidelines  published  by  the  National  Research  Council  and  the 
United  States  Department  of  Health  and  Human  Services  Public  Health  Service,  National 
Institutes  of  Health,  and  Centers  for  Disease  Control,  as  set  forth  in  Biosafety  in 
Microbiological  and  Biomedical  Laboratories,  Guidelines  for  Research  Involving  Recombinant 
DNA  Molecules  (NIH  Guidelines),  and  Guide  for  the  Care  and  Use  of  Laboratory  Animals,  or 
their  successors,  as  applicable. 

Owner,  other  developers 

As  part  of  building  permit 
process;  provide  annual 
certification  thereafter 

DPH,  DBI 

DBI  to  review  through 
building  permit  process,  as 
applicable;  DPH  to  review 
submissions  and  monitor 
updating 

South 

1.2  Use  of  HEPA  Filters. 

Require  businesses  handling  biohazardous  materials  to  certify  that  they  use  high  efficiency 
particulate  air  (HEPA)  filters  or  substantially  equivalent  devices  on  all  exhaust  from  Biosafety 
Level  3  laboratories  unless  they  demonstrate  that  exhaust  from  their  Biosafety  Level  3 
laboratories  would  not  pose  substantial  health  or  safety  hazards  to  the  public  or  the 
environment.  Require  such  businesses  to  certify  that  they  inspect  or  monitor  the  filters 
regularly  to  ensure  proper  functioning. 

Owner,  other  developers 

As  part  of  building  permit 
process;  provide  annual 
update  certification 
thereafter 

DPH;  DBI 

DBI  to  review  through 
building  permit  process,  as 
applicable;  DPH  to  review 
submissions  and  monitor 
updating 

South 

1.3  Handlina  of  Biohazardous  Materials 

Require  businesses  handling  biohazardous  materials  to  certify  that  they  do  not  handle  or  use 
biohazardous  materials  requiring  Biosafety  Level  4  containment  (i.e.,  dangerous  or  exotic 
materials  that  pose  high  risks  of  life-threatening  diseases  or  aerosol-transmitted  infections,  or 
unknown  risks  of  transmission)  in  the  Project  Area. 

Owner,  other  developers 

As  part  of  building  permit 
process;  provide  annual 
update  certification 
thereafter 

DPH;  DBI 

DBI  to  review  through 
building  permit  process,  as 
applicable;  DPH  to  review 
submissions  and  monitor 
updating 
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J.    CONTAMINATED  SOILS  AND  GROUNDWATER 

North/ 
South 

J.  1  Risk  Manaaement  Plan(s) 

Prior  to  any  site  development  activities  in  the  Project  Area,  develop  and  implement  an 
RWQCB-approved  Risk  Management  Plan  or  Plans  (RMP).  The  RMP  shall  address  all  site 
development  activities  and  post-development  activities  and  shall  include  specific  measures 
that  would  be  protective  of  human  health  and  the  aquatic  environment.  The  human  health 
standards  to  be  applied  in  the  RMP  are  a  cumulative  cancer  risk  of  1  x  lO--*  and  Hazard  Index 
of  1 ,  or  more  stringent  standards  as  may  be  required  by  the  RWQCB.  Amend  the  RMPs  as 
required  by  the  RWQCB  to  reflect  nev^  information  regarding  contamination,  land  use 
decisions,  or  as  a  result  of  Article  20  compliance. 

Owner,  Agency,  other 
developers 

As  provided  in  the  EIRP  or 
in  RMPs 

See  measures  J.la-J.lo 
below 

See  measures  J.la-J.lo 
below 

RMP  Enforcement 

J. la       Provide  an  enforcement  structure  for  RMPs,  to  be  in  place  and  effective  during 
construction  and  after  project  development,  including: 

i.       Develop  and  record  a  restrictive  covenant  as  an  Environmental  Restriction 
and  Covenant  under  California  Civil  Code  Section  1471  that: 

a.  Places  limits  on  future  uses  in  the  Project  Area  consistent  w/ifh  the 
provisions  in  the  RMP; 

b.  Provides  notice  to  current  and  future  property  owners  that  the  RMP 
contains  use  restrictions  and  other  requirements  and  obligates  property 
owners  to  provide  like  notice  to  occupants;  and 

c.  Provides  notice  to  current  and  future  property  owners  that  the  RWQCB 
maintains  residual  regulatory  enforcement  authority  over  all  portions  of 
the  Project  Area  sufficient  to  compel  enforcement  of  the  entire  RMP, 

11.      As  part  of  any  future  transfer  of  property  title  of  any  portion  of  the  Project 

Area,  require  current  property  owners  to  provide  a  copy  of  the  RMP  to  each  of 
their  future  transferees. 

Owner,  Agency,  other 
developers 

As  provided  in  the  EIRP  or 
in  RMPs 

RWQCB;  Redevelopment 
Agency 

RWQCB  to  approve  RMP 
prior  to  site  development; 
Agency  to  ensure  RWQCB 
approval 
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Pre-DevelODment 

Include,  at  a  minimum,  the  following  elements  in  the  RMP: 

J.lb    Limit  direct  access  to  areas  with  exposed  native  soils  (defined  as  soils  that  exist  at  the 
site  prior  to  project  approval)  and  perform  inspections  to  verify  that  measures  taken  to 
limit  direct  access  are  maintained.  Alternatively,  for  each  location  with  exposed  native 
soils,  provide  risk  management  procedures  for  those  areas.  If  this  alternative  is 
chosen,  for  each  exposed  soil  location  that  would  remain  vacant  and  undeveloped  at 
the  initiation  of  development,  and  for  each  site  that  becomes  vacant  and  includes 
exposed  native  soil,  evaluate  and  document  potential  health  risks  to  the  general  public 
that  could  occur  before  site  development  using  the  following  process: 

Owner.  Agency,  other 
developers 

As  provided  in  the  EIRP  or 
in  RMPs 

RWQCB;  Redevelopment 
Agency 

• 

RWQCB  to  approve  RMP 
prior  to  site  development 
and  conduct  any  ongoing 
monitoring  of  its  provisions; 
Agency  to  ensure  RWQCB 
approval  of  RMP 

)  • 

Evaluate  sampling  results  to  determine  constituents  that  could  pose  a  risk 
to  the  general  public.  Identify  populations  who  could  be  exposed  to  the 

COnstitllpnts  in  ^nii^  ha^p^l  nn  IsinH  iiq^q  within  3nH  aHiar^ont  try  tho  Dmiar^ 
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Area.  Exposed  populations  that  would  be  considered  would  include  adult 
and  child  visitors/trespassers,  nearby  residents  (adults  and  children),  and 
workers  not  involved  in  project  construction  within  and  adjacent  to  the 
Project  Area.  Using  specific  EPA-  and  DTSC-recommended  exposure 
assumptions,  identify  the  appropriate  exposure  pathways  and 
assumptions  in  consultation  with  the  RWQCB. 

Using  the  specific  exposure  assumptions  identified  above,  adopt 
contaminant-specific  interim  target  levels  (ITLs)  following  regulatory  risk 
assessment  guidelines  established  by  DISC  and  EPA. 

Compare  ITLs  to  the  range  of  concentrations  detected  in  exposed  native 
soils  to  identify  areas  where  ITLs  are  exceeded.  No  further  action  prior  to 
development  (other  than  that  required  under  Article  20  or  other  applicable 
regulations)  would  be  required  in  areas  in  which  ITLs  are  not  exceeded 
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J.  1c     For  areas  where  ITLs  are  exceeded,  identify  specific  Interim  Risk  Management  (IRM) 
measures  that  would  reduce  potential  contamination-related  risks  to  Project  Area 
occupants  and  visitors  during  site  build-out.  Based  on  the  results  of  the  ITL  evaluation 
and  need  for  site  controls,  general  IRM  measures  could  include  measures  such  as: 

i.     Limit  Direct  Access  to  Uncovered  Native  Soil  on  Undeveloped  Portions  of  the  Project 
Area.  To  effectively  limit  access,  install  fencing  or  other  physical  barriers  around  the 
identified  areas,  and  post  "no  trespassing"  signs. 

II.    Hvdroseed  or  Apply  Other  Veoetative  or  Other  Cover  to  Uncovered  Areas. 

Hydroseed  or  apply  other  vegetative  or  other  cover  to  the  uncovered  areas  to  reduce 
the  potential  for  windblown  dusts  to  be  generated,  and  to  reduce  the  potential  for 
individuals  to  have  direct  contact  with  the  native  soils. 

'  iii.    Include  Safetv  Notices  in  Leases.  Notify  tenants  of  occupied  portions  of  the  Project 
Areas  of  the  potential  risks  involved  with  the  disturbance  of  existing  cover  (asphalt, 
concrete,  vegetation)  or  exposed  native  soil. 

iv.  Conduct  Periodic  Inspections  of  Ooen  Spaces.  Conduct  periodic  inspections  of  the 
Project  Area  to  reduce  the  illegal  occupancy  of  open  areas  by  transient  populations, 
and  to  reduce  the  illegal  dumping  by  unauthorized  occupants  or  off-site  populations. 
Implement  additional  security  measures  such  as  fencing  and/or  the  use  of  security 

m  i9rHc   if  incrto^inrtc  chnu/  9  ncaH 
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v.  Periodic  Monitorina.  Perform  inspections  verifyina  that  risk  manaaement  measures 
remain  effective  by  identifying  disturbances  to  cover  materials  that  could  result  in  the 
exposure  of  underlying  native  soil  and  by  identifying  areas  where  temporary  fencing 
or  other  physical  barriers  might  need  to  be  reinstalled.  If  the  inspections  identify 
areas  where  measures  have  been  rendered  ineffective,  implement  corrective  action. 

Owner,  Agency,  other 
developers 

As  provided  in  the  EIRP  or 
in  RMPs 

RWQCB:  Redevelopment 
Agency 

RWQCB  to  approve  RMP 
prior  to  site  development 
and  conduct  any  ongoing 
monitoring  of  its  provisions; 
Agency  to  ensure  RWQCB 
approval  of  RMP 

Development 

J. Id     Include  in  the  RMP,  health  and  safety  training  and  health  protection  objectives  for 
workers  who  may  directly  contact  contaminated  soil  during  construction  and/or 
maintenance,  including  Cal/OSHA  worker  safety  regulations  appropriate  to  the  type  of 
construction  activity,  location,  and  risk  relative  to  the  potential  types  of  hazards 
associated  with  contaminated  soil  or  groundwater,  and  where  appropriate,  compliance 
with  Title  8,  Group  16,  requirements. 

Owner,  Agency,  other 
developers 

As  provided  in  the  EIRP  or 
in  RMPs 

RWQCB;  DBI;  DPW;  DPH 
Redevelopment  Agency 

RWQCB  to  approve  RMP 
prior  to  site  development; 
DPH  and.  depending  on  the 
improvement.  DBI  or  DWP. 
to  ensure  implementation  of 
construction-related  portions 
of  any  measures  included  in 
RMP  through  permit  process 
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J.le      Identify  site  access  controls  to  be  implemented  during  construction,  such  as: 

i.  Secure  construction  site  to  prevent  unauthorized  pedestrian/vehicular  entry  with 
fencing  or  other  barrier  of  sufficient  height  and  structural  integrity  to  prevent  entry  and 
based  upon  the  degree  of  control  required. 

ii.  Post  "no  trespassing"  signs. 

iii.  Provide  on-site  meetings  with  construction  workers  to  inform  them  about  security 
measures  and  reporting/contingency  procedures. 

Owner,  Agency,  other 
developers 

As  provided  in  the  EIRP  or 
in  RMPs 

RWQCB;  DBI;  DPW; 
Redevelopment  Agency 

RWQCB  to  approve  RMP 
prior  to  site  development; 
DPH  and,  depending  on  the 
improvement.  DBI  or  DWP, 
to  ensure  implementation  of 
construction-related  portions 
of  any  measures  included  in 
RMP  through  permit  process 

J. If       Identify  protocols  for  managing  soil  during  construction,  which  will  include  at  a 
minimum: 

;    i.    The  dust  controls  found  In  Measure  F.2  in  Section  VI. F,  Mitigation  Measures:  Air 
Quality. 

ii.  Standards  for  imported  fill  (defined  as  fill  brought  onto  the  site  from  outside  the 
Project  Area)  that  are  protective  of  human  health  and  the  aquatic  environment  and 
an  identified  minimum  depth  of  fill  to  be  required  for  landscaped  areas. 

iii.  A  requirement  that  prior  to  placement,  if  native  soil  in  the  Project  Area  is  to  be 
used  on  site  in  any  manner  that  could  result  in  direct  human  exposure, 
characterization  of  the  soil  be  conducted  to  confirm  that  it  meets  appropriate 
standards  approved  by  the  RWQCB  and  would  be  appropriate  for  the  Intended 
use. 

iv.  Protocols  for  managing  stockpiled  and  excavated  soils. 

V.    A  program  for  off-site  dust  monitoring,  consisting  of  real-time  monitoring  for  PM-\q 
concentrations  to  demonstrate  that  the  health  and  safety  of  all  individuals  not 
engaged  in  construction  activities  would  not  be  adversely  affected  by  chemicals 
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shows  dust  levels  exceeding  250  g/m^,  implement  additional  dust  control 
measures,  such  as  continuous  misting  of  exposed  areas  with  water,  until 
concentrations  are  reduced  below  the  action  level. 

Owner,  Agency,  other 
developers 

As  provided  in  the  EIRP  or 
in  RMPs 

RWQCB;  DBI;  DPW; 
Redevelopment  Agency 

RWQCB  to  approve  RMP 
prior  to  site  development; 
DPH  and,  depending  on  the 
improvement,  DBI  or  DWP, 
to  ensure  implementation  of 
construction-related  portions 
of  any  measures  included  In 
RMP  through  permit  process 

• 

J.1g     Identify  protocols  for  managing  groundwater,  which  will  include  at  a  minimum: 

i.     Procedures  to  prevent  unacceptable  migration  of  contamination  from  defined 
plumes  during  dewatering,  such  as  monitoring,  counter-pumping,  or  installing 
sheetpiles  down  to  Bay  Mud  before  dewatering. 

Ii.    Procedures  for  the  installation  of  subsurface  pipelines  and  other  utilities,  where 
necessary,  to  prevent  lateral  transmission  of  chemicals  in  groundwater.  Such 
procedures  could  include,  but  would  not  be  limited  to,  selection  of  proper  backfill 
materials  and  thickness  and  installation  of  clay  plugs  or  barrier  collars. 

Owner,  Agency,  other 
developers 

As  provided  in  the  EIRP  or 
in  RMPs 

RWQCB;  DBI;  DPW;  DPH 
Redevelopment  Agency 

RWQCB  to  approve  RMP 
prior  to  site  development; 
DPH  and,  depending  on  the 
improvement,  DBI  or  DWP, 
to  ensure  implementation  of 
construction-related  portions 
of  any  measures  included  in 
RMP  through  permit  process 
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1  ih      in^iiiHo  ^WPPP  r^ni lirAiTtfantc  anH  RMP«  ac  Hp^rrihpH  in  Mitioation  Measure  K  1  in 
Section  VI. K,  Mitigation  Measures:  Hydrology  and  Water  Quality. 

Owner,  Agency,  other 
developers 

As  provided  in  the  EIRP  or 
in  RMPs 

RWQCB;  DBl;  DPW;  DPH 
Redevelopment  Agency 

RWQCB  to  approve  RMP 
prior  to  site  development; 
DPH  and,  depending  on  the 
improvement,  DBl  or  DWP, 
to  ensure  implementation  of 
construction-related  portions 
of  any  measures  included  in 
RMP  through  permit  process 

I  1i           InnliiHo  a  rAni  lirpmpnt  that  f  nncin  irtinn  npr^nnnpl  hp  trained  lo  recoonize  DOtsntiSl 

hazards  associated  with  underground  features  that  could  contain  hazardous  materials, 
previously  unidentified  contamination,  or  buried  hazardous  debris. 

Owner,  Agency,  other 
developers 

As  provided  in  the  EIRP  or 
in  RMPs 

RWQCB;  DBl;  DPW; 
Redevelopmexit  Agency; 
DPH 

RWQCB  to  approve  RMP 
prior  to  site  development; 
DPH  and,  depending  on  the 
improvement,  DBl  or  DWP, 
to  ensure  implementation  of 
construction-related  portions 
of  any  measures  included  in 
RMP  through  permit  process 

1  ■!  i              r^Aiialnn  -nnM  Macrrii^a  r\mr*arli  irAe  fr\r  imnlampntinn  a  ^nntinnpnPV  nian  inplllflinn 
J.TJ           UeVclOp  aMU  ucSCriUc  pruucUUicS  lOI  iriipiclllcllUliy  a  *^uitiiiiyciiv.«y  ^laii,  iiiviuuniy 

appropriate  notification  and  control  procedures,  in  the  event  unanticipated  subsurface 
hazards  are  discovered  during  construction.  Control  procedures  could  include,  but 
would  not  be  limited  to,  further  investigation  and  removal  of  USTs  or  other  hazards. 

Owner,  Agency,  other 
developers 

As  provided  in  the  EIRP  or 
in  RMPs 

RWQCB;  DBl;  DPW; 
Redevelopment  Agency; 
DPH 

RWQCB  to  approve  RMP 
prior  to  site  development; 
DPH  and,  depending  on  the 
improvement,  DBl  or  DWP, 
to  ensure  implementation  of 
construction-related  portions 
of  any  measures  included  in 
RMP  through  permit  process 

J.  1k       Establish  procedures,  as  necessary,  so  that  construction  activities  avoid  interfering  with 
any  RWQCB-required  site  investigation  and  remediation  in  the  free  product  area. 

Owner,  Agency,  other 
developers 

As  provided  in  the  EIRP  or 
in  RMPs 

RWQCB;  DBl;  DPW; 
Redevelopment  Agency; 
DPH 

RWQCB  to  approve  RMP 
prior  to  site  development; 
DPH  and,  depending  on  the 
improvement,  DBl  or  DWP, 
to  ensure  implementation  of 
construction-related  portions 
of  any  measures  included  in 
RMP  through  permit  process 

Post-Development 

J.1 1       Except  where  testing  demonstrates  that  native  soils  meet  standards  established  by  the 
RWQCB  as  being  protective  of  human  health  and  the  aquatic  environment,  require  that 
upon  project  completion,  all  native  soils  shall  be  capped,  so  as  to  preclude  human 
contact  by  using  buildings,  paved  surfaces  (such  as  parking  lots,  sidewalks,  or 
roadways),  or  fill  of  a  kind  and  depth  approved  by  the  RWQCB. 

Owner,  Agency,  other 
developers 

As  provided  in  the  EIRP  or 
in  RMPs 

RWQCB;  Redevelopment 
Agency 

RWQCB  to  approve  RMP 
prior  to  site  development 
and  conducting  any  ongoing 
monitoring;  Agency  to 
ensure  RWQCB  approval 
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J.lm      Prohibit  residences  with  unrestricted  access  to  soils  in  front  yards  or  backyards 
anywhere  in  the  Project  Area. 

Owner,  Agency,  other 
developers 

As  provided  in  the  EIRP  or 
in  RMPs 

RWQCB;  DBI;  DPW; 
Redevelopment  Agency 

RWQCB  to  approve  RMP 
prior  to  site  development  \ 
and  conducting  any  ongoing 
monitoring;  Agency  to 
ensure  RWQCB  approval 

J.ln     Prohibit  access  to  native  soils  for  private  use.  If  disturbance  of  native  subsurface  soils 
or  groundwater  dewatering  is  planned,  carry  out  these  activities  in  accordance  with  the 
elements  of  the  RMP  called  for  in  Measures  J. Id  through  J.Ik.  Following  construction 
or  excavation  or  soil  disturbance,  restore  the  cap  in  accordance  with  the  provisions  of 
the  RMP  as  called  for  in  Measure  J.  11. 

Owner,  Agency,  other 
developers 

As  provided  in  the  EIRP  or 
in  RMPs 

RWQCB;  DBI;  DPW; 
Redevelopment  Agency 

RWQCB  to  approve  RMP 
prior  to  site  development  1 
and  conducting  any  ongoing  ' 
monitoring;  Agency  to 
ensure  RWQCB  approval 

J.1o     Prohibit  the  use  of  shallow  groundwater  within  the  Project  Area  for  domestic,  industrial, 
;     or  irrigation  purposes.  Permit  installation  of  groundwater  wells  within  the  Project  Area 
only  for  environmental  monitoring  purposes.  Secure  and  lock  environmental  wells 
installed  within  the  Project  Area  to  prevent  unauthorized  access  to  the  groundwater.  In 
the  event  the  use  of  shallow  groundwater  is  proposed,  perform  an  assessment  of  the 
risks  from  direct  exposure  to  the  groundwater  prior  to  use  and  obtain  RWQCB  or  other 
appropriate  regulatory  agency  approval  of  the  results  of  the  assessment  and  proposed 
uses 

Owner,  Agency,  other 
developers 

As  provided  in  the  EIRP  or 
in  RMPs 

RWQCB;  Redevelopment 
Agency 

RWQCB  to  approve  RMP 
prior  to  site  development 
and  conducting  any  ongoing 
monitoring;  Agency  to 
ensure  RWQCB  approval 

North/ 
South 

J.2      Site  Specific  Risk  Evaluation 

Carry  out  a  site-specific  risk  evaluation  for  each  site  in  a  non-residential  area  proposed  to 
be  used  for  a  public  school  or  child  care  facility;  submit  to  RWQCB  for  review  and  approval. 
If  cancer  risks  exceed  1x10'*  and/or  non-cancer  risk  exceeds  a  Hazard  Index  of  1 ,  carry 
out  remediation  designed  to  reduce  risks  to  meet  these  standards  or  select  another  site  that 
is  shown  to  meet  these  standards. 

Owner;  other  developers 

RWQCB  to  review  prior  to 
site  work 

RWQCB;  DBI;  DPH. 
Redevelopment  Agency; 
SFUSD 

RWQCB  to  review  and 
approve  evaluations  and 
monitor  compliance; 
Agency,  DBI  and  DPH  to 
ensure  RWQCB  review  and 
approval  through  permit 
process;  SFUSD  to  ensure 
RWQCB  review  and 
approval  through  school 
siting  process 

K.    HYDROLOGY  AND  WATER  QUALITY 

North/ 
South 

K.I  Stormwater  Pollution  Prevention  Proaram  (SWPPP) 

Develop  and  implement  a  comprehensive  Stormwater  Pollution  Prevention  Plan  (SWPPP)  for 
all  construction  activities  within  the  Project  Area  to  avoid  and  minimize  erosion  and 
sedimentation  in  China  Basin  Channel  and  San  Francisco  Bay  and  to  manage  other  aspects  of 
the  construction  site.  Include  at  least  the  following  Best  Management  Practices,  or 
substantially  equivalent  measures. 

Owner,  other  developers 

Submit  as  part  of 
subdivision  improvement 
plans 

DPW;  DBI;  San  Francisco 
Public  Utilities  Commission 
(SFPUC) 

Review  as  part  of 
subdivision  improvement 
plans  approval 

K.1  .a.  Minimize  dust  during  demolition,  grading,  and  construction  by  lightly  spraying  exposed 
soil  on  a  regular  basis. 

Owner,  other  developers 

Submit  as  part  of 
subdivision  improvement 
plans 

DPW;  DBI 

Review  as  part  of 
subdivision  improvement 
plans  approval 
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K.I  .b.  Minimize  wind  and  water  erosion  on  temporary  soil  stockpiles  by  spraying  with  water 
during  dry  weattier  and  covering  with  plastic  sheeting  or  other  similar  material  during 
the  rainy  season  (November  to  April). 

Owner,  other  developers 

Submit  as  part  of 
subdivision  improvement 
plans 

DPW;  DBI 

Review  as  part  of 
subdivision  improvement 
plans  approval 

K.I.C.  Minimize  the  area  and  length  of  time  during  which  the  site  is  cleared  and  graded. 

Owner,  other  developers 

Submit  as  part  of 

CM  iKHit/icinn  imnrnuPfTiPnt 

plans 

DPW;  DBI 

Review  as  part  of 
subdivision  improvement 
plans  approval 

K.l.d.  Prevent  the  release  of  construction  pollutants  such  as  cement,  mortar,  paints  and 

solvents,  fuel  and  lubricating  oils,  pesticides,  and  herbicides  by  storing  such  materials 
in  a  bermed,  or  otherwise  secured,  area. 

Owner,  other  developers 

Submit  as  part^f 

et  iKHit/icinn  imnmuPfTiPnt 

OUUVJIVIOIUII  II  1 1^1  UVCI I  Id  11 

plans 

DPW;  DBI 

Review  as  part  of 
subdivision  improvement 
plans  approval 

K.1.e.  As  needed,  install  filter  fences  around  the  perimeter  of  the  construction  site  to  prevent 
off-site  sediment  discharge.  Prior  to  grading  the  bank  slopes  of  China  Basin  Channel 
':    for  the  proposed  channel-edge  treatments,  install  silt  or  filter  fences  to  slow  water  and 
remove  sediment.  As  needed,  properly  trench  and  anchor  in  the  silt  or  filter  fences  so 
that  they  stand  up  to  the  forces  of  tidal  fluctuation  and  wave  action,  and  do  not  allow 
sediment-laden  water  to  escape  underneath  them. 

Owner,  other  developers 

Submit  as  part  of 

e  1  tKHitjicinn  imnrnupmpnt 

plans 

DPW;  DBI 

Review  as  part  of 
subdivision  improvement 
plans  approval 

K.I  .f.    Follow  design  and  construction  standards  found  in  the  Manual  of  Standards  for  Erosion 
and  Sediment  Control  Measures  for  placement  of  riprap  and  stone  size. 

Owner,  other  developers 

Submit  as  part  of 
subdivision  improvement 
plans 

DPW'  DBI 

Review  as  part  of 
subdivision  improvement 
plans  approval 

K.I  .g.  Install  and  maintain  sediment  and  oil  and  grease  traps  in  local  stormwater  intakes 

during  the  construction  period,  or  otherwise  properly  control  oil  and  grease  discharges. 

Owner,  other  developers 

Submit  as  part  of 
subdivision  improvement 
plans 

DPW;  DBI 

Review  as  part  of 
subdivision  improvement 
plans  approval 

K.1  .h.  Clean  wheels  and  cover  loads  of  trucks  carrying  excavated  soils  before  they  leave  the 
construction  site. 

Owner,  other  developers 

Submit  as  part  of 
subdivision  improvement 
plans 

DPW;  DBI 

Review  as  part  of 
subdivision  improvement 
plans  approval 

K.1  .i.    Implement  a  hazardous  material  spill  prevention,  control,  and  clean-up  program  for  the 
constaiction  period.  As  needed,  the  program  would  include  measures  such  as 
constructing  swales  and  barriers  that  would  direct  any  potential  spills  away  from  the 
Channel  and  the  Bay  and  into  containment  basins  to  prevent  the  movement  of  any 
materials  from  the  construction  site  into  water. 

Owner,  other  developers 

^iihmit      njirt  nf 

OUI.'1 1  III  u3  yjai  V  \Ji 

subdivision  improvement 
plans 

DPW;  DBI 

Review  as  part  of 
subdivision  improvement 
plans  approval 

North/ 
South 

K  9  r.hanoes  in  Sanitarv  Sewaae  Oualitv 

In  addition  to  developing  and  implementing  a  Stormwater  Management  Program  for  the 
Central/Bay  Basin  (see  Mitigation  Measure  K.5),  participate  in  the  City's  existing  Water 
Pollution  Prevention  Program.  Facilitate  implementation  of  the  City's  Water  Pollution 
Prevention  Program  by  providing  and  installing  wastewater  sampling  ports  in  any  building 
anticipated  to  have  a  potentially  significant  discharge  of  pollutants  to  the  sanitary  sewer,  as 
determined  by  the  Water  Pollution  Prevention  Program  of  the  San  Francisco  Public  Utilities 
Commission's  Bureau  of  Environmental  Regulation  and  Management,  and  in  locations  as 
determined  by  the  Water  Pollution  Prevention  Program. 

Owner,  other  developers 

Submit  as  part  of 
subdivision  improvement 
plans 

Agency;  DPW;  SFPUC 

Review  as  part  of 
subdivision  improvement 
plans  approval 
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North/ 
South 

K.3  Sewer  ImDrovement  Desian 

Design  and  construct  sewer  improvements  such  that  potential  flows  to  the  City's  connbined 
sewer  system  from  the  project  do  not  contribute  to  an  increase  in  the  annual  overflow  volume 
as  projected  by  the  Bayside  Planning  Model  by  providing  increased  storage  in  oversized  pipes, 
centralized  storage  facilities,  smaller  dispersed  storage  facilities,  or  detention  basins,  or 
through  other  means  to  reduce  or  delay  stormwater  discharges  to  the  City  system. 

Subject  to  regulatory 
approvals.  Owner,  other 
developers 

Submit  as  part  of 
subdivision  improvement 
plans 

Agency;  DPW;  SFPUC 

Review  as  part  of 
subdivision  improvement 
plans  approval 

South 

K.4  Alternative  Technoloaies  to  Improve  Stormwater  'Discharoe  Qualitv 

Implement  alternative  technologies  or  use  other  means  to  reduce  settleable  solids  and 
floatable  materials  in  stormwater  discharges  to  China  Basin  Channel  to  levels  equivalent  to.  or 
better  than  City-treated  combined  sewer  overflows.  Such  alternative  technologies  could 
include  one  or  more  of  the  following:  biofilter  system,  vortex  sediment  system,  catch  basin 
filters,  and/or  additional  source  control  measures  to  remove  particulates  from  streets  and 
parking  lots. 

Subject  to  regulatory 
approvals.  Owner,  other 
developers 

Submit  as  part  of 
subdivision  improvement 
plans 

Agency;  DPW;  SFPUC 

Review  as  part  of 
subdivision  improvement 
plans  approval 

South 

K.5  Central/Bav  Basin  Stormwater  Manaaement  Proaram 

Develop  and  implement  a  Stormwater  Management  Program  for  the  Central/Bay  Basin 
applicable  to  new  and  interim  development  under  the  Redevelopment  Plan  if  any  are 
cuninuuiiny  lo  uitcui  uiouiiaiycb  ui  oiufniwaici  lu  iicai~siiuic  waicio.  L/cvciup  mc  piaii  iii 
coordination  with  City  and  County  of  San  Francisco  agencies  such  as  the  Water  Pollution 
Prevention  Program  of  the  City  and  County  of  San  Francisco  Public  Utilities  Commission's 
(SFPUC)  Bureau  of  Environmental  Regulation  and  Management,  and  the  Clean  Water 
Program.  Develop  the  Stormwater  Management  Program  according  to  guidelines  contained  in 
California  Municipal  Storm  Water  Best  Management  Practice  Handbook  and  in  California 
Industrial/Commercial  Storm  Water  Best  Management  Practice  Handbook.  In  addition,  design 
the  program  with  Best  Management  Practices  consistent  with  the  minimum  control  measures 
pursuant  to  the  proposed  Phase  II  stormwater  regulations.  Implement  the  Stormwater 
Management  Program  until  a  city-wide  stormwater  management  program  is  developed  that 
includes  any  area  contributing  to  direct  discharges  of  stormwater  to  near-shore  waters.  If  the 
City  and  County  of  San  Francisco  develops  a  city-wide  stormwater  management  program, 
such  a  program  would  supersede  the  stormwater  management  program  for  the  Project  Area. 
Periodically  prepare  and  submit  a  monitoring  report  to  the  City  detailing  progress  on 
implementation  of  Best  Management  Practices.  Modify  the  Stormwater  Management  Program, 
as  necessary,  to  respond  to  changes  in  conditions,  and  record  any  changes  made  (additions 
or  deletions)  in  the  monitoring  report. 

Subject  to  regulatory 
approvals.  Owner,  other 
developers 

Submit  as  part  of 
subdivision  improvement 
plans 

Agency;  DPW;  SFPUC 

Review  as  part  of 
subdivision  improvement 
plans  approval  for  the  first 
submission  that  would 
contribute  to  direct 
discharges  of  stormwater  to 
near-shore  waters 

North/ 
South 

K.6  Structure  Placement  and  Desian  to  Minimize  Danaers  of  Floodina 

Structures  in  the  Project  Area  should  be  designed  and  located  in  such  a  way  to  assure  the 
reasonable  safety  of  structures  and  shoreline  protective  devices  built  in  the  Bay  or  in  low-lying 
shoreline  areas  from  the  dangers  of  tidal  flooding,  including  consideration  of  a  rise  in  relative 
sea  level.  Detailed  construction  specifications  to  mitigate  against  impacts  of  a  sea-level  rise, 
however,  would  require  specific  flood  protection  engineering  and  building  analysis  by  a 
licensed  engineer  where  structures  are  proposed  below  a  99-foot  elevation  (Mission  Bay 
Datum).  Measures  include: 

Owner,  other  developers 

Submit  as  part  of  site  permit 
documentation 

DBI;  DPW 

Review  as  part  of  site  permit 
approval 

40 
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K.6.a.  Setback  from  the  water's  edge 

Owner,  other  developers 

Submit  as  part  of  site  permit 
review 

DBI;  DPW 

Review  as  part  of  site  permit 
approval 

K.6.b.  Install  seawalls,  dikes,  and/or  berms  during  construction  of  infrastructure 

Owner,  other  developers 

Submit  as  part  of  site  permit 
review 

DBI;  DPW 

Review  as  part  of  site  permit 
approval 

K.6.C.  Provide  for  dewatering  basements 

Owner,  other  developers 

Submit  as  part  of  site  permit 
review 

DBI;  DPW 

Review  as  part  of  site  permit 
approval 

K.6.d.  Construct  streets  and  sidewalks  above  existing  grades  by  reducing  the  amount  of 
excavation  for  utilities  or  basements 

Owner,  other  developers 

Submit  as  part  of  site  permit 
review 

DBI;  DPW 

Review  as  part  of  site  permit 
approval 

K.6.e.  Use  topsoil  to  raise  the  level  of  public  open  spaces 

Owner,  other  developers 

Submit  as  part  of  site  permit 
review 

DBI;  DPW 

Review  as  part  of  site  permit 
approval 

K.6:f.   Use  half-basements  and  partially  depressed  garage  levels  to  minimize  excavation 

Owner,  other  developers 

Submit  as  part  of  site  permit 
review 

DBI;  DPW 

Review  as  part  of  site  permit 
approval 

L.    CHINA  BASIN  CHANNEL  VEGETATION  AND  WILDLIFE 

North/ 
South 

1  1   Salt  M3r<;h  Wptlanri  Habitat  Mitinatinn  Plan 

Prepare  and  implement  a  salt  marsh  wetland  habitat  mitigation  plan  in  accordance  with  the 
San  Francisco  District,  U.S.  Army  Corps  of  Engineers  Habitat  Mitigation  Planning  Guidelines. 
Determine  the  details  of  the  plan  through  the  Section  404  permit  process.  Nothing  in  this 
mitigation  measure  is  intended  to  constrain  the  flexibility  needed  to  meet  permitting  agency 

1  C\^Ull  Cinci  U5,  \j\  aUjUbl  lU  VdFlaUINiy  III  IICIU  UUIIUlUUlIb,  MCW  li  IIUI 1 1  lallUM  UI  ick^l  II  lUIU^y,  <JI  l^ll  ICI 

factors.  Similarly,  this  condition  is  not  intended  to  conflict  with  or  constrain  use  of  more  natural 
alternative  Channel  edge  treatments  that  are  determined  feasible  and  consistent  with  adopted 
Redevelopment  Agency  standards  and  guidelines  applicable  to  Mission  Bay  as  contained  in 
Design  for  Development  documents. 

Subject  to  regulatory 
approval.  Owner 

Prior  to  commencement  of 
channel  banks  work 
Involving  wetlands 

U.S.  Army  Corps;  RWQCB; 
BCDC;  DPW;  Agency 

U.S.  Army  Corps  to  review 
as  part  of  Projects  involving 
wetlands  construction;  DPW 
to  review  as  part  of 
subdivision  improvenient 
plans 

North/ 
South 

L.2  Wetland  Habitat  Avoidance 

Avoid  salt  marsh  wetland  habitat  along  the  China  Basin  Channel  shoreline  during  installation  of 
suction  inlets  (and  associated  piping)  used  for  fire-fighting  water  supply.  Design  the  storm 
drain  outfalls  to  minimize  scouring  and  erosion  of  mudflats  in  coordination  with  relevant 
permitting  agencies  during  the  permitting  process. 

Subject  to  regulatory 
approval.  Owner 

Prior  to  commencement  of 
channel  banks  work 
involving  wetlands 

Redevelopment  Agency; 
U.S.  Army  Corps;  RWQCB; 
BCDC;  DPW 

U.S.  Army  Corps  to  review 
as  part  of  Projects  involving 
wetlands  construction;  DPW 
to  review  as  part  of 
subdivision  improvement 
plans 

North/ 
South 

L.3  Construction  Durina  Pacific  Herring  Spawnino  Season 

Do  not  conduct  any  construction  activities  (including  movement  of  heavy  equipment  or 
structures  by  barge  or  tugboat)  with  the  potential  to  cause  turbidity  in  Channel  or  Bay  waters 
during  the  spawning  season  of  Pacific  herring  (December  1 -March  1). 

Owner,  other  developers 

Prior  to  commencement  of 
relevant  work 

DPW;DB1 

DPW  and/or  DBI  to  review 
as  part  of  subdivision 
improvement  plans  or  site 
permit  process 
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North/ 
South 

L.4  Turbiditv  Prevention 

Require  the  construction  contractor  to  use  shallow-draft  tugboats,  to  prevent  turbidity  and 
sediment  resuspension  caused  by  tugboat  activity  in  the  Channel.  Shallow-draft  tugboats  float 
higher  in  the  water  than  deep-draft  tugboats.  Because  they  float  higher,  the  tugboat  propellers 
are  not  as  deep  under  the  water  surface,  and  therefore  are  farther  away  from  the  bottom  of  the 
Channel.  This  arrangement  has  less  potential  to  disturb  bottom  sediments  because  the  local 
currents  created  by  the  propellers  would  not  extend  as  deeply  into  the  water  column.  Require 
the  construction  contractor  to  operate  the  tugboats  at  the  minimum  speed  necessary  to 
maintain  maneuverability  of  the  barges.  Slower  speeds  would  reduce  the  spin  of  tugboat 
propellers,  thus  minimizing  turbidity  and  sediment  resuspension. 

Owner,  other  developers 

Prior  to  water-side 
construction 

DPW;  DBI 

DPW  and/or  DBI  to  review  in 
connection  with  subdivision 
improvement  plans  or  site 
permit  process 

North/ 
South 

L  5  Construction  In  Channel 

Confine  resuspended  sediments  from  construction  activities  in  the  Channel  or  Bay  waters  to 
the  work  site  using  submarine  silt  curtains  around  pile-driving  or  outfall  construction  sites,  or 
silt  fences  properly  anchored  and  trenched  in  place  at  the  toe  of  slope  below  any  grading  or 
rubble-removing  activities. 

Owner 

Prior  to  construction  in  or 
near  the  Bay  or  Channel 

DPW;DBI 

DPW  to  review  in 
connection  with  subdivision 
improvement  plans  or  site 
permit  process 

North/ 
South 

L..6  Removal  and  Disposal  Plan 

Prepare  a  written  plan  for  removal  and  disposal,  including  a  description  of  any  methods 
incorporated  to  avoid  or  minimize  potential  surface  water  contamination  shall  be  prepared  prior 
to  removing  existing  support  piles  from  China  Basin  Channel  for  the  proposed  Channel-edge 
treatments.  Submit  the  plan  to  the  San  Francisco  Bay  Regional  Water  Quality  Control  Board 
for  approval  before  implementation.  Implement  the  plan  during  construction  and  have  a 
qualified  specialist  monitored  the  plan  to  ensure  adequate  performance.  Implement  this  plan 
during  removal  of  pilings  under  the  direction  of  a  qualified  specialist. 

Subject  to  regulatory 
approval.  Owner 

Prior  to  support  pile  removal 

RWQCB;  DPW 

DPW  to  review  in 
connection  with  subdivision 
improvement  plans  or  site 
permit  process 

M.   COMMUNITY  SERVICES  AND  UTILITIES 

South 

M  1  Transfer  School  Site 

Transfer  the  2.2  acre  school  site  to  the  San  Francisco  Unified  School  District  in  a  developable 
condition  prior  to  issuance  of  building  permits  for  residential  units  that  will  make  the  total 
combined  number  of  dwelling  units  in  Mission  Bay  North  and  Mission  Bay  South  equal  to  or 
greater  than  3,200  dwelling  units. 

Owner,  under  the  terms  and 
conditions  of  South 
Infrastructure  Plan  and 
South  OPA 

As  specified  in  measure 

Redevelopment  Agency; 
SFUSD 

Review  in  connection  with 
Major  Phase  and/or  Project- 
level  plan  approval 

North/ 
South 

M.2  Include  Water  Conservation  in  Buildincs  and  Landscaoina 

Include  methods  of  water  conservation  in  Mission  Bay  buildings  and  landscaping.  Water 
conservation  methods  include  the  fdllowing: 

M.2.a.  Install  water  conserving  dishwashers  and  washing  machines  in  rental  apartments  and 
condominiums 

Owner,  other  developers 

Include  in  site  permit  plans 

DPW;  DBI 

Review  in  connection  with 
site  permit  process  or 
subdivision  improvement 
plans 
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M2.b.  Install  water  conserving  dishwashers  and  water  efficient  centralized  cooling  systems  in 
office  buildings 

Owner,  other  developers 

Include  in  site  permit  plans 

DPW;  DBI 

Review  in  connection  with 
site  permit  process  or 
subdivision  improvement 
plans 

M.2.C.  Incorporate  water  efficient  laboratory  techniques  in  research  facilities  where  feasible 

Owner,  other  developers 

Include  in  site  permit  plans 

DPW;  DBI 

Review  in  connection  with 
site  permit  process  or 
subdivision  improvement 
plans 

M.2.d.  Provide  information  to  residences  and  businesses  advising  methods  to  conserve  water 

Owner,  other  developers 

Include  in  site  permit  plans 

DPW;  DBI 

Review  in  connection  with 
site  permit  process  or 
subdivision  improvement 
plans 

M.2.e.  Install  water  conserving  irrigation  systems  (e.g.,  drip  irrigation) 

Owner,  other  developers 

Include  in  site  permit  plans 

DPW;  DBI 

Review  in  connection  with 
site  permit  process  or 
subdivision  improvement 
plans 

M.2.f.  Design  landscaping  using  drought  resistant  and  other  low-water  use  plants 

Owner,  other  developers 

Include  in  site  permit  plans 

DPW;  DBI 

Review  in  connection  with 
site  permit  process  or 
subdivision  improvement 
plans 

North/ 
South 

M.3  Extend  Auxiliarv  Water  Supolv  System 

Extend  the  Auxiliary  Water  Supply  System  (High-Pressure  System)  through  the  interior  of  the 
Project  Area.  The  routing,  design  and  implementation  of  the  AWSS  extensions  shall  be 
determined  by  the  Fire  Department  and  the  Department  of  Public  Works. 

Owner 

Include  in  site  permit  plans 

Redevelopment  Agency; 
DPW 

Review  in  connection  with 
site  permit  process  or 
subdivision  improvement 
plans 

South 

M.4  Sewers  and  Wastewater  Treatment 

Construct  a  fence  around  any  interim  surface  detention  basins. 

Owner 

During  construction  and 
operation  of  basins 

Redevelopment  Agency; 
DPW 

Review  as  part  of  Project- 
level  and/or  site  permit 
process 

South 

M.5  Stormwater  Runoff  Control  and  Drainaae 

Drain  stormwater  runoff  (up  to  a  5-year  event)  from  newly  constructed  buildings  and 
permanently  covered  surfaces  in  the  Bay  Basin  into  the  City's  combined  sewer  system  until 
installation  of  a  permanent  sewer  system. 

Owner 

Include  in  subdivision 
improvement  plans 

Redevelopment  Agency; 
DPW 

Review  in  connection  with 
subdivision  improvement 
plans  and/or  site  permit 
process 
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South 

M.6  Construct  New  Fire  Station  and  Provide  New  Enoine  Company 

M.6.a.  Construct  New  Fire  Station 

Construct  or  pay  for  the  construction  of  a  new  fire  station  in  the  Mission  Bay  South 
Redevelopment  Area  to  house  equipment  and  personnel  serving  the  Project  Area 
south  of  China  Basin  Channel,  either  in  a  new  building  or  in  the  vacant  Fire  Station  No. 
30  after  rehabilitation  and  expansion  of  that  building.  The  San  Francisco  Fire 
Department  shall  review  each  proposed  development  phase  to  determine  when  land 
for  the  new  fire  station  shall  be  transferred  and  when  planning  and  design  for  the  fire 
station  shall  be  initiated. 

City;  Fire  Department; 
Owner 

Owner  obligation  to  transfer 
site  and  make  available 
certain  funds  and  City 
obligation  to  fund  the 
balance  and  construct  as 
provided  in  South  Owner 
Participation  Agreement 
and  Infrastructure  Plan 

Redevelopment  Agency; 
City;  Fire  Department 

As  provided  in  the  South 
Owner  Participation 
Agreement  and 
Infrastructure  Plan 

South 

M.6.b.  Provide  New  Enaine  Comoany 

1     Provide  or  pay  for  the  provision  of  an  engine  company  and  associated  Fire  Department 
personnel  and  equipment,  and  a  truck  company  and  associated  personnel  and 
equipment,  to  serve  the  Project  Area  south  of  China  Basin  Channel.  The  San 
Francisco  Fire  Department  shall  review  each  proposed  development  phase  to 
determine  when  the  engine  company  and  truck  company  and  related  personnel  and 
equipment  shall  be  provided. 

City 

In  conjunction  with 
construction  of  fire  station 

Redevelopment  Agency; 
Fire  Department 

As  provided  in  the  South 
Owner  Participation 
Agreement  and 
Infrastructure  Plan 
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ATTACHMENT  A 
MTSSTON  BAY  CEQA  FINDINGS 
PUBLIC  UTILITIES  COMMISSION 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 


T.  TNTRODUCTION 

The  following  findings  are  hereby  adopted  by  the  Public  Utilities  Commission  of  the  City  and 
County  of  San  Francisco  ("Public  Utilities  Commission")  with  respect  to  the  Mission  Bay  Final 
Subsequent  Environmental  Impact  Report  ("FSEIR"),  pursuant  to  the  requirements  of  the 
California  Environmental  Quality  Act,  California  Public  Resources  Code  Sections  21000  et  s§Q. 
("CEQA"),  the  Guidelines  for  Implementation  of  CEQA,  15  California  Code  of  Regulations 
Sections  15000  et  ssa-,  (the  "CEQA  Guidelines")  and  Chapter  3 1  of  the  San  Francisco 
Administrative  Code. 

The  Project  is  described  in  Article  II,  below.  The  actions  to  be  taken  by  the  Public  Utilities 
Commission  in  connection  with  the  Project  ("Actions")  are  described  in  Article  III,  below. 

Article  IV  of  this  document  sets  forth  the  basis  for  approval  of  the  Project,  and  the  economic, 
legal,  technological,  social  and  other  considerations  which  support  the  rejection  of  the  elements 
of  the  Alternatives  and  Variants  analyzed  in  the  FSEIR  which  were  not  incorporated  into  the 
Project. 

Article  V  sets  forth  findings  as  to  the  disposition  of  each  of  the  mitigation  measures  proposed  in 
the  FSEIR.  These  findings  fall  into  four  categories:  (1)  measures  adopted  by  the  Public  Utilities 
Commission  exactly  as  proposed  in  the  FSEIR  and  which  can  be  implemented  by  the  Public 
Utilities  Commission;  (2)  measures  recommended  for  adoption  by  the  Public  Utilities 
Commission  exactly  as  proposed  in  the  FSEIR  and  which  can  be  implemented  by  City  Agencies; 
(3)  measures  proposed  in  the  FSEIR  and  recommended  by  the  Public  Utilities  Commission  for 
modification  or  rejection  and  which  can  be  implemented  by  City  Agencies;  and  (4)  measures 
proposed  in  the  FSEIR  and  recommended  by  the  Public  Utilities  Commission  for  adoption  or 
rejection  and  which  are  enforceable  by  agencies  other  than  City  agencies.  Where  measures  are 
modified,  the  modified  language  is  indicated  in  the  text.  Exhibit  1,  attached  to  these  findings, 
contains  the  Mitigation  Monitoring  and  Reporting  Program.  The  full  text  of  the  mitigation 
measures  as  proposed  in  the  FSEIR  is  set  forth  in  Exhibit  2,  attached  hereto. 

Article  VI  identifies  the  unavoidable,  significant  adverse  environmental  impacts  of  the  Project 
which  have  not  been  mitigated  to  a  level  of  insignificance  by  the  adoption  of  mitigation  measures 
as  provided  in  Article  V,  above. 


1 


»!\UUroOS«\KSTAClf\MISSIOII\POCATTA.roO  --  21-SEP-S« 


Attachment  A 
CEQA  Findings 


Article  VII  contains  a  Statement  of  Overriding  Considerations,  setting  forth  specific  reasons  in 
support  of  the  Public  Utilities  Commission's  Actions  and  its  rejection  of  elements  of  the 
Mitigation  Measures,  Alternatives  and  Variants  not  incorporated  in  the  Project. 

TT.  PRO.TECT  DESCRIPTION 

A.  Project  Approvals 

The  Project  requires  a  series  of  approvals  that  define  the  terms  under  which  the  Project  will 
occur.  It  includes  the  following  major  permits  and  approvals  and  related  and  collateral  actions: 
(1)  Mission  Bay  North  and  Mission  Bay  South  Redevelopment  Plans  and  related  Interagency 
Cooperation  Agreements;  (2)  Mission  Bay  North  and  Mission  Bay  South  Design  for 
Development  Documents;  (3)  Amendments  to  the  General  Plan  of  the  City  and  County  of  San 
Francisco,  including  rescission  of  the  Mission  Bay  Plan  and  adoption  of  the  Mission  Bay  Plan  as 
Planning  Commission  Guidelines  applicable  to  property  outside  the  Plan  Areas;  (4)  Amendments 
to  the  Zoning  Map  of  the  City  and  County  of  San  Francisco;  (5)  Amendments  to  Article  9  of  the 
Planning  Code  of  the  City  and  County  of  San  Francisco;  (6)  General  Plan  and  Planning  Code 
Section  101.1  Consistency  Determinations;  (7)  Amendments  to  the  Waterfiront  Land  Use  Plan; 
(8)  Amendment  of  the  San  Francisco  Subdivision  Code  and  Regulations;  (9)  Street  Vacations; 
(10)  Mission  Bay  North  and  South  Owner  Participation  Agreements,  including  Owner 
Participation  Rules  and  Business  Occupant  Re-entry  Preference  Program;  (11)  Amended  and 
Restated  City  Land  Transfer  Agreement;  (12)  Amended  and  Restated  Port  Land  Transfer 
Agreement;  (13)  Amended  and  Restated  Agreement  Concerning  the  Public  Trust;  (14)  UCSF 
Land  Donation  Agreement;  (15)  Public  Trust/Burton  Act  Findings;  (16)  Agency  Affordable 
Housing  Policy;  (17)  Agency  Lease  findings;  (18)  Transfer  of  Port  Administrative  Jurisdiction; 
(19)  Termination  of  Transportation  Projects  Agreement;  (20)  Mission  Bay  North  and  Mission 
Bay  South  Tax  Allocation  Agreements;  (21)  Community  Facilities  District  Resolutions  of 
Formation;  and  (22)  implementation  actions  associated  with  the  settlement  of  title  disputes. 
These  approvals,  along  with  implementation  of  the  Redevelopment  Plans,  are  referred  to 
collectively  herein  as  the  "Project". 

As  described  in  Article  III,  only  some  of  the  approvals  described  above  are  before  the  Public 
Utilities  Commission  at  this  time. 

B.  Detailed  Project  Description/Relationship  to  FSEIR 

The  following  is  a  description  of  the  uses  contemplated  by  the  Project  and  the  Project's 
relationship  to  the  FSEIR.  The  Project  is  based  primarily  on  the  Project  Description  contained  in 
the  FSEIR,  plus  Variant  1  (Terry  A.  Francois  Boulevard  Variant/Expanded  Bayshore  Open 
Space  Proposal),  Variant  2  (Esprit  Commercial  Industrial/Retail  Variant),  Variant  3A  (Modified 
No  Berry  Street  Crossing  Variant),  and  Variant  5  (Castle  Metals  Block  Commercial 
Industrial/Retail  Variant)  as  discussed  below.  The  Project,  including  these  Variants,  is 
substantially  as  described  in  the  FSEIR  Project  Description  and  in  FSEIR  Chapter  VII, 
Section  G,  Combination  of  Variants  Currently  Under  Consideration  by  the  Project  Sponsors. 
The  Project  land  use  program  is  described  in  gross  square  feet,  consistent  with  the  balance  of  the 
FSEIR  analysis,  in  Tables  VII.G.l  and  VII.G.2  therein.  It  is  also  summarized  briefly  below, 
generally  in  leasable  square  feet,  for  informational  purposes. 
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The  development  program  for  the  Project  is  summarized  as  follows: 
Total  Program 

Residential  (dwelling  units):  6,090 

Commercial  Industrial  (leasable  square  feet):  5,953,600 
Retail  (leasable  square  feet) 

•  City-serving  219,300 

•  Entertainment-oriented  400,000 

•  Local-serving  244.300 

Total  Retail  863,600 

Hotel  (rooms)  500 

Public  open  space  (acres)  49 

Public  facilities  (acres)  5.2 

UCSF  (gross  square  feet)  2,650,000 
Mission  Bay  North  Program 

Residential  (dwelling  units)  3,000 
Retail  (leasable  square  feet) 

•  City-serving  100,000  -; 

•  Entertainment-oriented  350,000 

•  Local-serving  55,000 

Total  Retail  505,000 

Public  open  space  (acres)  6 

Public  facilities  (acres)  1-5 
Mission  Bay  South  Program 

Residential  (dwelling  imits)  3,090 

Commercial  Industrial  (leasable  square  feet)  5,953,600 
Retail  (leasable  square  feet) 

•  City-serving  119,300 

•  Entertainment-oriented  50,000 

•  Local-serving  189,300 

Total  Retail  358,600 

Hotel  (rooms)  500 

Public  open  space  (acres)  43 
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Public  facilities  (acres) 
UCSF  (gross  square  feet) 

The  863,600  leasable  square  feet  of  retail  space  provides  15,000  leasable  square  feet  of 
neighborhood-serving  retail  beyond  the  program  described  in  the  Combination  of  Variants.  As 
further  described  in  the  letter  dated  September  10,  1998  prepared  by  the  Planning  Department, 
and  contained  in  Planning  Department  File  No.  96.77 IE,  this  minor  additional  development  is 
consistent  with  the  land  use  program  analyzed  in  the  FSEIR  and  would  not  result  in  any  new 
significant  effects  or  cause  significant  effects  identified  in  the  FSEIR  to  be  substantially  more 
severe. 

TTT.  ACTIONS 

The  Actions  of  the  Public  Utilities  Commission  in  connection  with  the  Project  include  the 
following  approvals:  (1)  Adoption  of  CEQA  findings,  including  mitigation  measures  and  a 
mitigation  monitoring  program  (2)  Approval  of  Mission  Bay  North  Interagency  Cooperation 
Agreement;  and  (3)  Approval  of  Mission  Bay  South  Interagency  Cooperation  Agreement. 

TV.  ALTERNATIVES 

A.  Reasons  for  Selecting  the  Project 

As  discussed  in  Article  II.B  above,  the  Project  is  based  on  the  Project  Description  analyzed  in  the 
FSEIR,  plus  Variants  1,  2,  3 A  and  5,  incorporated  in  their  entirety.  The  FSEIR  analyzed  three 
Alternatives  to  the  Project,  including  the  "No  Project/Expected  Growth"  Alternative,  and  five 
Variants. 

Alternative  1  is  the  "No  Project/Expected  Growth"  Alternative,  which  reflects  a  level  of 
development  based  on  existing  zoning  regulations  pursuant  to  Article  9  of  the  City  Planning 
Code  and  the  1990  Mission  Bay  Plan.  The  assumed  development  is  consistent  with  population 
and  employment  projected  through  the  year  2015  according  to  ABAG's  Projections  '96. 
Alternative  2  is  the  "Redevelopment  North  of  Channel/Expected  Growth  South  of  Channel 
Altemative."  This  alternative  is  a  hybrid  consisting  of  the  project  proposed  in  the  Project 
Description  for  Mission  Bay  North,  and  Altemative  1  for  Mission  Bay  South.  Altemative  3  is 
the  "Residential/Open  Space  Development"  Altemative.  This  is  a  modified  version  of  flill-build 
out  of  Altemative  B  from  the  1990  FSEIR.  Altemative  3  is  identified  in  the  FSEIR  as  the 
"Environmentally  Superior  Altemative"  pursuant  to  CEQA  Sections  21002  and  21081.  No 
redevelopment  plans  for  the  Plan  Areas  were  assumed  vmder  this  Altemative.  FSEIR 
Section  VIII .D  provides  detail  about  other  Altematives  which  were  considered  and  rejected  as 
infeasible  and  therefore  were  not  analyzed  in  the  FSEIR. 

The  FSEIR  also  analyzes  five  Variants:  (1)  Terry  A.  Fran9ois  Boulevard  Variant/Extended 
Bayshore  Open  Space  Proposal,  (2)  Esprit  Commercial  Industrial/Retail  Variant,  (3)  No  Berry 
Street  At-Grade  Rail  Crossing  Variant  (including  Variant  3  A  Modified  No  Berry  Street  Crossing 
Variant),  (4)  Mission  Bay  North  Retail  Variant,  and  (5)  Castle  Metals  Block  Commercial 
Industrial/Retail  Variant. 


3.7 
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In  approving  the  Project,  the  Public  Utilities  Commission  has  carefully  considered  the  attributes 
and  environmental  effects  of  the  Project  and  the  Alternatives  and  Variants  discussed  in  the 
FSEIR.  This  consideration,  along  with  the  reports  from  the  City  staff,  and  considerable  public 
testimony,  has  resulted  in  the  Project.  The  Project  achieves  the  objectives  as  set  forth  in  the 
FSEIR  and  the  Redevelopment  Plans  as  follows: 

1.  F.liminating  blighting  influences  and  correcting  environmental  deficiencies  in  the 
Plan  Area,  including  hut  not  limited  to.  abnormallv  high  vacancies,  abandoned 
hiiilHinff?;.  incompatible  land  uses,  depreciated  or  stagnant  property  values,  and 
in^Hegnate  or  deteriorated  public  improvements,  facilities  and  utilities. 

The  Project  is  a  comprehensive  mixed-use  development  program,  including 
substantial  new  infi-astructure,  open  space  and  public  facilities  that  address  each  of 
these  blighting  influences.  It  includes  a  development  program  that,  if 
implemented,  would  eliminate  high  vacancies,  abandoned  buildings,  incompatible 
land  uses,  depreciated  or  stagnant  property  values,  and  inadequate  or  deteriorated 
public  improvements,  facilities  and  utilities.  It  also  includes  a  comprehensive 
environmental  remediation  program,  to  be  implemented  through  Risk 
Management  Plans  (RMPs),  to  be  approved  by  the  Regional  Water  Quality 
Control  Board  ("RWQCB"),  which  will  address  environmental  deficiencies  in  the 
Plan  Area. 

2.  Retaining  and  prnmoting.  within  the  Citv  and  Countv  of  San  Francisco,  academic 
and  research  activities  as.snciated  with  TICSF.  which  seeks  to  provide  space  fpr 
evicting  and  new  programs  and  con.snlidate  academic  and  support  units  for  many 
Hkpersed  sites  at  a  single  maior  new  site  which  can  accommodate  the  2,650,000 
square  foot  program  ana1y7ed  in  the  UCSF  Long  Range  Development  Plan 
r"LRDP"\ 

The  Project  includes  an  approximately  43 -acre  site  which  will  accommodate  the 
development  program  described  in  the  UCSF  LRDP.  On  this  basis.  The  Regents 
has  selected  Mission  Bay  as  the  location  for  the  UCSF  major  new  site  among 
competing  sites. 

3.  Assembling  land  into  parrels  suitable  for  modem,  integrated  development  with 
jmprnved  pedestrian  and  vehicular  circulation  in  the  Plan  Areas. 

The  Project  includes  land  transfer  agreements  which  would  facilitate  the 
assemblage  of  land  into  suitable  developable  parcels.  The  Project  also  includes 
detailed  pedestrian,  bicycle  and  vehicular  circulation  plans  designed  to 
accommodate  and  facilitate  development  proposed  in  the  Plan  Areas. 

4        Re-planning,  redesigning  and  developing  undeveloped  and  underdeveloped  areas 
which  are  improperly  utilized. 

The  Plan  Areas  now  consist  of  largely  vacant  and  underutilized  property.  The 
Project  involves  the  comprehensive  replanning  and  redesigning  of  the  entire  Plan 

_  S:\IJUIOOSB\ltSTAClf\mSSIOS\roCArrA.roG  --  21-SSP-5« 


Attachment  A 
CEQA  Findings 


Areas  to  address  this  underutilization.  It  also  includes  Design  for  Development 
documents  containing  detailed  design  standards  and  guidelines  to  ensure  that 
quality  urban  design  is  provided  throughout  the  development. 

Providing  flexihilitv  in  development  of  the  Plan  Areas  to  respond  readilv  and 
appropriately  to  market  conditions. 

The  Redevelopment  Plans  include  broad  land  use  designations  to  allow  a  range  of 
appropriate  uses  within  various  designations.  The  Design  for  Development 
documents  also  include  sufficient  flexibility  in  their  guidelines  to  respond  to  a 
variety  of  use  types.  The  proposed  Mission  Bay  North  and  Mission  Bay  South 
Owner  Participation  Agreements  (OP As)  are  designed  to  facilitate  property 
transfers  in  response  to  market  conditions  while  retaining  an  appropriate  level  of 
discretion  and  control  in  the  Agency. 

Providing  opportunities  for  participation  bv  owners  in  the  redevelopment  of  their 
properties. 

The  Project  includes  proposed  OP  As  between  Catellus  and  the  Agency  which 
provide  the  terms  and  conditions  for  participation  by  Catellus  in  the 
redevelopment  of  its  properties.  In  addition,  the  Redevelopment  Plans  set  forth 
the  parameters  for  future  participation  by  other  private  property  owners  in  the 
redevelopment  of  their  properties. 

Strengthening  the  community's  supplv  of  housing  bv  facilitating  economically 
feasible,  affordable  housing  through  installation  of  needed  site  improvements  and 
expansion  and  improvement  of  the  housing  supplv  bv  construction  of 
approximately  6.090  very  low-,  low-  and  moderate-income  and  market-rate  units. 
including  approximately  1 ,700  units  of  verv  low-,  low-  and  moderate-income 
housing. 

The  Project  includes  the  installation  of  needed  site  improvements  and  the 
expansion  and  improvement  of  the  housing  supply  by  construction  of 
approximately  6,090  very  low-,  low-  and  moderate-income  and  market-rate  units, 
including  approximately  1,700  units  of  very  low-,  low-  and  moderate-income 
housing.  Approximately  28%  of  the  residential  units  to  be  developed  in  the  Plan 
Areas  will  be  affordable  housing  units,  a  substantially  higher  number  than 
required  by  state  law  for  redevelopment  areas. 

Strengthening  the  econnmic  base  of  the  Plan  Areas  and  the  community  bv 
strengthening  retail  and  other  commercial  functions  in  the  Plan  Areas  through  the 
addition  of  approximatelv  835.000  lea'^ahle  square  feet  of  retail  snace.  a  500-room 
hotel  and  a^-^nciated  uses  and  about  5.95:^.6Q0  leasable  square  feet  of  mixed 
office,  research  and  development  and  light  manufacturing  uses. 

The  Project  includes  a  significant  retail  component  of  approximately  835,000 
square  feet  of  retail  space,  plus  additional  retail  space  to  be  developed  by  the  Port 
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and  the  Agency,  bringing  the  total  to  approximately  863,600  leasable  square  feet 
of  retail  space.  The  Project  would  also  include  a  500-room  hotel  and  associated 
uses  and  about  5,953,600  leasable  square  feet  of  mixed  office,  research  and 
development  and  light  manufacturing  uses. 

Facilitating  emerging  commercial  and  industrial  sectors  including  those  expected 
to  emerge  or  expand  due  to  the  proximity  to  the  new  UCSF  site,  such  as  research 
and  development,  bio-technical  research,  telecommunications,  business  service, 
mnlti-media  services,  and  related  light  industrial,  through  improvement  of 
transportation  access  to  commercial  and  industrial  areas,  improvement  of  safety 
within  the  Plan  Areas,  and  the  installation  of  needed  site  improvements  to 
stimulate  new  commercial  and  industrial  expansion,  employment,  and  economic 
growth. 

The  Project  facilitates  emerging  commercial  and  industrial  sectors  and  the 
employment  associated  therewith,  including  highly  trained  workers,  by: 
providing  broad  land  use  categories  which  could  accommodate  a  variety  of  such 
uses;  improving  transportation  access  to  these  areas  through  the  new  bicycle, 
pedestrian  and  vehicular  network  and  proximity  to  a  variety  of  transit,  including 
the  Third  Street  light  rail  system;  improving  safety  within  the  Plan  Areas  by 
removing  blighting  influences,  providing  lighting  and  other  safety  features; 
conducting  environmental  remediation;  and  providing  additional  site 
improvements  such  as  parks,  community  facilities  and  other  amenities. 

Facilitating  public  transit  opportunities  to  and  within  the  Plan  Areas  to  the  extent 
feasible. 

The  Project  is  in  close  proximity  to  a  variety  of  public  transportation  modes  and 
has  been  designed  in  conjunction  with  the  City,  including  MUNI,  to  maximize 
coordination  with  existing  and  proposed  transit  systems.  The  Project  is  also 
designed  with  a  relatively  minimal  amount  of  parking  and  substantial  bicycle 
parking  to  encourage  use  of  transit  consistent  with  the  City's  Transit  First  Policy. 
The  Project  includes  Transportation  Management  Plans  for  both  Plan  Areas. 

Providing  land  in  an  amount  of  approximately  47  acres  for  a  variety  of  publicly 
accessible  open  spaces. 

The  Project  meets  and  exceeds  this  objective  by  providing  approximately  49  acres 
of  land  for  a  variety  of  publicly  accessible  open  spaces,  including  both  passive 
and  active  uses. 

Achieving  the  objectives  described  above  in  the  most  expeditious  manner 
feasible. 

The  Project  provides  the  ability  to  achieve  these  objectives  in  an  expeditious 
manner  by  providing  for  flexibility  in  land  uses  and  the  ability  to  respond  to 
market  conditions,  and  by  including  a  variety  of  detailed  implementation 
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programs  to  facilitate  development  through  the  Redevelopment  Plans  and  the 
OP  As  and  their  attachments,  including  the  Infrastructure  Plans,  the  Housing 
Programs  and  the  Financing  Plans. 

R.  Alternatives  Rejected  and  Reasnn<;  for  Reiection 

The  Alternatives  and  Variants  set  forth  in  the  FSEIR  and  listed  below  are  rejected  because  the 
Public  Utilities  Commission  finds  that  there  is  substantial  evidence  that  the  specific 
considerations  described  in  this  Article  IV.B  and  in  Article  VII  below  make  infeasible  such 
Alternatives  and  Variants. 

1.  Alternative  1 :  No  Project/F.xpected  Growth 

Alternative  1  would  not  be  desirable  nor  meet  the  project  objectives.  Implementation  of  this 
Alternative  would  amount  to  a  continuation  of  the  existing  conditions,  which  is  characterized  by 
blighting  influences  and  environmental  deficiencies.  The  current  uses  and  uses  permitted  under 
the  existing  zoning  scheme  do  not  provide  a  feasible  opportunity  to  alleviate  these  conditions,  as 
is  evidenced  by  the  lack  of  new  development  in  this  area  over  the  past  30  years,  despite 
entitlements  including  a  zoning  scheme  and  Development  Agreement.  Alternative  1  fiirther  fails 
to  meet  the  project  objectives  because  it  does  not  provide  the  opportunity  to  retain  and  promote 
UCSF  and  the  economic  and  technological  benefits  associated  therewith;  includes  an  inflexible 
land  use  scheme  which  does  not  allow  a  ready  response  to  market  conditions;  does  not  provide 
the  level  of  residential,  retail  or  commercial-industrial  uses  contemplated  in  the  project 
objectives  within  the  foreseeable  future  and  does  not  facilitate  emerging  commercial-industrial 
sectors,  including  those  expected  to  emerge  or  expand  due  to  proximity  to  the  UCSF  site,  arid  the 
substaritial  employment  opportunities,  including  those  for  highly  trained  workers,  associated 
therewith.  The  lack  of  new  construction  under  the  current  zoning  scheme  and  Development 
Agreement  further  suggests  that  new  development,  if  it  were  to  occur  at  all,  would  not  be 
achieved  expeditiously. 

2.  Alternative  2'  Redevelopment  North  of  Channel/Expected  Growth  South  of  Channel 

This  Altemative  would  not  be  desirable  nor  meet  the  project  objectives.  A  redevelopment  area 
would  be  in  place  in  the  North  Plan  Area,  providing  some  opportunity  for  alleviation  of  existing 
blighting  conditions.  However,  this  Altemative,  like  Altemative  1,  would  retain  the  current 
zoning  and  would  not  include  a  redevelopment  plan  designation  for  the  South  of  Channel  area. 
Therefore,  it  would  not  meet  the  objectives  for  the  South  Plan  Area  as  described  under  reasons 
for  rejection  of  Altemative  1  above. 

3.  Altemative  3-  Residential /Open  Space  Development 

Altemative  3  consists  primarily  of  a  substantial  residential  and  open  space  component.  This 
Altemative  was  identified  as  the  Environmentally  Superior  Altemative  in  the  FSEIR.  Alternative 
3  would  meet  or  exceed  the  objectives  related  to  provision  of  housing,  including  affordable 
housing,  as  well  as  open  space.  However,  this  Altemative  would  not  address  the  important 
objectives  of  retaining  and  promoting  UCSF  and  other  commercial-industrial  sectors  which 
would  be  expected  to  emerge  or  expand  due  to  their  proximity  to  the  new  UCSF  site,  including 
the  economic  and  technological  benefits  associated  therewith,  would  not  provide  flexibility  m 
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development  of  the  Plan  Areas,  and  would  not  include  the  retail  and  the  other  commercial- 
industrial  components  described  in  the  project  objectives,  nor  the  substantial  employment 
opportunities  related  thereto,  including  those  for  highly  trained  workers. 

4.  Variant  3:  No  Rerrv  Street  At-Grade-R ail-Crossing-Variant 

This  Variant  has  been  superseded  by  a  slightly  modified  new  Variant,  Variant  3A,  which  is 
proposed  as  part  of  the  Project.  Variant  3  is  rejected  because  the  modifications  associated  with 
Variant  3  A,  which  provides  for  an  extension  of  Berry  Street  south  to  Common  Street,  will  better 
facilitate  transportation  circulation  while  still  improving  safety  within  the  Plan  Areas  by  reducing 
the  number  of  at-grade  crossings  to  one.  As  compared  to  Variant  3,  Variant  3  A  also  eliminates  a 
significant  impact  regarding  emergency  access. 

5.  Variant  4:  CMission  Bav  North  Retail  Variant^ 

This  Variant  is  substantially  the  same  as  under  the  Project,  except  that  it  contemplates  changing 
the  mix  of  uses  on  the  two  blocks  bounded  by  Townsend,  Third,  Berry  and  Fourth  Streets.  This 
Variant  was  included  to  provide  flexibility  in  considering  the  appropriate  mix  of  uses  on  these 
blocks  and  to  assess  whether  an  alternative  scheme  on  these  blocks  might  eliminate  any 
significant  traffic  impacts  that  would  result  from  the  Project.  The  analysis  concluded  that  this 
Variant  would  not  substantially  reduce  nor  eliminate  any  significant  impacts  of  the  Project. 

V.  MITIGATION  MEASURES 

The  findings  in  this  section  concern  mitigation  measures  set  forth  in  the  FSEIR.  These  findings 
fall  into  four  categories:  (1)  a  discussion  of  mitigation  measures  proposed  in  the  FSEIR  and 
adopted  by  the  Public  Utilities  Commission,  which  can  be  implemented  by  the  Public  Utilities 
Commission;  (2)  a  discussion  of  mitigation  measures  proposed  in  the  FSEIR  and  recommended 
for  implementation  by  the  Public  Utilities  Commission,  which  measures  can  be  implemented  by 
City  agencies  including,  but  not  limited  to,  the  San  Francisco  Redevelopment  Agency 
("Agency"),  the  Port  of  San  Francisco  ("Port"),  the  Department  of  Building  Inspection  ("DBI"), 
the  Department  of  Public  Works  ("DPW"),  the  Department  of  Parking  and  Traffic  ("DPT"),  the 
Department  of  Planning  ("Planning"),  the  Department  of  Public  Health  ("DPH"),  the  Office  of 
Emergency  Services  ("OES"),  the  Fire  Department,  the  Public  Transportation  Commission 
("PTC")  and  the  San  Francisco  Unified  School  District;  and  (3)  a  discussion  of  mitigation 
measures  proposed  in  the  FSEIR  and  recommended  by  the  Public  Utilities  Commission  for 
modification  or  rejection  and  which  could  be  appropriately  adopted  and  implemented  by  City 
agencies;  and  (4)  a  discussion  of  mitigation  measures  proposed  in  the  FSEIR  and  recommended 
by  the  Public  Utilities  Commission  for  adoption  or  rejection  which  are  or  would  be  enforceable 
by  agencies  other  than  City  agencies. 

All  of  the  mitigation  measures  discussed  in  the  FSEIR  are  coded  and  attached  hereto  as  Exhibit 
2.  In  the  text  of  these  findings,  mitigation  measures  adopted  by  the  Public  Utilities  Commission 
are  referenced  by  the  number  and  topic  in  Exhibit  2.  Mitigation  measures  within  the  jurisdiction 
of  other  agencies  are  similarly  referenced,  together  with  an  indication  of  the  appropriate 
jurisdiction.  Mitigation  measures  are  organized  by  subject  matter  in  the  same  order  that  those 
subjects  appear  in  the  FSEIR.  Each  measure  is  followed  by  a  parenthetical  which  indicates 
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whether  it  applies  to  the  Mission  Bay  North  Redevelopment  Project  Area  (North),  Mission  Bay 
South  Redevelopment  Project  Area  (South),  or  both  (North/South). 

The  Public  Utilities  Commission  finds  that  the  mitigation  measures  recommended  for  adoption, 
either  as  they  appear  in  the  FSEIR,  or  as  proposed  for  modification,  are  feasible  and  enforceable 
through  the  Project  Approvals,  or,  in  the  case  of  UCSF,  will  be  applied  in  substantially  similar 
form,  which  finding  is  further  supported  by  the  analysis  set  forth  in  the  Fiscal  and  Economic 
Analysis  dated  August  24,  1998  prepared  by  the  Sedway  Group  for  the  Agency  and  the  City. 

The  Agency  is  listed  as  an  implementing  agency  for  the  majority  of  the  mitigation  measures.  As 
further  described  in  Exhibit  1,  the  Agency's  role  is  generally  limited  to  oversight  through  the 
plan  review  process  to  confirm  that  any  relevant  measures  have  been  implemented  by  other  City 
agencies  and  non-City  agencies  with  jurisdiction  over  such  measures.  Where  a  measure  is 
monitored  through  the  site  permit  or  permitting  process,  the  measure  is  monitored  primarily  by 
DBI  and/or  DPW  depending  on  the  nature  of  the  improvement,  but  the  Agency  generally  will 
maintain  a  general  oversight  role  through  its  participation  as  a  reviewing  and  approving  agency. 
Thus  the  measures  proposed  for  adoption  generally  will  be  implemented  by  the  Agency  as  well 
as  other  City  agencies. 

A  discussion  of  the  measures  as  they  relate  to  development  of  the  new  UCSF  site  by  the  Regents 
is  provided  in  Article  V.E  below. 

A  MTTIGATTON  MEASURES  ADOPTED  RY  THE  PUBT^TC  UTILITIES  COMMISSION  AS 
PROPOSED 

The  following  measures  in  the  FSEIR  have  been  found  by  the  Public  Utilities  Commission  to 
mitigate,  reduce  or  avoid  significant  effects  and  are  hereby  adopted  by  the  Public  Utilities 
Commission.  These  mitigation  measures  are  also  within  the  jurisdiction  of  other  City  agencies, 
and  are  therefore  also  listed  in  Section  V.B  below. 

1  ■  Hydrology  and  Water  Oualitv 

K.1     Stormwater  Pollution  Prevention  Program  fSWPPP^.  DPW  would  implement 

measures  K.l.a-K.l.i  as  part  of  its  review  of  subdivision  and  parcel  maps,  in  consultation 
with  the  Public  Utilities  Commission.  DBI  would  also  implement  this  measure  through 
the  building  or  site  permit  processes.  The  Public  Utilities  Commission  adopts  these 
measures.  (North/South) 

K.2     Changes  in  Sanitary  Sewage  Oualitv.  DPW  would  implement  this  measure  as  part  of 
its  review  of  subdivision  and  parcel  maps,  in  consultation  with  the  Public  Utilities 
Commission.  The  Public  Utilities  Commission  adopts  this  measure.  (North/South) 

K.3     Sewer  Improvement  Design.  DPW  would  implement  this  measure  as  part  of  its  review 
of  subdivision  and  parcel  maps,  in  consultation  with  the  Public  Utilities  Commission. 
The  Public  Utilities  Commission  adopts  this  measure.  (North/South) 

K.4     Alternative  Technologies  to  Tmprovc  Stormwater  Di.scharge  Oualitv.  DPW  would 
implement  this  measure  as  part  of  its  review  of  subdivision  and  parcel  maps,  in 
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consultation  with  the  Public  Utilities  Commission.  The  Public  Utilities  Commission 
adopts  this  measure.  (South) 

K.5     Central/Bay  Basin  Stormwater  Management  Program.  DPW  would  implement  this 
measure  as  part  of  its  review  of  subdivision  and  parcel  maps,  in  consultation  with  the 
Public  Utilities  Commission.  The  Public  Utilities  Commission  adopts  this  measure. 
(South) 

K.6     Structure  Placement  and  Design  to  Minimize  Dangers  of  Flooding.  DPW  would 

implement  measures  K.6.a-K.6.f  as  part  of  its  review  of  subdivision  and  parcel  maps,  in 
consultation  with  the  Public  Utilities  Commission.  DBI  would  also  implement  this 
measure  through  its  building  and  site  permit  processes.  The  Public  Utilities  Commission 
adopts  these  measures.  (North/South) 

2.  Community  Services  and  Utilities 

M.4.    Sewers  and  Waste  Water  Treatment.  The  Agency  would  implement  this  measure  as 
part  of  its  plan  review,  and  DPW  would  implement  this  measure  as  part  of  its  review  of 
subdivision  and  parcel  maps,  in  consultation  with  the  Public  Utilities  Commission.  DBI 
would  also  ensure  implementation  of  this  measure  through  its  building  or  site  permit 
review.  The  Public  Utilities  Commission  adopts  this  measure.  (South) 

M.S.    Stormwater.  The  Agency  would  implement  this  measure  as  part  of  its  plan  review  and 
DPW  would  implement  this  measure,  in  consultation  with  the  Public  Utilities  -; 
Commission,  as  part  of  its  review  of  subdivision  and  parcel  maps.  DBI  would  also 
ensure  implementation  of  this  measure  through  its  building  or  site  permit  review.  The 
Public  Utilities  Commission  adopts  this  measure.  (South) 

B.  MITIGATION  MEASURF.S  RHCOMMFNDHD  FOR  IMPLEMENTATION  BY  OTHER 
CITY  AGENCIES 

The  following  measures  in  the  FSEIR  have  been  found  by  the  Public  Utilities  Commission  to 
mitigate,  reduce  or  avoid  significant  effects  and  are  hereby  recommended  for  adoption  and 
implementation  by  City  agencies,  which  agencies  can  and  should  adopt  these  measures.  The 
Plaiming  Commission,  the  Agency,  the  Port  and  the  PTC  have  already  acted  to  adopt  the 
measures  within  their  jurisdictions  which  the  Public  Utilities  Commission  recommends  for 
implementation  below.  The  Secretary  of  the  Public  Utilities  Commission  is  hereby  directed  to 
transmit  copies  of  these  measures  to  the  affected  City  agencies. 

1.  Visual  Quality  and  Urban  Design 

D.l     Lighting  and  Glare.  The  Agency,  the  Planning  Department  and  DBI  would  unplement 
this  measure  as  part  of  the  plan  review  and  site  permit  processes.  The  Public  Utilities 
Commission  recommends  that  this  measure  be  implemented  by  the  Agency,  the  Planning 
Deparatment  and  DBI.  (North/South) 
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D.2      Architectural  Resources  -  Evaluation  of  Fire  Station  No.  30.  (South) 

D.2.a.  Retain  Building.  The  Agency  would  require  retention  of  an  architectural 

historian  to  evaluate  the  building  as  part  of  its  plan  review  prior  to  demolition  or 
alteration  of  the  structure.  If  the  building  is  found  to  be  eligible  for  the  National 
Register,  the  building  should  be  retained.  The  Agency  will  consult  with  the 
Planning  Department's  Office  of  Environmental  Review  ("OER")  and  the 
Landmarks  Preservation  Advisory  Board  ("LPAB")  as  part  of  its  evaluation.  The 
Public  Utilities  Commission  recommends  that  the  Agency  and  the  Plaiming 
Department  implement  this  measure. 

D.2.b.  Demolition  Measures.  The  Agency  would  implement  this  measure  as  part  of  its 
plan  review  process,  in  consultation  with  OER  and  the  LPAB.  The  Public 
Utilities  Commission  recommends  that  the  Agency  and  the  Planning  Department 
implement  this  measure. 

D.3     Archeological  Resources.  The  Agency  would  implement  this  measure  prior  to 
excavation  as  part  of  its  plan  review  process,  and  ongoing  monitoring  would  be 
implemented  as  required  by  the  measure.  The  Agency  would  consult  with  OER  and  the 
LPAB  in  implementation  of  this  measure.  The  Public  Utilities  Commission  recommends 
that  the  Agency  and  the  Planning  Department  implement  this  measure.  (North/South) 

D.4     Archeological  Exploration  Program.  The  Agency  would  implement  measures  D.4.a- 

D.  4.d  as  part  of  its  plan  review,  in  consultation  with  OER  and  the  LPAB.  The  Publi^ 
Utilities  Commission  recommends  that  the  Agency  and  the  Planning  Department 
implement  these  measures.  (North/South) 

D.5     Archeological  Monitoring  at  19th  Century  City  Dump.  The  Agency  would  implement 
this  measure  as  part  of  its  plan  review,  in  consultation  with  OER  and  the  LPAB.  The 
Public  Utilities  Commission  recommends  that  the  Agency  and  the  Planning  Department 
implement  this  measure.  (North/South) 

D.6     Unknown  Archeological  Remains.  The  Agency  would  implement  this  measure  as  part 
of  its  plan  review,  in  consultation  with  OER  and  the  LPAB.  The  Public  Utilities 
Commission  recommends  that  the  Agency  and  the  Planning  Department  implement  this 
measure.  (North/South) 

D.  7     Pedestrian  -  Level  Winds.  The  Agency  would  implement  this  measure  as  part  of  its 

plan  review.  The  Public  Utilities  Commission  recommends  that  the  Agency  implement 
this  measure.(North/South) 

2.  Transportation 

E.  l      Third  Street/King  Street.  The  Agency  would  ensure  implementation  of  measures 

E.  l.a-E.l.c  as  part  of  its  plan  review,  and  DPW  would  ensure  implementation  of  these 
measures  as  part  of  its  review  of  subdivision  and  parcel  maps.  The  DPT  will  also  review 
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the  plans.  The  Public  Utilities  Commission  recommends  that  the  Agency,  DPT  and  DPW 
implement  these  measures.  (North/South) 

E.2     Third  Street/Berry  Street.  The  Agency  would  ensure  implementation  of  measures 
E.2.a-E.2.c  as  part  of  its  plan  review,  and  DPW  would  ensure  implementation  of  these 
measures  as  part  of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the 
plans.  The  Public  Utilities  Commission  recommends  that  the  Agency,  DPT  and  DPW 
implement  these  measures.  (North/South) 

E.3     Third  Street/Owens  Street.  The  Agency  would  ensure  implementation  of  measure  E.3 
as  part  of  its  plan  review,  and  DPW  would  ensure  implernentation  of  this  measure  as  part 
of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the  plans.  The  Public 
Utilities  Commission  recommends  that  the  Agency,  DPT  and  DPW  implement  this 
measure.  (South) 

E.4     Third  Street/The  Common.  The  Agency  would  ensure  implementation  of  measure  E.4 
as  part  of  its  plan  review,  and  DPW  would  ensure  implementation  of  this  measure  as  part 
of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the  plans.  The  Public 
Utilities  Commission  recommends  that  the  Agency,  DPTand  DPW  implement  this 
measure.  (South) 

E.5     Third  Street/South  Street.  The  Agency  would  ensure  implementation  of  measure  E.5  as 
part  of  its  plan  review,  and  DPW  would  ensure  implementation  of  this  measure  as  part  of 
its  review  of  subdivision  and  parcel  maps.  DPT  wall  also  review  the  plans.  The  Public 
Utilities  Commission  recommends  that  the  Agency,  DPT  and  DPW  implement  this 
measure.  (South) 

E.6     Third  Street/Sixteenth  Street.  The  Agency  would  ensure  implementation  of  measures 
E.6.a-E.6.b  as  part  of  its  plan  review,  and  DPW  would  ensure  implementation  of  these 
measures  as  part  of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the 
plans.  The  Public  Utilities  Commission  recommends  that  the  Agency,  DPT  and  DPW 
implement  these  measures.  (South) 

E.7     Third  Street/Mariposa  Street.  The  Agency  would  ensure  implementation  of  measures 
E.7.a-E.7.c  as  part  of  its  plan  review,  and  DPW  would  ensure  implementation  of  these 
measures  as  part  of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the 
plans.  The  Public  Utilities  Conunission  recommends  that  the  Agency,  DPT  and  DPW 
implement  these  measures.  (South) 

E.8     Fourth  Street/King  Street.  The  Agency  would  ensure  implementation  of  measures 
E.8.a-E.8.c  as  part  of  its  plan  review,  and  DPW  would  ensure  implementation  of  these 
measures  as  part  of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the 
plans.  The  PTC  would  also  be  involved  in  implementation  of  measure  E.8.b  if  it  elects  to 
commence  service  before  the  Owner's  obligation  to  construct  is  otherwise  triggered.  The 
Public  Utilities  Commission  recommends  that  the  Agency,  the  PTC,  DPW,  and  DPT 
implement  these  measures.  (North) 
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E.9     Fourth  Street/Rerrv  ^Street.  The  Agency  would  ensure  implementation  of  measures 
E.9.a-E.9.d  as  part  of  its  plan  review,  and  DPW  would  ensure  implementation  of  these 
measures  as  part  of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the 
plans.  The  PTC  would  also  be  involved  in  implementation  of  measure  E.9.C  if  it  elects  to 
commence  service  before  the  Owner's  obligation  to  construct  is  otherwise  triggered.  The 
Public  Utilities  Commission  recommends  that  the  Agency,  PTC,  DPW  and  DPT 
implement  these  measures.  (North) 

E.IO    Fourth  Street/Owens  Street.  The  Agency  would  ensure  implementation  of  measure 

E.IO  as  part  of  its  plan  review,  and  DPW  would  ensure  implementation  of  this  measure  as 
part  of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the  plans.  The 
Public  Utilities  Commission  recommends  that  the  Agency,  DPT  and  DPW  implement 
this  measure.  (South) 

E.ll    Fourth  Street/UCSF  Private  Street.  The  Agency  would  ensure  implementation  of 

measure  E.l  1  as  part  of  its  plan  review,  and  DPW  would  ensure  implementation  of  this 
measure  as  part  of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the 
plans.  The  Public  Utilities  Commission  recommends  that  the  Agency,  DPT  and  DPW 
implement  this  measure.  (South) 

E.12    Fourth  Street/Sixteenth  Street.  The  Agency  would  ensure  implementation  of  measure 
E.  12  as  part  of  its  plan  review,  and  DPW  would  ensure  implementation  of  this  measure  as 
part  of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the  plans.  The 
Public  Utilities  Commission  recommends  that  the  Agency,  DPT  and  DPW  knplemg^nt 
this  measure.  (South) 

E.13    Fourth  Street/Mariposa  Street.  The  Agency  would  ensure  implementation  of  measures 
E.13.a-E.13.b  as  part  of  its  plan  review,  and  DPW  would  ensure  implementation  of  these 
measures  as  part  of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the 
plans.  The  Public  Utilities  Commission  recommends  that  the  Agency,  DPT  and  DPW 
implement  these  measures.  (South) 

E.14    Seventh  Street/Sixteenth  Street.  The  Agency  would  ensure  implementation  of 

measures  E.14.a-E.14.f  as  part  of  its  plan  review,  and  DPW  would  ensure  implementation 
of  these  measures  as  part  of  its  review  of  subdivision  and  parcel  maps.  DPT  would  also 
participate  in  implementation  of  measure  14.a.  The  Public  Utilities  Commission 
recommends  that  the  Agency,  DPW  and  DPT  implement  these  measures.  With  respect  to 
E.14.f,  implementation  would  also  be  required  by  non-City  agencies.  Accordingly,  this 
measure  is  also  listed  in  Article  V.D  below.  (South) 

E.15    Owens  Street/Sixteenth  Street.  The  Agency  would  implement  measure  E.l 5  as  part  of 
its  plan  review  and  DPW  would  implement  this  measure  as  part  of  its  review  of 
subdivision  and  parcel  maps.  DPT  vnll  also  review  the  plans.  The  Public  Utilities 
Commission  recommends  that  the  Agency,  DPT  and  DPW  implement  this  measure.  This 
measure  would  also  be  implemented  by  non-City  agencies.  Accordingly,  this  measure  is 
also  listed  under  Article  V.D  below.  (South) 
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E.16    Owens  Street/Mariposa  Strcet/T-280  Off-Ramp.  The  Agency  would  implement 
measures  E.16.a-E.16.b  as  part  of  its  plan  review  and  DPW  would  implement  these 
measures  as  part  of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the 
plans.  The  Public  Utilities  Commission  recommends  that  the  Agency,  DPT  and  DPW 
implement  these  measures.  These  measures  would  also  be  implemented  by  other  non- 
City  agencies.  Accordingly,  these  measures  are  also  listed  under  Article  V.D  below. 
(South) 

E.17    1-280  On-Ramp/Mariposa  Street.  The  Agency  would  ensure  implementation  of 

measures  E.17.a-E.17.b  as  part  of  its  plan  review  and  DPW  would  ensure  implementation 
of  these  measures  as  part  of  its  subdivision  improvement  plan.  DPT  v^U  also  review  the 
plans.  The  Public  Utilities  Commission  recommends  that  the  Agency,  DPT  and  DPW 
implement  these  measures.  These  measures  would  also  be  implemented  by  other  non- 
City  agencies.  Accordingly,  these  measures  are  also  listed  under  Article  V.D  below. 
(South) 

Seventh  Street/The  Common.  The  Agency  would  ensure  implementation  of  measures 
E.18.a-E.18.b  as  part  of  its  plan  review  and  DPW  would  ensure  implementation  of  these 
measures  as  part  of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the 
plans.  The  Public  Utilities  Commission  recommends  that  the  Agency,  DPT  and  DPW 
implement  these  measures.  These  measures  would  also  be  implemented  by  other  non- 
City  agencies.  Accordingly,  these  measures  are  also  listed  under  Article  V.D  below. 
(South) 

Fifth  Street/King  Street.  The  Agency  would  ensure  implementation  of  measures 
E.19.a-E.19.c  as  part  of  its  plan  review  and  DPW  would  ensure  implementation  of  these 
measures  as  part  of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the 
plans.  The  Public  Utilities  Commission  recommends  that  the  Agency,  DPT  and  DPW 
implement  these  measures.  These  measures  would  also  be  implemented  by  other  non- 
City  agencies.  Accordingly,  these  measures  are  also  listed  under  Article  V.D  below. 
(North) 

E.21    Third  Street.  The  Agency  would  ensure  implementation  of  measures  E.21.a-E.21.c  as 
part  of  its  plan  review  and  DPW  would  ensure  implementation  of  these  measures  as  part 
of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the  plans. 
Consultation  with  the  PTC  would  also  be  required  for  measure  E.21  .c.  The  Public 
Utilities  Commission  recommends  that  the  Agency,  PTC,  DPW  and  DPT  implement 
these  measures.  (North/South) 

E.22    Mariposa  Street.  The  Agency  would  ensure  implementation  of  measure  E.22  as  part  of 
its  plan  review  and  DPW  would  ensure  implementation  of  this  measure  as  part  of  its 
review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the  plans.  The  Public 
Utilities  Commission  recommends  that  the  Agency,  DPT  and  DPW  implement  this 
measure.  This  measure  would  also  be  implemented  by  other  non-City  agencies. 
Accordingly,  this  measure  is  also  listed  under  Article  V.D  below.  (South) 
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E.23.  Fourth  Street.  The  Agency  would  ensure  implementation  of  measures  E.23.a-E.23.b  as 
part  of  its  plan  review  and  DPW  would  ensure  implementation  of  these  measures  as  part 
of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the  plans.  Measure 
E.23. a  would  involve  coordination  with  and  implementation  by  the  PTC.  The  Public 
Utilities  Commission  recommends  that  the  Agency,  PTC,  DPW,  and  DPT  implement 
these  measures.  (North/South) 

E.24    King  Street.  The  Agency  would  ensure  implementation  of  measures  E.24.a-E.24.b  as 

part  of  its  plan  review,  and  DPW  would  ensure  implementation  of  these  measures  as  part 
of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the  plans.  The  Public 
Utilities  Commission  recommends  that  the  Agency,  DPT  and  DPW  implement  these 
measures.  (North) 

E.25    Owens  Street.  The  Agency  would  ensure  implementation  of  measures  E.25.a-E.25.d  as 
part  of  its  plan  review  and  DPW  would  ensure  implementation  of  these  measxires  as  part 
of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the  plans.  Measure 
E.25.a  would  involve  coordination  with  and  implementation  by  the  PTC.  The  Public 
Utilities  Commission  recommends  that  the  Agency,  PTC,  DPW,  and  DPT  implement 
these  measures.  (South) 

E.26    North  Common  and  South  Common  Streets  Connection.  The  Agency  would  ensure 
implementation  of  measures  E.26.a-E.26.b  as  part  of  its  plan  review  and  DPW  would 
ensure  implementation  of  these  measures  as  part  of  its  review  of  subdivision  and  parcel 
maps.  Measure  E.26.b  would  also  require  coordination  with  and  implementation  by  DPT 
and  PTC.  The  Public  Utilities  Commission  recommends  that  the  Agency,  PTC,  DPW, 
and  DPT  implement  these  measures.  Measure  E.26. a  would  also  require  implementation 
by  non-City  agencies.  Accordingly,  this  measure  is  also  listed  under  Article  V.D  below^ 
(South) 

E.27    MUNI  Line  22-Fillmore.  The  Agency  would  ensure  implementation  of  this  measure  as 
part  of  its  plan  review  and  DPW  would  ensure  implementation  of  this  measure  as  part  of 
its  review  of  subdivision  and  parcel  maps.  Implementation  of  this  measure  would  be 
primarily  within  the  jurisdiction  of  the  PTC.  The  Public  Utilities  Commission 
recommends  that  the  Agency,  PTC  and  DPW  implement  this  measure.  (South) 

E.28    MUNI  L-Line.  30  Stockton  or  45-Union/Stockton.  The  Agency  would  ensure 

implementation  of  measures  E.28.a-E.28.d  as  part  of  its  plan  review  and  DPW  would 
ensure  implementation  of  these  measures  as  part  of  its  review  of  subdivision  and  parcel 
maps.  Primary  responsibility  for  implementation  of  these  measures  would  lie  with  the 
PTC.  The  Public  Utilities  Commission  recommends  that  the  Agency,  PTC  and  DPW 
implement  these  measures.  Measvire  E.28.a  would  also  require  implementation  by  non- 
City  agencies.  Accordingly,  this  measure  is  also  listed  under  Article  V.D  below.  (South) 

E.29    Seventh  Street/Brannan  Street.  The  Agency  would  ensure  implementation  of  measure 
E.29  as  part  of  its  plan  review,  and  DPW  would  ensure  implementation  of  this  measure 
as  part  of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the  plans.  The 
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Public  Utilities  Commission  recommends  that  the  Agency,  DPT  and  DPW  implement 
this  measure.  (South) 

E.30    Seventh  Street/Townsend  Street.  The  Agency  would  ensure  implementation  of 
measures  E.30.a  -  E.30.b  as  part  of  its  plan  review,  and  DPW  would  ensure 
implementation  of  these  measures  as  part  of  its  review  of  subdivision  and  parcel  maps. 
DPT  will  also  review  the  plans.  The  Public  Utilities  Commission  recommends  that  the 
Agency,  DPT  and  DPW  implement  these  measures.  (North) 

E.31    Seventh  Street/Berry  Street.  The  Agency  would  ensure  implementation  of  measures 
E.3 1  .a-E.3 1  .b  as  part  of  its  plan  review,  and  DPW  would  ensure  implementation  of  these 
measures  as  part  of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the 
plans.  The  Public  Utilities  Commission  recommends  that  the  Agency,  DPT  and  DPW 
implement  these  measures.  (North) 

E.32    Seventh  Street/North  and  South  Common  Street.  The  Agency  would  ensure 

implementation  of  measures  E.32.a-E.32.b  as  part  of  its  plan  review,  and  DPW  would 
ensure  implementation  of  these  measures  as  part  of  its  review  of  subdivision  and  parcel 
maps.  DPT  will  also  review  the  plans.  The  Public  Utilities  Commission  recommends 
that  the  Agency,  DPT  and  DPW  implement  these  measures.  (South) 

£.33    Sixteenth  Street/Potrero  Street.  The  Agency  would  ensure  implementation  of  this 
measure  as  part  of  its  plan  review,  and  DPW  would  ensure  implementation  of  this 
measure  as  part  of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  |he 
plans.  The  Public  Utilities  Commission  recommends  that  the  Agency,  DPT  and  DPW 
implement  this  measure.  (South) 

E.34    Sixteenth  StreetA^ermont  Street.  The  Agency  would  ensure  implementation  of  this 
measure  as  part  of  its  plan  review,  and  DPW  would  ensure  implementation  of  this 
measure  as  part  of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the 
plans.  The  Public  Utilities  Commission  recommends  that  the  Agency,  DPT  and  DPW 
implement  this  measure.  (South) 

E.35    Eighth  Street/Townsend  Street.  The  Agency  would  ensure  implementation  of 
measures  E.35.a-E.35.b  as  part  of  its  plan  review,  and  DPW  would  ensure 
implementation  of  these  measures  as  part  of  its  review  of  subdivision  and  parcel  maps. 
DPT  will  also  review  the  plans.  The  Public  Utilities  Commission  recommends  that  the 
Agency,  DPT  and  DPW  implement  these  measures.  (North) 

E.36    Third  Street/Townsend  Street.  The  Agency  would  ensure  implementation  of  measures 
E.36.a-E.36.b  as  part  of  its  plan  review  and  DPW  would  ensure  implementation  of  these 
measures  as  part  of  its  review  of  subdivision  and  parcel  maps.  These  measures  are 
primarily  within  the  jurisdiction  of  DPT.  The  Public  Utilities  Commission  recommends 
that  the  Agency,  DPW  and  DPT  implement  these  measures.  (North) 

E.38    Fourth  Street/King  Street.  The  Agency  would  ensure  implementation  of  this  measure 
as  part  of  its  plan  review,  and  DPW  would  ensure  implementation  of  this  measure  as  part 
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of  its  review  of  subdivision  and  parcel  maps.  DPT  will  also  review  the  plans.  The  Public 
Utilities  Commission  recommends  that  the  Agency,  DPT  and  DPW  adopt  and  implement 
this  measure.  (North) 

E.41    Fourth  Street.  The  Agency  would  ensure  implementation  of  this  measure  as  part  of  its 
plan  review,  and  DPW  would  ensure  implementation  of  this  measure  as  part  of  its  review 
of  subdivision  and  parcel  maps.  DPT  will  also  review  the  plans.  The  Public  Utilities 
Commission  recommends  that  the  Agency,  DPT  and  DPW  implement  this  measure. 
(North) 

E.42    Seventh  Street.  The  Agency  would  ensure  implementation  of  this  measure  as  part  of  its 
plan  review  and  DPW  would  ensure  implementation  of  this  measure  as  part  of  its  review 
of  subdivision  and  parcel  maps.  This  measure  is  primarily  within  the  jurisdiction  of  DPT. 
The  Public  Utilities  Commission  recommends  that  the  Agency,  DPW  and  DPT 
implement  this  measure.  This  measure  would  also  require  implementation  by  non-City 
agencies.  Accordingly,  this  measure  is  listed  vmder  Article  V.D  below.  (North/South) 

E.45    Extend  N-.Tudah  MUNT  Metro  Line.  The  Agency  would  ensure  implementation  of  this 
measure  as  part  of  its  plan  review  and  DPW  would  ensure  implementation  of  this 
measure  as  part  of  its  review  of  subdivision  and  parcel  maps.  Primary  responsibility  for 
implementation  of  this  measure  would  be  within  the  jurisdiction  of  PTC.  The  Public 
Utilities  Commission  recommends  that  the  Agency,  PTC  and  DPW  implement  this 
measure.  (North/South) 

E.46a  Transportation  Management  Organizations.  Measures  E.46.a  would  be  implemented 
by  the  Agency  as  part  of  its  first  Major  Phase  approval.  Ongoing  participation  and/or 
monitoring  would  be  required  by  various  City  agencies  including  the  Agency,  the  PTC, 
DPW  and  DPT.  The  Public  Utilities  Commission  recommends  that  the  Agency,  PTC, 
DPW  and  DPT  implement  this  measure.  Measure  E.46.b  is  proposed  for  modification  as 
set  forth  below.  (North/South) 

E.47    Transportation  System  Management  (TSMt  Plan.  Measures  E.47.a-E.47.h  would  be 
implemented  by  the  Agency  as  part  of  its  first  Major  Phase  approval.  Ongoing 
participation  would  be  required  by  various  City  agencies  including  the  Agency,  PTC, 
DPW  and  DPT.  The  Public  Utilities  Commission  recommends  that  the  Agency,  PTC, 
DPW  and  DPT  implement  these  measures.  (North/South) 


E.49    Ferry  Service.  The  Agency  would  ensure  implementation  of  this  measure  as  part  of  the 
fu:st  Major  Phase  approval  and  the  Port  would  ensure  implementation  of  this  measure  on 
an  ongoing  basis.  The  Public  Utilities  Commission  recommends  that  the  Agency  and 
Port  implement  this  measure.  (North/South) 


3.  Air  Oualitv 

F.l      TSM  Measures.  Transportation  Measures  E.46-E.50  would  be  implemented  by  the 
Agency  as  part  of  its  first  Major  Phase  approval  and  would  also  address  air  quality 
impacts.  Ongoing  participation  would  be  required  by  various  City  agencies  including  the 
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Agency,  the  PTC,  DPW  and  DPT.  The  Public  Utilities  Commission  recommends  that  the 
Agency,  PTC,  DPW  and  DPT  implement  these  measures.  (North/South)  • 

F.2      Construction  PMip.  DPW  and/or  DBI  would  implement  measures  F.2.a-F.2.n  through 
the  necessary  permitting  process.  The  Public  Utilities  Commission  recommends  that 
DPW  and  DBI  implement  these  measures.  (North/South) 

F.3      Toxic  Air  Contaminants  (TACs).  DPW  and/or  DBI  would  implement  this  measure,  in 
consultation  with  DPH,  through  the  site  permit  process.  The  Public  Utilities  Commission 
recommends  that  DPW,  DBI  and  DPH  implement  this  measure.  (North/South) 

F.4      Meteorological  Station.  Measures  F.4.a-F.4.g  provide  for  a  meteorological  station  in 
Mission  Bay  South.  If  located  outside  of  the  UCSF  site,  the  Agency  would  implement 
these  measures  in  consultation  with  the  Bay  Area  Air  Quality  Management  District 
("BAAQMD").  The  Public  Utilities  Commission  recommends  that  the  Agency 
implement  this  measure.  These  measures  are  also  within  the  jurisdiction  of  non-City 
agencies.  Accordingly,  these  measures  are  also  listed  under  Article  V.D  below.  (South) 

F.5      Dry  Cleaning  Facilities.  The  Agency  would  implement  this  measure,  in  consultation 
with  DPH  and  DBI,  as  part  of  its  plan  review.  The  Public  Utilities  Commission 
recommends  that  the  Agency,  DPH  and  DBI  implement  this  measure.  This  measure  is 
also  within  the  jurisdiction  of  a  non-City  agency.  Accordingly,  this  measure  is  also  listed 
under  Article  V.D  below.  (North/South) 

'j 

F.  6      Child-Care  Buffer  Zones.  The  Agency  would  implement  this  measure,  in  consultation 

with  DPH  and  DBI,  as  part  of  its  plan  review.  The  Public  Utilities  Commission 
recommends  that  the  Agency,  DPH  and  DBI  implement  this  measure.  The 
implementation  of  this  measure  is  also  within  the  jurisdiction  of  a  non-City  agency. 
Accordingly,  this  measure  is  also  listed  under  Article  V.D  below.  (North/South) 

4.  Noise  and  Vibration 

G.  l     Noise  Reduction  in  Pile  Driving.  DPW  and/or  DBI  would  implement  this  measure  as 

part  of  the  necessary  permitting  process.  The  Public  Utilities  Commission  recommends 
that  DPW  and  DBI  implement  this  measure.  (North/South) 

G.  2.    Potential  Vibrations  from  CalTrain.  DPW  and/or  DBI  would  implement  this  measure 

as  part  of  the  necessary  permitting  process.  The  Public  Utilities  Commission 
reconamends  that  DPW  and  DBI  implement  this  measure.  (North) 

5.  Seismicitv 

H.  l     Heavy  Equipment  Storage.  The  Agency  would  implement  this  measure,  in  consultation 

with  OES,  prior  to  issuance  of  the  first  Certificate  of  Occupancy.  Updating  would  be 
required  on  a  periodic  basis.  The  Public  Utilities  Commission  recommends  that  the 
Agency  and  OES  implement  this  measure.  (North/South) 
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H.2.     Emergency  Preparedness  and  Eitiprgencv  Response.  The  Agency  would  implement 
this  measure,  in  consultation  with  OES,  prior  to  issuance  of  the  first  Certificate  of 
Occupancy.  Updating  would  be  required  on  a  periodic  basis.  The  Public  Utilities 
Commission  recommends  that  the  Agency  and  OES  implement  this  measure. 
(North/South) 

H.3     Comprehensive  Preparedness  and  Response  Plan.  The  Agency  would  implement  this 
measure,  in  consultation  with  OES,  prior  to  issuance  of  the  first  Certificate  of  Occupancy. 
Updating  would  be  required  on  a  periodic  basis.  The  Public  Utilities  Commission 
recommends  that  the  Agency  and  OES  implement  this  measure.  (North/South) 

H.4.    Fire  Station  No.  30.  The  Agency  and  DBI  would  implement  as  part  of  plan  review  and 
site  or  building  permit  processes,  in  consultation  with  the  Fire  Department.  The  Public 
Utilities  Commission  recommends  that  this  measure  be  implemented  by  the  Agency,  DBI 
and  the  Fire  Department.  (North/South) 

H.5     New  Fire  Station.  The  Agency  would  implement  this  measure  as  part  of  the  plan  review 
process,  in  conjunction  with  the  City  and  the  Fire  Department.  The  Public  Utilities 
Commission  adopts  this  measure  and  recommends  that  the  Agency  and  the  Fire 
Department  implement  this  measure.  (South) 

H.6     Facilitate  Emergency  Access  Routes.  The  Agency  would  implement  this  measure,  in 
consultation  with  OES,  in  conjunction  with  measure  H.3.  The  Public  Utilities 
Commission  recommends  that  the  Agency  and  OES  implement  this  measure.  ; 
(North/South) 

H.  7     Corrosivity.  DPW  and/or  DBI  will  implement  this  measure  as  part  of  the  site  permit 

process.  The  Public  Utilities  Commission  recommends  that  DPW  and  DBI  implement 
this  measure.  (North/South) 

6.  Health  and  Safety 

I.  l      Biohazardous  Materials  Handling  Guidelines.  DBI  would  implement  this  measure  as 

part  of  the  building  or  site  permit  process,  in  consultation  with  DPH.  The  Public  Utilities 
Commission  recommends  that  DBI  and  DPH  implement  this  measure.  (South) 

1.2      Use  of  HEP  A  Filters.  DBI  would  implement  this  measure  as  part  of  the  building  or  site 
permit  process,  in  consultation  with  DPH.  The  Public  Utilities  Commission  recommends 
that  DBI  and  DPH  implement  this  measure.  (South) 

1.3.     Handling  of  Biohazardous  Materials.  DBI  would  implement  this  measure  as  part  of 
the  building  or  site  permit  process,  in  consultation  with  DPH.  The  Public  Utilities 
Commission  recommends  that  DBI  and  DPH  implement  this  measure.  (South) 
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7.  Contaminated  Soils 

J.l      Risk  Management  Plan(s).  The  Agency  would  ensure  implementation  of  the  Risk 

Management  Plan  described  in  measures  J.l.a-J.l.o,  including. recorded  deed  restrictions, 
as  part  of  its  plan  review  process.  DPH  would  assist  the  Regional  Water  Quality  Control 
Board  ("RWQCB")  in  implementing  portions  of  this  mitigation  measure.  DBI  and/or 
DPW  would  also  ensure  implementation  of  construction-related  portions  of  this  measure 
through  the  permitting  process.  The  Public  Utilities  Commission  recommends  that  the 
Agency,  DPH,  DPW  and  DBI,  as  appropriate,  ensure  implementation  of  these  measures. 
Implementation  of  these  measures  is  also  within  the  jurisdiction  of  a  non-City  agency,  the 
RWQCB.  Accordingly,  these  measures  are  also  listed  under  Article  V.D  below. 
(North/South) 

3.2      Site-Specific  Risk  Evaluation.  The  Agency,  following  RWQCB  approval,  would  ensure 
implementation  of  this  measure  as  part  of  its  plan  review  process.  DPH  would  assist  the 
RWQCB  in  implementing  this  mitigation  measure.  The  San  Francisco  Unified  School 
District,  DBI  and/or  DPW,  as  appropriate,  would  also  ensure  implementation  of  the 
construction-related  portions  of  this  measure  through  the  permitting  processes.  The 
Public  Utilities  Commission  recommends  that  the  Agency,  the  San  Francisco  Unified 
School  District,  DPH,  DPW  and  DBI,  as  appropriate,  ensure  implementation  of  this 
measure  with  the  RWQCB.  Implementation  of  this  measure  is  primarily  within  the 
jurisdiction  of  a  non-City  agency,  the  RWQCB.  Accordingly,  this  measure  is  also  listed 
under  Article  V.D  below.(North/South) 

8.  Hydrology  and  Water  Quality 

K.l     Stormwater  Pollution  Prevention  Program  fSWPPP).  DPW  would  implement 

measures  K.l.a-K.l.i  as  part  of  its  review  of  subdivision  and  parcel  maps,  in  consultation 
with  the  Public  Utilities  Commission.  DBI  would  also  implement  this  measure  through 
the  building  or  site  permit  processes.  The  Public  Utilities  Commission  recommends  that 
DPW  and  DBI  implement  these  measures.  (North/South) 

K.2     Changes  in  Sanitary  Sewage  Quality.  DPW  would  implement  this  measure  as  part  of 
its  review  of  subdivision  and  parcel  maps,  in  consultation  with  the  Public  Utilities 
Commission.  The  Public  Utilities  Commission  recommends  that  DPW  implement  this 
measure.  (North/South) 

K.3     Sewer  Improvement  Design.  DPW  would  implement  this  measure  as  part  of  its  review 
of  subdivision  and  parcel  maps,  in  consultation  with  the  Public  Utilities  Commission. 
The  Public  Utilities  Commission  recommends  that  DPW  implement  this  measure. 
(North/South) 

K.4     Alternative  Technologies  to  Improve  Stormwater  Discharge  Quality.  DPW  would 
implement  this  measure  as  part  of  its  review  of  subdivision  and  parcel  maps,  in 
consultation  with  the  Public  Utilities  Commission.  The  Public  Utilities  Commission 
recommends  that  DPW  implement  this  measure.  (South) 
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K.5     Central/Bav  Basin  Stormwater  Management  Program.  DPW  would  implement  this 
measure  as  part  of  its  review  of  subdivision  and  parcel  maps,  in  consultation  with  the 
Public  Utilities  Commission.  The  Public  Utilities  Commission  recommends  that  DPW 
implement  this  measure.  (South) 

K.6     Structure  Placement  and  Design  to  Minimize  Dangers  of  Flooding.  DPW  would 

implement  measures  K.6.a-K.6.f  as  part  of  its  review  of  subdivision  and  parcel  maps,  in 
consultation  with  the  Public  Utilities  Commission.  DBI  would  also  implement  this 
measure  through  its  building  and  site  permit  processes.  The  Public  Utilities  Commission 
recommends  that  DPW  and  DBI  implement  these  measures.  (North/South) 

9.  China  Basin  Channel  Vegetation  and  Wildlife 

L.l.     Salt  Marsh  Wetland  Habitat  Mitigation  Plan.  DPW  would  ensure  implementation  of 
this  measure  as  part  of  its  review  of  subdivision  and  parcel  niaps.  The  Public  Utilities 
Commission  recommends  that  DPW  ensure  implementation  of  this  measure. 
Implementation  of  this  measure  is  also  within  the  jurisdiction  of  non-City  agencies. 
Accordingly,  this  measure  is  also  listed  under  Article  V.D  below.  (North/South) 

L.2.     Wetland  Habitat  Avoidance.  DPW  would  ensure  implementation  of  this  measure  as 

part  of  its  review  of  subdivision  and  parcel  maps.  DBI  would  also  ensure  implementation 
of  this  measure  through  its  building  or  site  permit  review.  The  Public  Utilities 
Commission  recommends  that  DPW  and  DBI  ensure  implementation  of  this  measure. 
Implementation  of  this  measure  is  also  within  the  jurisdiction  of  non-City  agencies.  ; 
Accordingly,  this  measure  is  also  listed  vmder  Article  V.D  below.  (North/South) 

L.3.     Construction  During  Pacific  Herring  Spawning  Season.  DPW  would  implement  this 
measure  as  part  of  its  review  of  subdivision  and  parcel  maps.  DBI  would  also  ensure 
implementation  of  this  measure  through  its  building  or  site  permit  review.  The  Public 
Utilities  Commission  recommends  that  DPW  and  DBI  implement  this  measure. 
(North/South) 

L.4.     Turbidity  Prevention.  DPW  would  implement  this  measure  as  part  of  its  review  of 
subdivision  and  parcel  maps.  DBI  would  also  ensure  implementation  of  this  measure 
through  its  building  or  site  permit  review.  The  Public  Utilities  Commission  recommends 
that  DPW  and  DBI  implement  this  measure.  (North/South) 

L.5.     Construction  in  Channel.  DPW  would  implement  this  measure  as  part  of  its  review  of 
subdivision  and  parcel  maps.  DBI  would  also  ensure  implementation  of  this  measure 
through  its  building  or  site  permit  review.  The  Public  Utilities  Commission  recommends 
that  DPW  and  DBI  implement  this  measure.  (North/South) 

L.6.     Removal  and  Disposal  Plan.  DPW  would  implement  this  measure  as  part  of  its  review 
of  subdivision  and  parcel  maps.  DBI  would  also  ensure  implementation  of  this  measure 
through  its  building  or  site  permit  review.  The  Public  Utilities  Commission  recommends 
that  DPW  and  DBI  implement  this  measure.  (North/South) 
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10.  Community  Services  and  Utilities 

M.2.    Include  Water  Conservation  in  Buildings  and  Landscaping.  DPW  and/or  DBI  would 
implement  measures  M.2.a-M.2.f  as  part  of  the  permitting  process.  The  Public  Utilities 
Commission  recommends  that  DPW  and  DBI  implement  these  measures.  (North/South) 

M.3.    Extend  Auxiliary  Water  Supply  System.  The  Agency  would  implement  this  measure 
as  part  of  its  plan  review  and  DPW  would  implement  this  measure  as  part  of  its  review  of 
subdivision  and  parcel  maps.  This  would  be  implemented  in  consultation  with  the  Fire 
Department.  The  Public  Utilities  Commission  recommends  that  the  Agency,  DPW  and 
the  Fire  Department  implement  this  measure.  (North/South) 

M.4.    Sewers  and  Waste  Water  Treatment.  The  Agency  would  implement  this  measures  as 
part  of  its  plan  review,  and  DPW  would  implement  this  measure  as  part  of  its  review  of 
subdivision  and  parcel  maps,  in  consultation  with  the  Public  Utilities  Commission.  DBI 
would  also  ensure  implementation  of  this  measure  through  its  building  or  site  permit 
review.  The  Public  Utilities  Commission  recommends  that  the  Agency,  DPW,  and  DBI 
implement  this  measure.  (South) 

M.S.    Stormwater.  The  Agency  would  implement  this  measure  as  part  of  its  plan  review  and 
DPW  would  implement  this  measure,  in  consultation  with  the  Public  Utilities 
Commission,  as  part  of  its  review  of  subdivision  and  parcel  maps.  DBI  would  also 
ensure  implementation  of  this  measure  through  its  building  or  site  permit  review.  The 
Public  Utilities  Commission  recommends  that  the  Agency,  DPW,  and  DBI  implement 
this  measure.  (South) 

C.  MITIGATION  MEASURES  RECOMMENDED  FOR  ADOPTION  AS  MODIFIED  AND 
WHICH  WILL  BE  IMPLEMENTED  BY  CITY  AGENCIES.  OR  MITIGATION  MEASURES 
RECOMMENDED  FOR  REJECTION 

•        Mitigation  Measures  Recommended  for  Adoption  as  Modified 

This  section  recites  mitigation  measures  which  are  recommended  for  adoption  in  modified  form. 
The  nature  and  reason  for  each  modification  is  set  forth.  To  the  extent  that  the  mitigation 
measure  is  modified,  it  is  rejected  in  its  original  form  either  for  purposes  of  clarification  or 
because  the  measure  has  been  more  clearly  defined  through  the  Project  Approvals.  The  Public 
Utilities  Commission  finds  that  the  modifications  would  not  result  in  any  new,  or  substantial 
increase  in,  significant  impacts. 

I.       Visual  Quality  and  Urban  Design 

D.  8     Shadows.  This  measure  describes  circumstances  under  which  shadow  studies  will  be 

required  for  the  Project.  Since  the  date  of  publication  of  the  DSEIR,  shadow  studies  were 
conducted  in  conjunction  with  the  Mission  Bay  Citizens'  Advisory  Committee  as  part  of 
the  design  standard  and  guideline  preparation  process.  Based  upon  these  studies,  the 
Agency  has  determined  that  development  complying  with  the  design  standards  in  the 
Design  for  Development  documents  related  to  height,  bulk,  and  coverage  and  street  walls 
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will  reasonably  limit  areas  of  shadow  on  public  open  spaces  during  the  active  months  of 
the  year  and.  during  the  most  active  times  of  day.  Shadow  fan  studies  conducted  as  part 
of  the  Initial  Study  process  previously  established  that  the  Project  will  not  have  any 
significant,  adverse  shadow  impacts  because  it  will  not  cast  any  shadows  in  violation  of 
Proposition  K,  the  Shadow  Ban  Ordinance.  The  shadow  studies  prepared  for  the  Design 
for  Development  documents  further  establish  that  any  shadows  would  be  appropriately 
limited.  Accordingly,  Measure  D.8  is  modified  as  follows  to  reflect  the  process  for 
shadow  studies  outlined  in  the  Design  for  Development  documents: 

"The  Redevelopment  Plan  documents  would  require  analysis  of 
potential  shadows  on  existing  and  proposed  open  spaces  during  the 
building  design  and  review  process  when  exceptions  to  certain 
standards  governing  the  shape  or  locations  of  buildings  are 
requested  that  would  cause  over  13%  of  Mission  Creek  Park  (either 
North  or  South),  20%  of  Bayfront  Park,  17%  of  Triangle  Square  or 
11%  of  Mission  Bay  Commons  to  be  in  continuous  shadow  for  a 
period  of  one  hour  per  day  from  March  to  September  between 
10  a.m.  and  4  p.m." 

The  Agency  would  implement  this  measure  as  part  of  its  plan  review.  The  Public 
Utilities  Commission  recommends  that  the  Agency  implement  this  measure  as  modified. 
(North/South) 

2.        Transportation  { 

E.46.b  Transportation  Coordinating  Committee.  This  measure  provides  that  the  City  should 
form  a  Transportation  Coordinating  Committee  (TCC)  including  representatives  of 
Project  Area  property  owners,  UCSF,  SFRA  and  appropriate  city  staff,  including  DPT, 
MUNI  and  DPW,  to  address  area-wide  transportation  planning  issues  and  coordinate  with 
other  uses  and  neighborhoods  in  nearby  areas.  The  Mission  Bay  TCC  would  work 
closely  with  the  San  Francisco  Giants  concerning  issues  related  to  parking  and  traffic  that 
would  affect  both  Mission  Bay  employees,  visitors,  and  residents,  as  well  as  ballpark 
patrons.  It  is  also  appropriate  to  include  surrounding  neighborhood  organizations  in  the 
TCC  to  address  area-wide  transportation  planning  issues  and  coordinate  with  other  uses 
and  neighborhoods  in  nearby  areas.  Accordingly,  this  measure  is  modified  to  include 
surrounding  neighborhood  organizations  on  the  TCC.  Ongoing  participation  and/or 
monitoring  would  be  required  by  various  City  agencies  including  the  PTC,  the  Agency, 
DPW  and  DPT.  The  Public  Utilities  Commission  recommends  that  the  Agency,  PTC, 
DPW  and  DPT  implement  this  measure  as  modified.  (North/South) 

E.50    Flexible  Work  TimeyTelecommuting.  This  measure  provides  that,  where  feasible, 

employees  be  offered  the  opportunity  to  work  on  flexible  schedules  and/or  telecommute. 
This  measure  is  properly  considered  as  part  of  a  menu  of  measures  to  be  addressed  in  the 
Transportation  Management  Plans  (TMP).  Accordingly,  this  measure  is  modified  to  the 
extent  that  it  is  renumbered  as  Measure  E.47.i  and  included  as  an  element  to  be 
considered  in  the  TMP.  Measure  E.47.i  would  be  implemented  by  the  Agency  as  part  of 
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its  first  Major  Phase  approval.  The  Public  Utilities  Commission  recommends  that  the 
Agency  implement  this  measure  as  modified.  (South) 

3.        Community  Facilities  and  Utilities 

M.1     Transfer  School  Site.  The  FSEIR  indicates  that  this  measure  applies  to  both  Plan  Areas. 
However,  while  this  measure  includes  both  North  and  South  residential  development  in 
its  threshold  calculation,  the  actual  implementation  of  the  measure  applies  solely  to 
Mission  Bay  South,  where  the  school  site  is  located.  As  a  matter  of  clarification,  the 
notation  after  the  measure  is  modified  to  refer  only  to  the  South.  This  measure  would  be 
implemented  by  the  Agency  as  part  of  its  plan  review,  in  consultation  wdth  the  San 
Francisco  Unified  School  District.  The  Public  Utilities  Commission  recommends  that  the 
Agency  and  San  Francisco  Unified  School  District  implement  this  measure  as  modified. 
(South) 

M.6     Construct  New  Fire  Station  and  Provide  New  Engine  Company.  Measures 

M.6.a-M.6.b  provide  for  construction  of  a  new  fire  station  and  provision  of  a  new  engine 
company.  This  measure  is  required  primarily  to  address  significant  seismic  (primarily 
access-related)  and  community  facilities  issues  associated  with  development  in  Mission 
Bay  South.  Accordingly,  these  measures  are  modified  to  reflect  that  they  apply  only  to 
Mission  Bay  South,  consistent  with  Measure  H.5.  The  Agency  would  implement 
measures  M.6.a.  -  M.6.b  in  consultation  with  the  City  and  the  Fire  Department.  The 
Public  Utilities  Commission  recommends  that  the  Agency  and  the  Fire  Department 
implement  these  measures  as  modified.  (South)  '< 

•        Measures  Proposed  for  Rejection 

The  Public  Utilities  Commission  hereby  finds  that  there  is  substantial  evidence  that  the  specific 
economic,  social  or  other  considerations  stated  below  make  the  following  measures  infeasible. 
The  Public  Utilities  Commission  recommends  that  these  measure  be  rejected. 

1.  Transportation 

E.20    Seventh  Street/Berry  Street.  Measures  E.20.a  -  E.20.C  propose  traffic  improvements  to 
the  intersection  of  Seventh  Street  and  Berry  Street.  As  discussed  in  Chapter  VII  of  the 
FSEIR,  these  improvements  are  related  to  rail  crossing  signalization  and  safety  facilities, 
and  would  apply  only  to  the  project  described  in  the  Project  Description,  which  includes  a 
second  rail  crossing.  These  measures  are  not  required  for  the  proposed  Project,  which 
eliminates  the  7th  and  Berry  crossing.  Accordingly,  these  measures  are  rejected  as 
inapplicable  to  the  Project.  (North) 

E.37    Third  Street/King  Street.  Measures  E.37.a  -  E.37.b  relate  to  proposed  intersection 

improvements  for  Third  Street  and  King  Street.  Measure  E.37.a  requires  acquisition  of 
additional  right-of-way  on  the  eastern  portion  of  Third  Street  from  Berry  Street  to  King 
Street,  which  would  require  reconfiguration  and  reduction  in  the  proposed  plaza  area  of 
the  Giants  Ballpark.  The  current  plaza  configuration  is  instrumental  to  operation  of  the 
ballpark,  has  been  approved  by  a  large  number  of  regulatory  agencies,  and  is  the  subject 
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of  an  existing  lease  between  the  Giants  and  the  City.  Moreover,  this  area,  which  is 
outside  of  the  Plan  Areas,  has  been  designed  as  a  key  component  of  the  pedestrian 
network  for  the  ballpark  and  the  surrounding  area.  It  is  also  an  important  civic 
improvement  and  design  feature,  serving  as  the  "front  door"  of  the  ballpark.  For  these 
reasons.  Measure  E.37.a  is  rejected.  Without  implementation  of  this  measure, 
intersection  impacts  at  Third  and  King  Streets  would  deteriorate  from  the  current  LOS  C 
to  LOS  D  with  the  Project  and  LOS  E  with  cumulative  2015  conditions,  and  LOS  F  if 
Measure  E.37.b  is  also  rejected.  This  specific  intersection  impact  is  encompassed  within 
the  broader  statement  of  significant,  unavoidable  intersection  impacts  contained  in 
Article  VL  (North) 

Measure  E.37.b  would  require  acquisition  of  additional  King  Street  right-of-way  from 
Fourth  Street  to  Third  Street.  While  such  acquisition  would  improve  the  level  of  service 
of  the  operation  of  the  intersection,  negative  pedestrian  safety  impacts  could  result.  The 
additional  lane  would  increase  the  distance  that  pedestrians  traveling  in  the  north-south 
direction  would  walk  to  cross  the  street.  Although  the  pedestrian  signal  could  be  timed  to 
allow  pedestrians  to  only  cross  a  refuge  area  in  the  middle  of  the  street,  this  reftige  area 
may  not  be  large  enough  to  accommodate  heavy  pedestrian  volumes,  such  as  those 
expected  before  and  after  an  event  at  the  adjacent  Pacific  Bell  Park.  Accordingly,  the 
imposition  of  this  measure  poses  serious  pedestrian  safety  risks  at  a  location  where  heavy 
pedestrian  volumes  are  expected.  These  risks  are,  on  balance,  of  sufficient  concem  to 
outweigh  the  potential  level  of  service  improvements.  In  addition,  to  provide  such  an 
additional  right-of-way,  block  N2  would  need  to  be  reduced  by  approximately  1 1  feet 
along  the  entire  length  of  the  block.  This  block  has  afready  been  reduced  from  the  earlier 
development  proposal  to  accommodate  additional  traffic  circulation  features. 
Accordingly,  it  is  the  narrowest  development  block  in  Mission  Bay  North  at  158  feet 
deep.  The  proposed  land  use  program  for  block  N2,  including  the  provision  of  an 
affordable  housing  site  and  street  front  retail,  cannot  be  achieved  with  the  additional 
right-of-way  needed  for  the  mitigation  measure.  Accordingly,  implementation  of  this 
measure  would  be  inconsistent  with  the  objectives  related  to  the  development  program  for 
residential  and  retail  uses,  and  employment  related  thereto,  and  therefore  is  rejected. 
Without  implementation  of  this  measure,  intersection  impacts  at  Third  and  King  Streets 
would  deteriorate  from  the  current  LOS  C  to  LOS  D  with  the  Project  and  LOS  E  with 
cumulative  2015  conditions,  and  LOS  F  if  Measure  E.37.a  is  also  rejected.  This  specific 
intersection  impact  is  encompassed  within  the  broader  statement  of  significant, 
unavoidable  intersection  impacts  contained  in  Article  VI.  (North) 

E.39  King  Street.  This  measure  contemplated  improvements  at  King  Street  between  Fourth 
Street  and  Third  Street.  This  measure  does  not  address  a  significant  impact  on  its  own; 
rather,  E.39  would  reduce  significant  impacts  only  if  implemented  with  measure  E.37.b 
and  accordingly  is  rejected  for  the  same  reasons  as  E.37b.  (North) 

E.40    Third  Street.  This  measure  involves  improvements  to  Third  Street  between  Berry  Street 
and  King  Street.  This  measure  does  not  address  a  significant  impact  on  its  own;  rather, 
E.40  would  reduce  significant  impacts  only  if  implemented  with  measure  E.37.a  and 
accordingly  is  rejected  for  the  same  reasons  as  E.37a.  (North) 
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2.       Community  Services  and  Utilities 

M.2.g.  Water  Conservation.  This  measvire  is  one  component  of  a  menu  of  items  to  be 

considered  regarding  water  conservation.  This  measure  provides  that  only  limited  turf 
areas  should  be  included  in  open  space  plans.  An  important  element  of  the  Plan  Areas  is 
the  provision  of  substantial  open  space  areas,  including  primarily  graiss  and  turf-covered 
areas  appropriate  for  a  variety  of  active  and  passive  recreational  uses.  Limiting  turf  areas 
therefore  would  be  inconsistent  with  an  open  space  program  designed  to  ensure  a  variety 
of  uses,  including  sports  activity  features  that  require  turf  areas  in  the  Project.  In 
addition,  other  effective  measures  are  available  under  M.2.a-M.2.h  to  address  water 
conservation.  Rejection  of  this  measure  therefore  would  not  result  in  any  new  significant 
impacts.  Accordingly,  this  measure  is  rejected.  (North/South) 

D.  MEASURES  WITHIN  THE  JURISDICTION  OF  NON-CITY  AGENCIES 
•        Measures  Proposed  for  Adoption 

The  Public  Utilities  Commission  finds  that  the  following  measures,  which  are  within  the 
responsibility  and  jurisdiction  of  non-City  agencies  as  indicated,  can  and  should  be  adopted: 

1.  Transportation 

E.  14.f  Seventh  Street/16th  Street.  This  measure  would  require  approval  by  the  Peninsula  Joint 

Powers  Board  ("JPB"),  the  California  Public  Utilities  Commission  ("CPUC")  and  ; 
CalTrain.  The  Public  Utilities  Commission  recommends  that  this  measure  be  approved 
by  the  JPB,  CPUC  and  CalTrain.  (South) 

E.lS.a  Owens  Street/1 6th  Street.  This  measure  would  require  approval  by  Caltrans.  The 

Public  Utilities  Commission  recommends  that  Caltrans  approve  this  measure.  (South) 

E.16    Owens  Street/Mariposa  Street/I-280  Off-Ramp.  Measure  E.  1 6. a  would  require 
approval  by  the  JPB,  CalTrain  and  Caltrans.  The  Public  Utilities  Commission 
recommends  that  the  JPB,  CalTrain  and  Caltrans  approve  this  measure.  Measure  E.16.b 
would  require  approval  by  Caltrans.  The  Public  Utilities  Commission  recommends  that 
Caltrans  approve  this  measure.  (South) 

E.17    1-280  On-Ramp/Mariposa  Street.  Measures  E.  1 7.a-E.  1 7.b  require  approval  by 

Caltrans.  The  Public  Utilities  Commission  recommends  that  Caltrans  approve  these 
measures.  (South) 

E.18    Seventh  Street/The  Common.  Measures  E.  1 8.a-E.  1 8.b  require  approval  by  the  JPB, 

CPUC  and  CalTrain.  The  Public  Utilities  Commission  recommends  that  the  JPB,  CPUC 
and  CalTrain  approve  these  measures.  (South) 

E.19    Fifth  Street/King  Street.  Measures  E.19.a-E.19.c  require  approval  by  Caltrans.  The 

Public  Utilities  Commission  recommends  that  Caltrans  approve  these  measures.  (North) 


27 


ll:\LAfroOSS\KSTACf\MISSION\PUCATTA.FDG  21-SEP-98 


Attachment  A 
CEQA  Findings 


E.22.a  Mariposa  Street.  This  measure  requires  approval  by  the  JPB,  CPUC  and  CalTrain.  The 
PubHc  Utilities  Commission  recommends  that  the  JPB,  CPUC  and  CalTrain  approve  this 
measure.  (South) 

E.26.a  North  Common  and  South  Common  Streets  Connection  to  Seventh  Street.  This 
measure  requires  approval  by  the  JPB,  CPUC  and  CalTrain.  The  Public  Utilities 
Commission  recommends  that  the  JPB,  CPUC  and  CalTrain  approve  this  measure. 
(South) 

E.28.a  MUNI  Line  30-Stockton  or  45-Union/Stockton.  This  measure  requires  approval  by  the 
JPB,  CPUC  and  CalTrain.  The  Public  Utilities  Commission  recommends  that  the  JPB, 
CPUC  and  CalTrain  approve  this  measure.  (South) 

E.42    Seventh  Street.  This  measure  requires  approval  by  the  JPB  and  the  CPUC.  The  Public 
Utilities  Commission  recommends  that  the  JPB  and  CPUC  approve  this  measure. 
(North/South) 

E.43    Increase  Bay  Bridge  Tolls.  This  measure  proposes  an  increase  in  Bay  Bridge  tolls  for 
single-occupant  vehicle  trips  during  commute  hours.  This  measure  is  within  the 
jurisdiction  of  the  Metropolitan  Transportation  Commission  (MTC).  The  Public  Utilities 
Commission  recommends  that  the  MTC  implement  this  measure.  (North/South) 

E.  44    AC  Transit  District.  This  measure  would  encourage  the  AC  Transit  District  to  expand 

transbay  bus  service  to  accommodate  cumulative  demand  and  would  further  encouifage 
the  MTC  to  provide  funding  for  such  a  service  expansion  and  support  the  District  in  its 
request  for  funding  firom  other  sources.  The  Public  Utilities  Commission  recommends 
that  AC  Transit  and  the  MTC  implement  this  measure.  (North/South) 

2.  Air  Quality 

F.  4      Meteorological  Station.  Measures  F.4.a  -  F.4.g  provide  for  a  meteorology  station  in  the 

Plan  Area.  If  the  station  is  sited  in  the  UCSF  site,  implementation  of  these  measures  will 
be  within  the  jurisdiction  of  The  Regents.  Regardless  of  its  location,  the  BAAQMD  will 
also  have  a  role  in  implementing  this  measure.  The  Public  Utilities  Commission 
recommends  that  The  Regents,  as  necessary,  and  the  BAAQMD  implement  these 
measures.  (South) 

F.5      Dry  Cleaning  Facilities.  This  measure  prohibits  dry  cleaning  facilities  in  residential 

areas  and  provides  design  and  construction  requirements  to  reduce  impacts  from  toxic  air 
contaminants.  This  measure  will  require  consultation  with  the  BAAQMD.  The  Public 
Utilities  Commission  recommends  that  the  BAAQMD  participate  in  implementation  of 
this  measure.  (North/South) 

F.6     Child-Care  Buffer  Zones.  This  measure  requires  consultation  of  pre-school  and  child 
care  centers  with  the  BAAQMD  regarding  the  locations  of  their  operations.  The  Public 
Utilities  Commission  recommends  that  the  BAAQMD  participate  in  the  implementation 
of  this  measure.  (North/South) 
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3.  Contaminated  Soils 

J.l      Risk  Management  Plan(s).  Measures  J.  1  .a  -  J.  1  .o  require  the  development  and 

implementation  of  a  Risk  Management  Plan  or  Plans  ("RMP").  These  measures  would 
require  implementation  by  the  Regional  Water  Quality  Control  Board  ("RWQCB").  The 
Public  Utilities  Commission  recommends  that  the  RWQCB  implement  these  measures. 
(North/South) 

J.2      Site-Specific  Risk  Evaluation.  This  measure  requires  a  site-specific  risk  evaluation  for 
certain  sensitive  receptors.  This  measure  would  require  implementation  by  the  RWQCB. 
The  Public  Utilities  Commission  recommends  that  the  RWQCB  implement  this  measure. 
(North/South) 

4.  China  Basin  Channel  Vegetation  and  Wildlife 

L.l      Salt  Marsh  Wetland  Habitat  Mitigation  Plan.  This  measure  would  require  the 

preparation  and  implementation  of  a  salt  marsh  wetland  habitat  mitigation  plan.  This 
measure  would  be  implemented  by  the  U.S.  Army  Corps  of  Engineers,  the  RWQCB  and 
the  San  Francisco  Bay  Conservation  and  Development  Commission  ("BCDC").  The 
Public  Utilities  Commission  recommends  that  the  U.S.  Army  Corps  of  Engineers,  the 
RWQCB  and  BCDC  implement  this  measure.  (North/South) 

L.2     Wetland  Habitat  Avoidance.  This  measure  would  require  the  avoidance  of  salt  marsh 
wetland  habitat  along  the  China  Basin  Channel  shoreline  during  installation  of  suction 
inlets.  This  measure  would  require  implementation  by  the  U.S.  Army  Corps  of 
Engineers,  the  RWQCB,  and  BCDC.  The  Public  Utilities  Commission  recommends  that 
the  U.S.  Army  Corps  of  Engineers,  the  RWQCB  and  BCDC  implement  this  measure. 
(North/South) 

•        Measure  Proposed  For  Rejection 

E.48  UCSF  Parking.  This  measure  would  provide  that  parking  at  the  UCSF  site  be  provided 
at  the  same  ratios  as  for  similar  uses  in  the  remainder  of  the  Plan  Areas.  This  measure  is 
rejected  for  the  reasons  set  forth  below  in  Section  V.E.  (South) 

E.  MEASURES  WITHIN  THE  JURTSDTCTION  OF  THE  REGENTS 

The  Regents  are  the  lead  agency  under  CEQA  with  respect  to  UCSF's  development  of  the  major 
new  site  in  the  Plan  Area.  Once  Catellus  and  the  City  transfer  land  to  UCSF,  the  UCSF  site  will 
be  owned  by  The  Regents  and  developed  by  The  Regents  for  educational  purposes,  and  will 
therefore  be  exempt  from  local  land  use  regulation.  Accordingly,  implementation  of  the 
mitigation  measures  related  to  development  of  the  UCSF  site  are  within  the  jurisdiction  of  The 
Regents.  The  FSEIR  included  analysis  of  the  impacts  of  the  development  of  the  new  UCSF  site 
in  Mission  Bay,  previously  analyzed  in  the  UCSF  LRDP  FEIR  and  approved  by  The  Regents,  in 
order  to  provide  a  comprehensive  analysis  of  the  Project. 
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The  Public  Utilities  Commission  has  reviewed  the  UCSF  LRDP  and  the  mitigation  measures  and 
findings  adopted  by  The  Regents  on  January  17,  1997  with  respect  to  the  UCSF  LRDP  FEIR  as 
it  relates  to  the  UCSF  site  at  Mission  Bay  (the  "LRDP  Findings")  and  has  determined  that 
development  of  the  UCSF  site  will  incorporate  all  of  the  applicable  mitigation  measures 
proposed  by  the  FSEIR,  except  for  mitigation  measure  E.48,  in  one  of  three  ways:  (1)  UCSF  has 
already  adopted  equivalent  mitigation  measures  as  part  of  its  LRDP  FEIR  findings;  (2)  UCSF 
has  adopted  policies,  procedures,  practices  and  requirements  which  achieve  substantially  the 
same  level  of  mitigation  as  required  in  the  potentially  applicable  FSEIR  mitigation  measures  as 
set  forth  below;  or,  (3)  UCSF  has  agreed  to  implement  certain  mitigation  measures  contained  in 
the  FSEIR  not  explicitly  addressed  by  the  LRDP  FEIR.  A  description  of  how  the  applicable 
mitigation  measure  will  be  implemented  in  substantially  the  same  form,  and  achieve  the  same 
result,  as  the  mitigation  measure  proposed  in  the  FSEIR  follows. 

D.l     Lighting  and  Glare.  UCSF  LRDP  FEIR  Measure  12L1-3  was  adopted  in  the  LRDP 

Findings.  It  is  substantially  similar  to  FSEIR  Measure  D.l  and  would  reduce  any  lighting 
and  glare  impacts  addressed  by  that  measure  to  a  level  of  insignificance. 

D.3-D.6  Archeological  Resources.  Measure  12M4-2  was  adopted  in  the  LRDP  Findings.  It  is 
substantially  similar  to  FSEIR  Measures  D.3-D.6  and  would  reduce  archeological 
impacts  addressed  by  those  measures  to  a  level  of  insignificance. 

D.7     Wind  Studies.  The  UCSF  LRDP  FEIR  does  not  contain  any  substantially  equivalent 
measures  to  FSEIR  Measure  D.7.  Compliance  with  this  measure  would  be  consistent 
with  the  UCSF  LRDP  goals  and  objectives  for  the  UCSF  site  as  follows:  "Physical; 
development  at  the  new  site  would  follow  established  parameters  of  local  master  plans 
and  zoning  codes  for  the  site  and  surrounding  area  to  the  maximum  extent  feasible, 
including  guidelines  related  to  building  scale,  proportion  and  setbacks,  to  promote 
compatibility  between  UCSF  and  neighboring  uses."  UCSF  LRDP,  pages  167-68. 
Compliance  with  these  goals  and  objectives  will  ensure  that  no  new  or  increased 
significant  environmental  impacts  will  occur. 

D.  8     D.S.Shadows.  The  UCSF  LRDP  FEIR  does  not  contain  any  substantially  equivalent 

measures  to  FSEIR  Measure  D.8.  Compliance  with  this  measure  would  be  consistent 
with  the  UCSF  LRDP  goals  and  objectives  for  the  UCSF  site  as  follows:  "Physical 
development  at  the  new  site  would  follow  established  parameters  of  local  master  plans 
and  zoning  codes  for  the  site  and  surrounding  area  to  the  maximum  extent  feasible, 
including  guidelines  related  to  building  scale,  proportion  and  setbacks,  to  promote 
compatibility  between  UCSF  and  neighboring  uses."  UCSF  LRDP,  pages  167-68. 
Compliance  with  these  goals  and  objectives  will  ensure  that  no  new  or  increased 
significant  environmental  impacts  will  occur. 

E.  47    Transportation  System  Management  Plan.  Measure  12C4-1  was  adopted  in  the  LRDP 

Findings.  It  is  substantially  similar  to  FSEIR  Measure  E.47  and  would  resuh  in  a  similar 
contribution  to  reduction  of  significant  impacts. 

E.48    Parking  Ratios.  The  LRDP  identifies  a  greater  number  of  parking  spaces  than  is  applied 
to  other  similar  uses  in  the  Mission  Bay  area.  UCSF  plans  to  monitor  its  needs  and  uses 
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and  provide  the  necessary  amount  of  parking  for  its  demand.  There  is  no  other  poHcy  or 
commitment  to  implement  this  measure  as  set  forth  in  the  FSEIR. 

F.l      TSM  Measures.  Measures  12C4-1  and  12D4-2  were  adopted  in  the  LRDP  Findings. 

These  measures  would  implement  the  portions  of  Measure  F.l  which  contemplate  direct 
UCSF  participation.  They  are  substantially  similar  to  FSEIR  Measure  F.l  and  would 
result  in  a  similar  contribution  to  reduction  of  significant  impacts. 

F.2      Construction  VM^  Measures.  Measure  12D1-1  was  adopted  in  the  LRDP  Findings.  It 
is  substantially  similar  to  FSEIR  Measure  F.2  and  would  result  in  a  similar  contribution 
to  the  reduction  in  significant  impacts. 

F.3      Toxic  Air  Contaminants.  The  UCSF  LRDP  FEIR  does  not  contain  a  substantially 
similar  mitigation  measure  to  FSEIR  Measure  F.3.  However,  UCSF  has  an  existing 
process  implemented  through  its  Department  of  Environmental  Health  and  Safety,  which 
oversees  new  sources  of  air  contaminants  and  permit  compliance.  Because  UCSF  has  a 
stated  policy,  as  discussed  in  the  FSEIR,  of  keeping  the  incremental  cancer  risk  from 
stationary  sources  of  toxic  emissions  from  its  facilities  at  a  particular  site  within  the  10- 
in-1 -million  emissions  standard  and  a  hazard  index  of  less  than  1,  the  existing  UCSF 
policy  and  procedure  is  substantially  similar  to  FSEIR  Measure  F.3  and  would  result  in  a 
similar  contribution  to  the  reduction  in  significant  impacts. 

F.5      Drycleaning  Facilities.  The  UCSF  LRDP  FEIR  does  not  identify  an  equivalent  measure 
to  FSEIR  Measure  F.5.  The  UCSF  LRDP  does  not  contemplate  inclusion  of  drycleaning 
facilities  with  on-site  operations,  nor  does  it  contemplate  residential  uses  on  the  UCfSF 
site.  Therefore,  the  LRDP  contemplates  compliance  with  this  measure. 

F.  6      Child  Care  Buffer  Zones.  The  UCSF  LRDP  FEIR  does  not  contain  a  substantially 

similar  mitigation  measure  to  FSEIR  Measure  F.3.  UCSF  has  indicated  that  it  would 
apply  a  number  of  siting  criteria  in  locating  a  childcare  center  at  its  Mission  Bay  site, 
which  focus  on  the  convenience,  safety  and  security  of  childcare  staff,  parents  and 
children.  In  addition,  the  location  would  be  assessed  for  potential  health  risk  effects  from 
toxic  air  contaminant  emissions.  The  UCSF  LRDP  FEIR  adopted,  as  its  standard  of 
significance,  the  BAAQMD  significance  criteria  of  incremental  cancer  risk  of  10-in-l 
million  for  the  sum  total  of  operational  stationary  sources  at  the  UCSF  site.  UCSF 
intends  to  keep  vdthin  the  10-in-l  million  emission  standard.  A  screening  level  health 
risk  assessment  would  be  prepared  at  the  time  UCSF  requires  additional  project  -specific 
environmental  review.  The  assessment  would  identify,  in  particular,  the  location  of  any 
childcare  center  at  the  Mission  Bay  site  and  assess  the  potential  effects  on  receptors. 
UCSF  has  stated  it  will  work  vnth  the  BAAQMD  as  necessary  to  keep  site  risks  below 
BAAQMD  thresholds  of  significance.  Therefore,  UCSF  has  existing  policies  and 
procedures  substantially  similar  to  those  described  in  FSEIR  Measure  F.6,  which  would 
result  in  similar  contribution  to  the  reduction  in  significant  impacts. 

G.  l     Noise  Reduction  and  Pile  Driving.  Measure  12E1-1  was  adopted  in  the  LRDP 

Findings.  It  is  substantially  similar  to  FSEIR  Measure  G.l  and  would  reduce  noise 
impacts  addressed  by  that  measure  to  a  level  of  insignificance. 
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H.l     Heavy  Equipment  Storage.  The  UCSF  LRDP  FEIR  did  not  identify  an  equivalent 

measure  to  FSEIR  Measure  H.l.  However,  Measure  H.l  is  intended  to  apply  on  a  Plan 
Area-wide  basis,  rather  than  to  any  specific  use.  The  City  can  implement  this  measure 
easily,  using  non-UCSF  property,  and  still  meet  the  requirements  of  the  measure. 
Accordingly,  further  implementation  of  this  measure  by  UCSF  is  not  necessary  to  avoid 
significant  impacts  on  seismicity. 

H.2,  H.3  Emergency  Preparedness  and  Emergency  Response.  The  UCSF  LRDP  FEIR  did 
not  contain  substantial  equivalent  measures  to  FSEIR  Measures  H.2  and  H.3.  However, 
UCSF  has  a  substantially  similar  policy  and  procedure.  UCSF  has  indicated  it  would 
include  the  Mission  Bay  site  in  the  UCSF  Emergency  Operations  Plan,  effective  July 
1991.  The  Emergency  Plan  outlines  management  systems,  management  organization  and 
planned  response  to  emergency  situations.  In  addition,  it  includes  areas  of  responsibility 
such  as  medical  care,  communications  and  hazardous  materials,  containment  and  law 
enforcement.  The  Operations  Plan  provides  for  coordinationjand  integrated  response  to 
major  emergency  and  disasters  and  is  coordinated  with  a  number  of  local  and  regional 
emergency  response  units,  including  the  Mayor's  Office  of  Emergency  Services.  UCSF 
will  work  with  other  property  owners  in  the  area  to  ensure  coordination  and  consistency 
of  the  Emergency  Operations  Plan  with  any  other  emergency  plans  for  the  area.  This 
University  policy  is  substantially  similar  to  FSEIR  Measures  H.2  and  H.3,  and  would 
similarly  reduce  any  emergency  preparedness  and  response  impacts  addressed  by  these 
measures  to  a  level  of  insignificance. 

H.  7     Corrosivity.  UCSF  is  subject  to  the  comprehensive  University  Policy  on  Seismic  Safety, 

which  was  designed  to  insure  that  appropriate  engineering  and  design  for  structures  that 
would  be  founded  on  soils  that  are  likely  to  collapse  or  subside,  or  that  exhibit  expansive 
characteristics  that  could  damage  foundations  or  structures  would  be  implemented.  This 
policy  is  substantially  similar  to  FSEIR  Measure  H.7  and  would  -similarly  reduce  any 
potential  seismicity  impacts  addressed  by  that  measure  to  a  level  of  insignificance. 

I.  l      Biohazardous  Materials.  The  UCSF  LRDP  FEIR  does  not  contain  a  substantially 

equivalent  measure  to  FSEIR  Measure  I.l.  However,  UCSF  accepts  federal  funding 
which  requires  adherence  to  the  procedures  contained  in  those  measures,  and,  as  a  matter 
of  institutional  policy,  adheres  to  applicable  guidelines  related  to  the  use  of  biohazardous 
materials.  Therefore,  UCSF's  policy  is  substantially  equivalent  to  FSEIR  Measure  I.l 
and  would  similarly  reduce  any  impacts  addressed  in  that  measure  to  a  level  of 
insignificance. 

I.2-L3  Biohazardous  Materials.  The  UCSF  LRDP  FEIR  does  not  contain  a  substantially 

equivalent  measure  to  FSEIR  Measures  I.2-I.3.  However,  UCSF  has  indicated  that  it  will 
comply  with  FSEIR  Measures  I.2-I.3.  Therefore,  there  are  no  significant  environmental 
impacts  associated  v^th  these  measures. 

J.l,  J.2  Risk  Management  Plan  and  Site-Specific  Risk  Evaluation.  Measure  12F4-1  was 
adopted  in  the  LRDP  Findings.  In  addition,  The  Regents  and  Catellus  Development 
Corporation  have  entered  into  an  agreement  which  provides  for  the  remediation  of  the 
UCSF  site  through  the  implementation  of  Risk  Management  Plan(s)  as  called  for  in 
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FSEIR  Measures  J.  1  andJ.2.  .  Accordingly,  Measure  12F4-1  and  the  UCSF/Catellus 
RMP  agreement  are  substantially  equivalent  to  Measures  J.  1  and  J.2  and  would  reduce 
any  impacts  associated  with  Measures  J.l  and  J.2  to  a  level  of  insignificance. 

K.1     Stormwater  Pollution  Prevention  Program.  Measure  12H I -1  was  adopted  in  the 

LRDP  Findings.  It  is  substantially  equivalent  to  FSEIR  Measure  K.l  and  would  similarly 
reduce  any  impact  associated  with  that  measure  to  a  level  of  insignificance. 

K.2     Sanitary  Sewage  Quality.  The  UCSF  LRDP  FEIR  does  not  identify  an  equivalent 
measure  to  FSEIR  Measure  K.2.  However,  UCSF  currently  participates  in  the  City's 
Water  Pollution  Prevention  Program  and  the  City  acts  as  a  state  agency  in  its 
implementation  of  the  Water  Pollution  Prevention  Program;  accordingly,  the  program 
contemplated  under  FSEIR  Measure  K.2  would  apply  to  UCSF. 

K.5     Stormwater  Program.  Measure  12H1-1  was  adopted  in  the  LRDP  Findings.  It  is 

substantially  similar  to  Measure  K.5  and  would  similarly  reduce  any  impacts  associated 
with  that  measure  to  a  level  of  insignificance. 

K,6     Structure.  Placement  and  Design  to  Minimize  Dangers  of  Flooding.  Measure  12H4-4 
was  adopted  in  the  LRDP  Findings.  This  measure  is  substantially  similar  to  FSEIR 
Measure  K.6  and  would  similarly  reduce  any  impacts  associated  with  that  measure  to  a 
level  of  insignificance. 

M.2     Water  Conservation.  Measure  M.2  includes  water  conservation  in  buildings  and 

landscaping.  The  UCSF  LRDP  FEIR  does  not  contain  a  substantially  similar  measure. 
However,  UCSF  has  indicated  it  would  include  the  Mission  Bay  site  in  its  policy  on 
energy  conservation.  As  described  in  the  UCSF  LRDP  FEIR,  UCSF  must  conform  to  the 
California  Code  of  Regulations,  Titles  20  and  24  to  establish  conservation  standards  in 
new  buildings.  In  addition,  UCSF  has  adopted  a  resource  conservation  policy  (as  revised 
2-1-97)  to  improve  the  efficiency  of  all  resource  consumption  and  improve  the 
environment  in  all  existing  facilities.  This  policy  is  substantially  similar  to  Measure  M.2 
and  would  similarly  reduce  any  impacts  associated  with  that  measure  to  a  level  of 
insignificance. 

With  respect  to  the  foregoing,  the  Public  Utilities  Commission  finds  that  the  mitigation  measures 
have  already  been  adopted  by  The  Regents,  will  be  applied  to  development  of  the  UCSF  site  in 
Mission  Bay,  and  will  mitigate  the  impacts  identified  in  the  FSEIR.  Accordingly,  the  Public 
Utilities  Commission  finds  that  The  Regents,  having  jurisdiction  over  development  and  operation 
of  the  UCSF  site,  have  adopted  substantially  equivalent  measures.  There  are  no  new  or 
substantially  more  severe  impacts  resulting  firom  partial  rejection  of  these  mitigation  measures 
because  The  Regents  are  otherwise  imposing  them  on  the  UCSF  site  in  Mission  Bay  in 
substantially  equivalent  form. 

To  the  extent  that  the  language  of  the  mitigation  measures  applying  to  development  of  the  UCSF 
site  appears  in  slightly  modified  form  either  in  the  LRDP  EIR  mitigation  measures  or  in  UCSF 
policies  and  procedures,  the  Public  Utilities  Commission  partially  rejects  the  mitigation  measures 
as  set  forth  in  the  FSEIR  as  infeasible  for  the  three  reasons  set  forth  above,  because  UCSF  needs 
to  retain  control  of,  and  flexibility  in,  development  of  the  new  UCSF  site  over  an  extended 
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penod  of  time,  and  because  the  City  has  minimal  ability  to  enforce  the  mitigation  measures  as 
proposed  in  the  FSEIR.  Moreover,  development  of  the  UCSF  site  is  a  major  objective  of  the 
City  and  essential  to  the  successful  development  of  the  Mission  Bay  Plan  Areas. 

With  respect  to  mitigation  measure  E.48,  which  The  Regents  have  not  already  adopted  the 
Public  Utilities  Commission  rejects  its  adoption  for  the  following  reasons.  First  UCSF  has 
made  its  own  computation  of  parking  needs  for  the  UCSF  site  based  on  its  own  experience  and 
Its  absence  of  control  over  the  extension  of  transit  facilities  in  the  area.  Second,  the  LRDP  FEIR 
reflects  UCSF's  plans  to  limit  parking  supply  to  the  amount  actually  needed  based  on  the  timing 
and  effectiveness  of  the  City's  proposed  transit  services  and  UCSF's  Transportation  Demand 
Management  (TDM)  program.  Third,  UCSF  is  not  willing  to  reduce  planned  parking  below 
expected  needs  until  it  is  demonstrated  not  to  be  required  due  to  success  of  alternative  modes 
Finally,  given  the  importance  of  UCSF  to  the  Project,  as  discussed  above  in  the  objectives  of  the 
Project  and  m  the  Statement  of  Overriding  Considerations  below,  the  Public  Utilities 
Commission  does  not  wish  to  undermine  the  potential  viability  of  U(:SF's  plans  by  seeking  the 
adoption  of  this  mitigation  measure. 

The  Public  Utilities  Commission  finds  that  rejection  of  mitigation  measure  E.48  will  not  result  in 
any  new  sigmficant  impacts  not  identified  in  the  FSEIR.  Measure  E.48  is  identified  as  a  part  of  a 
Transportation  System  Management  program,  which  includes  measures  E.46-E.50  The  FSEIR 
concluded  that  even  with  imposition  of  all  of  these  measures,  unavoidable  significant 
environmental  impacts  with  respect  to  transportation  and  air  quality  could  still  occur  Although 
provision  of  parking  in  ratios  greater  than  applicable  to  other  portions  of  Mission  Bay  could 
encourage  more  people  to  drive,  and  thus  contribute  to  that  unavoidable  significant  impact  the 
impact  IS  identified  and  addressed  in  the  FSEIR  and  these  findings. 

F,  ADOPTION  OF  A  MTTTGATTON  MOMTTORTNG  AND  REPORTTNG  PROGRAM 

The  Public  Utilities  Commission  hereby  adopts  a  Mitigation  Monitoring  and  Reporting  Program 
as  required  by  Section  21081.6  of  the  Public  Resources  Code.  This  Mitigation  Monitoring  and 
Reporting  Program  is  attached  hereto  as  Exhibit  1  and  incorporated  herein  by  reference  The 
purpose  of  this  program  is  to  determine  the  stage  at  which  each  of  the  adopted  mitigation 
measures  must  be  imposed  in  order  to  ensure  that  the  measure  is  carried  out  by  the  responsible 
official  or  entity,  or,  if  the  obligation  lies  with  a  private  entity,  that  the  City  or  the  Agency 
enforces  the  obligation. 

0.  LOCATION  AND  CUSTODIAN  OF  RFCDRn 

The  public  hearing  transcript,  a  copy  of  all  letters  received  during  the  public  review  period  the 
admimstrative  record,  and  background  documentation  for  the  FSEIR  are  located  at  the  Pla^g 
Department,  1 660  Mission  Street,  San  Francisco.  The  Planning  Department,  Dorothy  Jaymes  is 
the  custodian  of  record. 
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The  Project  includes  many  aspects  and  features  that  reduce  or  eliminate  environmental  impacts 
which  could  otherwise  be  significant.  The  mitigation  measures  will  further  reduce  significant 
environmental  impacts.  Some  significant  and  unavoidable  impacts  remain  and  are  listed  below: 

•  project  and  cumulative  traffic  intersection  impacts,  primarily  affecting  intersections  at  or 
near  1-280  and  1-80  and  the  South  of  Market  Area 

•  cumulative  bridge  on-ramp  impacts  (lengthening  of  peak  congestion) 

•  project  and  cumulative  regional  air  quality  impacts  from  increased  vehicular  emissions, 
e.g.  exceedence  of  B AAQMD's  significance  threshold  for  reactive  organic  gases  and 
oxides  of  nitrogen,  which  are  ozone  precursors,  and  for  particulate  matter 

•  potentially  significant  project  impacts  from  toxic  air  contaminants  from  mobile  sources, 
from  individual  stationary  sources  (because  adequate  buffers  between  potential  stationary 
sources  and  sensitive  receptors  cannot  be  shown),  from  the  combined  risk  due  to 
emissions  from  multiple  facilities,  and  from  cumulative  risks  (from  the  Project  and  other 
sources) 

•  cumulative  hazardous  waste  generation  and  disposal  impacts 

•  cumulative  water  quality  impacts  (although  the  project's  contribution  to  cumulative  water 
quality  analysis  could  be  reduced  to  less-than-significant  levels  if  mitigation  measures  are 
imposed) 

The  significant,  unavoidable  impacts  listed  in  the  FSEIR  and  recited  above  assume 
implementation  by  the  City  agencies  and  other  agencies  of  the  mitigation  measures 
recommended  for  adoption  herein  to  reduce  potentially  significant  impacts.  The  Public  Utilities 
Commission  has  made  a  determination  that  these  measures  can  and  should  be  implemented  by 
City  agencies  and  other  agencies.  In  so  determining,  the  Public  Utilities  Commission  has  found 
that  the  measures  to  be  implemented  by  the  City  are  feasible  and  implementable  through  the 
Project  Approvals,  supported  by  the  analysis  of  the  Fiscal  and  Economic  report  dated  August  24, 
1998  prepared  by  the  Sedway  Group.  Moreover,  the  Public  Utilities  Commission  has  determined 
that  measures  within  the  jurisdiction  of  non-City  agencies  are  generally  implementable  through 
the  normal  course  of  review  and  enforcement  activities  by  such  agencies  and  through  the 
exercise  of  their  statutory  authority.  Measures  within  the  jurisdiction  of  UCSF  are  specifically 
addressed,  and  Public  Utilities  Commission  has  determined  that  UCSF  has  generally  adopted 
equivalent  mitigation  measures  as  part  of  its  UCSF  LRDP  approval  equivalent  to  those  described 
in  the  FSEIR,  or  has  adopted  policies,  procedures,  practices  and/or  requirements  which  achieve 
substantially  the  same  level  of  mitigation  as  required  in  any  potentially  applicable  mitigation 
measures  recommended  for  adoption  herein. 

However,  to  the  extent  that  the  mitigation  measures  within  the  jurisdiction  of  other  City 
agencies  and  non-City  agencies,  including  UCSF,  are  not  adopted,  one  or  more  of  the  following 
additional  significant  impacts  could  occur,  depending  on  the  nature  of  the  mitigation  measure(s) 
that  is/are  not  implemented:  additional  and  mcreased  impacts  on  the  transportation  and 
circulation  systems;  air  quality;  contaminated  soils  and  groundwater;  seismic  hazards;  the 
historical  resource;  and,  vegetation  and  wildlife.  There  are  no  specific,  feasible  mitigation 
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measures  available  to  the  Project,  other  than  those  identified  in  the  FSEIR,  to  reduce  these 
impacts  to  a  level  of  insignificance. 

For  the  reasons  above,  the  Public  Utilities  Commission  finds  that  the  Project  incorporates  all 
feasible  mitigation  measures  and  has  eliminated  or  substantially  lessened  all  significant  effects 
on  the  environment  where  feasible.  The  remaining  effects  listed  above  are  found  by  the  Public 
Utilities  Commission  to  be  acceptable  due  to  the  overriding  considerations  set  forth  below. 

VII.  STATEMENT  OF  OVFRRTDING  CONSIDERATTONS 

Notwithstanding  the  significant  effects  noted  above,  pursuant  to  CEQA  Section  21081(b),  the 
CEQA  Guidelines  and  Chapter  3 1  of  the  San  Francisco  Administrative  Code,  the  Public  Utilities 
Commission  finds,  after  considering  the  FSEIR  and  the  evidence  in  the  record,  that  specific 
overriding  economic,  legal,  social  and  other  considerations,  as  set  forth  below,' outweigh  the 
unavoidable  significant  effects  on  the  environment  of  the  Project  and.  that  the  unavoidable 
impacts  are  therefore  acceptable.  In  addition,  the  Public  Utilities  Commission  finds  that  those 
Project  Alternatives,  Variants  and  Mitigation  Measures,  either  partially  or  totally  rejected,  are 
also  rejected  for  the  following  economic,  social  or  other  considerations,  in  and  of  themselves,  in 
addition  to  the  specific  reasons  discussed  in  Articles  IV  and  V,  above. 

1 .  The  Project  would  eliminate  blighting  influences  and  correct  environmental 
deficiencies  in  the  Plan  Area  through  a  comprehensive  plan  for  redevelopment, 
including  the  implementation  of  Risk  Management  Plans  to  address 
environmental  deficiencies. 

2.  The  Project  includes  a  series  of  detailed  design  standards  and  guidelines  which 
will  ensure  a  quality  urban  design  scheme. 

3.  The  Project  includes  the  important  ability  to  retain  and  promote,  within  the  City 
and  County  of  San  Francisco,  academic  and  research  acfivities  associated  with 
UCSF  through  the  provision  of  a  major  new  site  for  UCSF. 

4.  The  retention  of  UCSF  through  the  Project  will  provide  great  incentive  for 
emerging  commercial-industrial  sectors,  including  employment  opportunities  for 
highly  trained  workers  associated  therewith,  to  emerge  or  expand  due  to  their 
proximity  to  the  UCSF  new  site. 

5.  The  Project  enables  the  achievement  of  an  implementable  mixed-use  development 
plan  incorporating  many  features  which  would  not  be  achieved  if  the  area  were  to 
be  developed  in  a  piecemeal  fashion  under  existing  land  ownership  patterns  and 
regulations. 

6.  The  Project  would  strengthen  the  community's  supply  of  housing  by  facilitating 
economically  feasible,  affordable  housing  through  installation  of  needed  site 
improvements  and  expansion  or  improvement  of  the  housing  supply  by  the 
construction  of  approximately  6,090  housing  units,  including  approximately  1,700 
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affordable  housing  units  which  will  assist  in  addressing  the  critical  housing 
shortage  identified  on  the  City's  General  Plan  Residence  Element. 

The  Project  would  strengthen  the  economic  base  of  the  Plan  Area  and  the 
community  by  strengthening  retail  and  other  commercial  functions  in  the  Plan 
Area  through  the  addition  of  approximately  863,600  leasable  square  feet  of  retail 
space,  a  500-room  hotel  and  associated  uses  and  about  5,953,000  leasable  square 
feet  of  mixed  office,  research  and  development  and  light  manufacturing  uses. 

The  Project  is  anticipated  to  result  in  significant  positive  fiscal  impacts  to  the 
City.  These  impacts  include  a  cumulative  surplus  to  the  City's  General  Fund  of 
about  $405  million  in  1998  dollars.  Another  approximately  $117  million  in  net 
revenues  will  accrue  to  other  City  funds  with  dedicated  uses,  such  as  senior 
programs,  hotel  tax  funds  (including  grants  for  the  arts,  fine  art  museums  visitors 
and  convention  services  and  housing),  the  Department  of  Public  Works  a^d 
MUNI.  The  San  Francisco  Unified  School  District  is  projected  to  receive  a  net 
cumulative  surplus  of  about  $5  million. 

The  development  proposed  by  the  Project  will  also  have  significant  positive 
economic  impacts  on  the  City.  At  flill  build-out,  employment  at  Mission  Bay  is 
^T'm^^  about  31,100.  Direct  and  indirect  job  generation  is  estimated  to  be 
about  42,000.  About  fifty-six  percent  of  the  direct  and  indirect  jobs  are  expected 
to  be  held  by  San  Francisco  residents.  The  estimated  total  of  23  600  will 
comprise  about  5%  of  all  jobs  held  by  City  residents.  Project-related  construction 
employment  is  projected  to  total  700  annual  fiill-time  equivalent  jobs  over  the 
build-out  penod,  representing  a  five  percent  increase  in  the  City's  construction  job 
industry  base.  The  employees  working  at  Mission  Bay  are  expected  to  generate 
total  household  wealth  of  about  $1.5  billion  amiually.  Total  direct  and  indirect 
wages  are  expected  to  be  $2.15  billion,  of  which  $1.2  billion  is  expected  to  be 
earned  by  San  Franciscans. 

The  Project  provides  a  comprehensive  system  for  diversity  and  economic 
development  including  good  faith  efforts  to  meet  goals  for  hiring  minority-  and 
women-owned  consulting  and  contracting  businesses,  hiring  of  minority  and 
women  laborers,  compliance  with  prevailing  wage  policies,  participation  in  the 
City  s  First  Source  Hiring  Program"  for  economically  disadvantaged  individuals 
and  contnbution  of  $3  million  to  the  City  to  help  fimd  the  work  force 
development  program.  The  Project  also  includes  the  payment  of  fees  for 
childcare  and  school  facilities. 

The  Project  includes  the  opportunity  for  substantial  new  publicly  accessible  open 
spaces  totalmg  approximately  49  acres,  including  a  large  Bayfront  park  and  open 
space  on  both  edges  of  the  Channel. 

The  Project  includes  an  Amended  and  Restated  Port  Land  Transfer  Agreement 
which  provides  an  opportunity  for  more  efficient  Port  container  cargo  operations 
by  adding  substantial  acreage  to  the  Port's  container  facility  at  Pier  80  in 
exchange  for  under-utilized  Port  property  within  the  Plan  Area.  Under  the 
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Amended  and  Restated  City  Land  Transfer  Agreement,  the  City  will  be  provided 
with  a  usable  assemblage  of  land  in  exchange  for  currently  relatively  unusable 
City  property. 

The  Project  includes  significant  new  infrastructure,  including  a  comprehensive 
vehicular,  bicycle  and  pedestrian  circulation  system,  which  could  not  be  achieved 
toough  piecemeal  development.  The  public  infrastructure  will  include  over 
33,000  lineal  feet  of  public  streets,  157,000  lineal  feet  of  pipes,  20  traffic  signals 
49  acres  of  open  space  and  demolition  of  the  abandoned  1-280  freeway  stub  plus' 
additional  substantial  infrastructure  as  described  in  the  Mission  Bay  North  iid 
Mission  Bay  South  Infrastructure  Plans. 

This  new  infrastructure  included  in  the  Project  will  be  financed  through  a  self 
taxing  financing  device  to  be  imposed  upon  Catellus.  If  the  Project  generates  new 
property  tax  revenue,  then  sixty  percent  of  that  new  revenue  will  be  dedicated  to 
retiring  Catellus'  taxes  which  initially  will  finance  the  infrastructure  to  be  donated 
to  the  City.  This  system  will  allow  for  substantial  infrastructure  to  be  constructed 
^Aout  contnbutions  from  the  General  Fund  or  new  taxes  on  other  areas  of  the 

In  addition  to  benefits  of  tax  increment  for  infrastructure,  any  additional  tax 
increment  generated  by  the  Project  will  be  dedicated  to  the  City's  creation  of 
affordable  housing  in  Mission  Bay. 
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EXHIBIT  2 

MTTTGATTON  MF  ASIJRES  AS  SET  FORTH  IN  THE  FSEIR 


D.  VISUAL  QUALITY  AND  URBAN  DESIGN 
Lighting  and  Glare 

D.l      Design  parking  structure  lighting  to  minimize  off-site  glare.  The  design  could  include 
45-degree  cutoff  angles  on  light  fixtures  to  focus  light  within  the  site,  and  specifications 
that  spill  lighting  from  parking  areas  would  be  0.25  foot-candle  or  less  at  5  feet  from  the 
property  line  of  the  parking  areas.  Applies  to  individual  sites  within  the  Project  Area. 
Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

Architectural  Resources 

D.2a    Retain  an  architectural  historian  to  prepare  an  evaluation  of  the  architectural  mtegrity  and 
historical  importance  of  Fire  Station  No.  30  prior  to  development  on  this  site.  If  the 
building  is  determined  to  be  eligible  for  the  National  Register,  preserve,  rehabilitate,  and 
reuse  the  building  in  a  manner  that  is  consistent  with  the  Secretary  of  the  Interior's 
guidelines  for  historic  preservation.  Applies  to  Mission  Bay  South.  \ 

D.2b    If  Fire  Station  No.  30  is  found  to  be  eligible  for  the  National  Register,  require  the 

following  mitigation  measures  to  reduce  (though  not  eliminate)  the  significant  impact 
prior  to  demolition  of  the  structure.  Prepare  a  "Historical  American  Building  Survey," 
including  the  precise  recording  of  the  structure  through  measurements,  drawings,  and 
photographs.  Provide  sufficient  detail  in  the  survey  documentation  so  that  after 
demolition,  the  historical  structure  could  be  reconstructed  from  the  survey  data.  File 
copies  of  the  records  and  documents  with  the  appropriate  federal,  state,  and  city  agencies. 
Include  salvage  and  selective  re-use  of  building  materials  in  the  mitigation  program  once 
the  survey  has  been  completed.  Upon  completion,  provide  a  copy  of  the  report  to  the  San 
Francisco  Planning  Department,  the  President  of  the  San  Francisco  Landmarks 
Preservation  Advisory  Board,  and  the  Redevelopment  Agency.  Applies  to  Mission  Bay 
South. 

Archaeological  Resources 

D.3     Retain  the  services  of  an  archaeologist,  because  of  the  strong  possibility  of  encountering 
the  remains  of  cultural  or  historic  artifacts  or  features  in  the  six  historic  resources  areas. 
The  Environmental  Review  Officer  (ERO)  in  consultation  with  the  President  of  the 
Landmarks  Preservation  Advisory  Board  (LPAB)  and  the  archaeologist  would  determine: 
1)  whether  the  archaeologist  should  instruct  all  excavation  and  foundation  crews  on  the 
project  site  of  the  potential  for  discovery  of  historic  archaeological  deposits  and  artifacts. 
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and  the  procedures  to  be  followed  if  such  materials  are  uncovered;  and  2)  prior  to  the 
commencement  of  foundation  excavation,  a  program  of  archaeological  testing. 

Retain  a  qualified  historic  archaeologist  to  supervise  a  pre-foundation  excavation  testing 
program  for  each  phase  of  Project  Area  development  or  each  construction  site,  as 
appropriate,  using  a  series  of  mechanical,  exploratory  borings  or  other  testing  methods 
determined  by  the  archaeologist  to  be  appropriate.  A  qualified  historical  archaeologist 
would  supervise  the  testing  in  the  six  historic  resource  areas  to  determine  the  probability 
of  finding  cultural  and  historical  remains.  At  the  completion  of  the  archaeological  testing 
program,  the  archaeologist  would  submit  a  written  report  fu-st  and  directly  to  the  ERO 
and  the  President  of  the  LPAB,  with  a  copy  to  the  project  sponsor,  which  describes  the 
findings,  assesses  their  significance  and  proposes  appropriate  recommendations  for  any 
additional  procedures  necessary  for  the  mitigation  of  adverse  impacts  to  cultural 
resources  determined  to  be  significant. 

Retain  a  certified  archaeologist  to  supervise  a  program  of  on-site  monitoring  during  site 
excavation  in  the  six  historic  resource  areas,  following  site  clearance  and  pre-excavation 
testing.  The  certified  archaeologist  would  record  observations  in  a  permanent  log. 
Should  cultural  or  historic  artifacts  be  found  following  commencement  of  excavation 
activities,  the  archaeologist  would  assess  the  significance  of  the  find,  and  immediately 
report  to  the  ERO  and  the  President  of  LPAB.  Upon  receiving  the  advice  of  the 
consultant  and  the  LPAB,  the  ERO  would  recommend  specific  mitigation  measures,  if 
necessary.  The  monitoring  program,  whether  or  not  there  are  finds  of  significance,  would 
result  in  a  written  report  to  be  submitted  first  and  directly  to  the  ERO  and  the  President  of 
the  LPAB,  with  a  copy  to  the  project  sponsor. 

Suspend  excavation  or  construction  activities  which  might  damage  discovered  cultural 
resources  for  a  total  maximum  of  four  weeks  over  the  course  of  construction  at  each  site 
to  permit  inspection,  recommendation  and  retrieval,  if  appropriate. 

Implement  an  appropriate  security  program  to  prevent  looting  or  destruction,  if  cultural 
resources  of  potential  significance  are  discovered.  Any  discovered  cultural  artifact 
assessed  as  significant  by  the  archaeologist  upon  concurrence  by  the  ERO  and  the 
President  of  the  LPAB  would  be  placed  in  a  repository  designated  for  such  materials  or 
possibly  exhibited  in  a  public  display.  Following  approval  of  the  archaeological  testing 
and  monitoring  program  reports  by  the  ERO  and  the  President  of  LPAB,  a  fmal  report 
would  be  sent  to  the  California  Archaeological  Site  Survey  Office  at  Sonoma  State 
University,  the  Foundation  for  San  Francisco's  Architectural  Heritage  and  the  State 
Office  of  Historic  Preservation.  The  Office  of  Environmental  Review  would  receive 
three  final  copies  of  the  fmal  archaeological  fmdings  report.  Archaeological  testing  could 
be  coordinated  with  other  site  investigations  for  geotechnical  and  toxic  waste  purposes. 
Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

).4     Develop  archaeological  exploration  programs,  consistent  with  Measure  D.3 ,  above,  for 
pre-identified  sensitive  historic  archaeologic  areas  that  should  include  the  following: 
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D.4a    Define  specific  research  parameters  and  prepare  a  wTitten  study  plan  in 

consultation  with  the  ERO  and  LPAB  prior  to  subsurface  exploration,  with 
emphasis  on  National  Register  determination  of  historical  significance  and  the 
maximum  retrieval  of  archaeological  data; 

D.4b    Examine  large-scale  exposure  of  soil  profiles; 

D.4c    Complete  detailed  field  records,  including  photographs  and  drawings,  to 

document  subsurface  soil  profiles,  archaeological  deposits  and  integrity  of  such 
deposits;  and 

D.4d    Complete  a  detailed  report  of  findings  to  describe  research  and  exploration 

methodologies,  testing  results,  all  archaeological  findings  and  recommendations 
for  resource  management. 

Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

D.5     Archival  review  suggests  that  depositional  integrity  of  the  late  1 9th-century  city  dump 
has  been  lost  because  of  scavenging  while  the  dump  was  in  operation;  however, 
important  historical  artifacts  may  still  be  present.  Pre-construction  archaeologic  testing  is 
therefore  not  recommended.  Archaeological  monitoring  during  construction  would  be 
the  appropriate  mitigation  measure  for  that  area.  Therefore,  retain  the  services  of  a 
qualified  archaeologist.  The  ERO  in  consultation  with  the  President  of  the  LPAB  and  the 
archaeologist  would  determine  whether  the  archaeologist  should  instruct  all  excavation 
and  foundation  crews  in  the  area  of  the  19th-century  city  dump  of  the  potential  for 
discovery  of  cultural  and  historic  artifacts  or  features.  If  such  artifacts  or  features  were 
uncovered,  follow  procedures  described  in  Measure  D.3  for  suspension  of  construction 
activities,  notification  of  the  ERO  and  President  of  the  LPAB,  and  development  recovery 
measures,  as  appropriate. 

Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

D.6     The  entire  Mission  Bay  Project  Area  has  at  least  some  sensitivity  for  the  presence  of 

unknown  archaeological  remains.  Prehistoric  cultural  deposits  could  be  encountered  in 
three  identified  areas  and  vmknown  historical  features,  artifact  caches  and  debris  areas 
could  be  located  anywhere  in  the  Project  Area.  Follow  procedures  for  instructing 
excavation  crews,  notifying  the  ERO  and  President  of  the  LPAB,  and  developing 
recovery  measures,  as  described  in  Measure  D.3,  above.  In  addition,  in  the  event  that 
prehistoric  archaeological  deposits  are  discovered,  consult  local  Native  American 
organizations.  Dialogue  with  the  ERO,  LPAB  and  the  archaeological  consultant  would 
take  place  in  developing  acceptable  archaeological  testing  and  excavation  procedures, 
particularly  in  regard  to  the  disposition  of  cultural  materials  and  Native  American  burials. 
Applies  to  Mission  Bay  North  and  Mission  Bay  South. 


Pedestrian-Level  Winds 


D.7     Require  a  qualified  wind  consultant  to  review  specific  designs  for  buildings  1 00  feet  or 
more  in  height  for  potential  wind  effects.  The  Redevelopment  Agency  would  conduct 
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wind  review  of  high-rise  structures  above  100  ft.  Wind  tunnel  testing  would  also  be 
required  unless,  upon  review  by  a  qualified  wind  consultant,  and  with  concurrence  by  the 
Agency,  it  is  determined  that  the  exposure,  massing,  and  orientation  of  buildings  are  such 
that  impacts,  based  on  a  26-mile-per-hour  hazard  for  a  single  hour  of  the  year  criterion, 
will  not  occur.  The  purpose  of  the  wind  tunnel  studies  is  to  determine  design-specific 
impacts  based  on  the  above  hazard  criterion  and  to  provide  a  basis  for  design 
modifications  to  mitigate  these  impacts.  Projects  within  Mission  Bay,  including  UCSF, 
would  be  required  to  meet  this  standard  or  to  mitigate  exceedances  through  building 
design. 

Applies  to  Mission  Bay  North  and  Mission  Bay  South. 
Shadows 

D.  8     The  Redevelopment  Plan  documents  would  require  analysis  of  potential  shadows  on 

existing  and  proposed  open  spaces  during  the  building  design  and  review  process. 

Measure  is  identified  as  a  feature  of  the  project  on  p.  13  in  Appendix  A,  Initial  Study. 
Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

E.  TRANSPORTATION 
Traffic 

Intersections 

E.l      Third  Street/King  Street.  Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

E.  1  a    Widen  the  northbound  approach  to  provide  an  additional  through  lane  on  the  west 

side  of  Third  Street. 
E.lb    Reconfigure  the  existing  traffic  signal. 
E.  1  c    Install  "Don't  Block  the  Box"  signs. 

E.2     Third  Street/Berry  Street.  Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

E.2a    Restripe  the  northbound  approach  to  provide  an  additional  through  lane. 
E.2b    Reconfigure  the  existing  traffic  signal. 
E.2c    Install  "Don't  Block  the  Box"  signs. 

E.3     Third  Street/Owens  Street.  Applies  to  Mission  Bay  South. 
Install  a  new  traffic  signal. 

E.4     Third  Street/The  Common.  Applies  to  Mission  Bay  South. 
Install  new  traffic  signals. 

E.5     Third  Street/South  Street.  Applies  to  Mission  Bay  South. 
Install  a  new  traffic  signal. 
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E.6     Third  Street/ 16th  Street.  Applies  to  Mission  Bay  South. 

E.6a    Widen  the  northbound  approach  to  provide  two  excltisive  left-turn  lanes. 
E.6b    Reconfigure  the  existing  traffic  signal. 

E.7     Third  Street/Mariposa  Street.  Applies  to  Mission  Bay  South. 

E.7a    Widen  the  eastbound  approach  to  provide  an  additional  through  lane. 

E.7b    Widen  and  restripe  the  westbound  approach  to  provide  an  exclusive  left-turn  lane 

and  an  additional  through  lane. 
E.7c    Reconfigure  the  existing  traffic  signal. 

E.8      Fourth  Street/King  Street.  Applies  to  Mission  Bay  North. 

E.8a    Widen  the  eastbound  approach  to  provide  an  exclusive  right-turn  lane. 
E.8b    Reconfigure  the  existing  traffic  signal. 
E.8c    Install  "Don't  Block  the  Box"  signs. 

E.9      Fourth  Street/Berry  Street  Applies  to  Mission  Bay  North. 

E.9a  Restripe  the  westbound  approach  to  provide  an  additional  lane. 

E.9b  Restripe  the  northbound  approach  to  provide  an  additional  lane. 

E.9c  Reconfigure  the  existing  traffic  signal. 

E.9d  Instair'Don't  Block  the  Box"  signs.  ; 

E.IO    Fourth  Street/Owens  Street.  Applies  to  Mission  Bay  South. 
Install  a  new  traffic  signal. 

E.l  1    Fourth  StreetAJCSF  private  street  forming  the  western  extension  of  South  Street.  Applies 
to  Mission  Bay  South. 

Install  a  new  traffic  signal. 
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E.12    Fourth  Street/1 6th  Street.  Applies  to  Mission  Bay  South. 
Install  a  new  traffic  signal. 

E.13    Fourth  Street/Mariposa  Street.  Applies  to  Mission  Bay  South. 

E.13a  Widen  the  eastbound  and  westbound  approaches  to  provide  exclusive  left-turn 

lanes. 

E.13b  Install  a  new  traffic  signal. 

E.14    Seventh  Street/1 6th  Street.  Applies  to  Mission  Bay  South. 
E.14a  Remove  on-street  parking  on  all  approaches. 

E.14b  Restripe  the  northbound  and  eastbound  approaches  to  provide  an  additional 
through  lane. 

E.14c  Restripe  the  southbound  approach  to  provide  an  additional  through  lane  and  an 

exclusive  left-turn  lane. 
E.14d  Restripe  the  westbound  approach  to  provide  an  additional  through  lane  and  a 

right-turn  pocket 
E.14e  Install  anew  traffic  signal. 

E.  1 4f  Provide  the  appropriate  traffic  warning  devices  for  the  Caltrain  track  crossing. 

E.l  5    Owens  Street/1 6th  Street.  Applies  to  Mission  Bay  South. 

Install  a  new  traffic  signal.  ; 

E.  1 6    Owens  Street/Mariposa  Street/I-280  Off-ramp.  Applies  to  Mission  Bay  South. 

E.  1 6a  Widen  the  eastbound  approach  to  provide  an  exclusive  left-tum  lane. 
E.  1 6b  Reconfigure  the  existing  traffic  si'gnal. 

E.l 7    1-280  On-ramp/Mariposa  Street.  Applies  to  Mission  Bay  South. 

E.  1 7a  Widen  the  westbound  approach  to  provide  an  exclusive  left-tum  lane. 
E.l 7b  Install  a  new  traffic  signal. 

E.  1 8    Seventh  Street/The  Common.  Applies  to  Mission  Bay  South. 
E.  1 8a  Install  a  new  traffic  signal. 

E.  1 8b  Provide  the  appropriate  traffic  warning  devices  for  the  Caltrain  railroad  track  at- 
grade  crossing. 

E.l 9    Fifth  Street/King  Street.  Applies  to  Mission  Bay  North. 

E.l  9a  Narrow  approximately  250  feet  of  the  median  on  the  westbound  approach  to 

provide  an  exclusive  left-tum  lane. 
E.  1 9b  Restripe  the  1-280  off-ramp  touchdown  and  narrow  the  median  on  the  south  side 

of  King  Street  for  a  distance  of  about  300  feet  beginning  at  the  intersection  with 

Fifth  Street,  to  increase  the  number  of  eastbound  lanes  fi-om  the  existing  two  to 

three. 

E.  1 9c  Reconfigure  the  existing  traffic  signal. 
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Street  Segments 

E.21    Third  Street.  Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

E.21a  Widen  Third  Street  on  the  west  side  between  Berry  Street  and  King  Street  to 
accommodate  the  additional  lanes  described  in  Measure  E.  1 . 

E.21b  Widen  Third  Street  for  approximately  one-third  the  distance  between  Mariposa 
Street  and  1 6th  Street  to  accommodate  the  lane  configuration  described  in 
Measure  E.6. 

E.21c  In  cooperation  with  MUNI  and  the  Department  of  Public  Works,  reconfigure 

Third  Street  in  the  project  area  to  accommodate  the  Third  Street  light  rail  transit 
median  while  maintaining  two  travel  lanes  in  each  direction  and  exclusive  left- 
turn  lanes  at  specific  locations,  as  listed  in  Measure  E.6  and  E.7. 

E.22    Mariposa  Street.  Applies  to  Mission  Bay  South. 

Widen  Mariposa  Street  between  Terry  A.  Fran9ois  Boulevard  and  Pennsylvania  Street, 
including  the  bridge  over  the  Caltrain  tracks. 


E23    Fourth  Street.  Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

E.23a  Widen  Fourth  Street  between  China  Basin  Channel  and  King  Street  to 

accommodate  the  Third  Street  light  rail  tracks  and  a  MUNI  station  platform 
between  Berry  and  King  Streets. 
E.23b  Extend  Fourth  Street  southward,  parallel  to  Third  Street,  to  intersect  with  \ 
Mariposa  Street  at  the  existing  intersection  with  Minnesota  Street. 
E.24    King  Street.  Applies  to  Mission  Bay  North. 

E.24a  Widen  eastbound  King  Street  between  Fifth  and  Fourth  Streets  to  accommodate 
the  lane  configurations  for  the  Fourth  Street/King  Street  intersection  in  Measure  E.8. 
E.24b  Construct  westbound  King  Street  frontage  road  between  Fifth  Street  and  Berry 

Street. 

E.25    Owens  Street.  Applies  to  Mission  Bay  South. 

E.25a  Construct  Owens  Street  between  Third  and  Fourth  Streets,  providing  a  median 

approximately  24  feet  wide  to  accommodate  the  MUNI  Third  Street  light  rail  line, 
with  no  on-street  parking. 

E.25b  Construct  Owens  Street  between  Fourth  Street  and  The  Common,  providing  on- 
street  parking  on  the  north  side  of  the  street  only. 

E.25c  Extend  Owens  Street  northward  from  16th  Street  to  The  Common,  providing  no 
on-street  parking. 

E.25d  Construct  Owens  Street  between  16th  Street  and  Mariposa  Street,  providing  no 
on-street  parking. 

E.26    North  Common  and  South  Common  Streets  connection  to  Seventh  Street.  Applies  to 
Mission  Bay  South. 

E.26a  Construct  an  "at-grade"  connection  to  Seventh  Street  across  Caltrain  tracks,  in 
conjunction  with  Measure  E.18  for  the  new  intersection. 
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E.26b  Prohibit  parking  at  trolleybus  stops  for  the  22-Fillmore  line  east  of  Third  Street 
where  bus  line  is  extended. 

Transit 

E.27    MUNI  Line  22-Fillmore.  Applies  to  Mission  Bay  South. 

Reroute  the  MUNI  22-Fillmore  trolleybus  line  to  travel  on  16th  Street  to  Third  Street,  and 
then  north  on  Third  Street  to  The  Common.  If  not  already  accomplished,  install 
trolleybus  wire  support  poles  and/or  eyebolts  on  buildings  along  the  new  route,  and 
complete  North  Common  Street  and  South  Common  Street  east  of  Third  Street.  Prohibit 
parking  on  North  Common  and  South  Common  Streets  at  trolleybus  stops. 

E.28    MUNI  Line  30-Stockton  or  30/45-Union/Stockton.  Applies  to  Mission  Bay  South. 

Extend  about  half  of  the  30-Stockton  or  the  30/45-Union/Stockton  trolley  buses  south  and 
east  of  the  current  terminus  at  the  Caltrain  terminal  to  the  current  terminus  of  the  22- 
Fillmore  line,  at  the  same  time  that  the  22-Fillmore  is  rerouted  as  called  for  in  Measure 
E.27.  Route  trolley  buses  to  Coimecticut  Street  via  Townsend  or  Mission  Bay  Street,  and 
then  east  to  a  new  terminus  near  Third  and  20th  Streets.  The  coordination  of  Measure 
E.27  with  E.28,  to  provide  extended  MUNI  trolleybus  service  to  Mission  Bay  by 
rerouting  the  22-Fillmore  and  30  Stockton  or  30/45  Union/Stockton  lines,  shall  be 
accomplished  in  phases,  if  necessary,  to  provide  service  as  early  in  project  development 
as  MUNI  service  may  be  needed.  The  phases  may  include: 

E.28a  Construct  Mission  Bay  Street,  the  Seventh  Street  Connector  to  North  and  South 
Common  Streets  and  the  Caltrain  at-grade  rail  crossing,  and  the  portion  of  North 
and  South  Common  Streets  east  of  Third  Street,  early  enough  in  project 
development  to  accommodate  MUNI  trolleybus  travel,  including  poles  and 
eyebolts  supporting  trolley  wires,  and  provide  poles  and/or  eyebolts  supporting 
trolley  wires  along  16th  Street  and  a  portion  of  Common  Streets  in  the  Project 
Area,  as  described  in  Measure  E.27  and  above  in  this  measure;  or 

E.28b  If  item  E.28a  is  not  feasible  sufficiently  early  in  project  development,,  for  an 

interim  period  until  the  necessary  streets  and  trolley  wires  have  been  constructed 
as  part  of  adjacent  development,  construct  the  portion  of  North  and  South 
Common  Streets  east  of  Third  Street  and  install  poles  and/or  eyebolts  supporting 
trolley  wires  along  the  new  route  for  the  22-Fillmore,  and  extend  some  but  not  all 
of  the  trolleybuses,  so  that  both  Mission  Bay  and  Lower  Potrero  areas  continue  to 
be  served.  This  measure  involves  only  limited  service  to  Mission  Bay;  or 

E.28c  If  item  E.28a  is  not  feasible  sufficiently  early  in  project  development,  for 
an  interim  period  until  the  necessary  streets  and  trolley  wires  have  been 
constructed  as  part  of  adjacent  development,  provide  service  to  Mission 
Bay  temporarily  using  diesel  buses  on  16th  Street,  or 

E.28d  Use  a  combination  of  items  E.28b  and  E.28c  to  provide  MUNI  trolleybus  service 
to  both  the  Mission  Bay  and  Lower  Potrero  areas  until  necessary  streets  and 
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trolley  wires  have  been  constructed  as  part  of  adjacent  development  in  the  Project 
Area. 

Traffic 

Intersections 

E.29    Seventh  Street/Brannan  Street.  Applies  to  Mission  Bay  South. 
Restripe  the  northbound  approach  to  provide  three  lanes. 

E.30    Seventh  Street/Townsend  Street.  Applies  to  Mission  Bay  North. 

E.30a  Restripe  the  southbound,  eastbound,  and  westbound  approaches  to  provide  a  left- 
turn  lane,  a  through  lane,  and  a  right-turn  lane. 

E.30b  Restripe  the  northbound  approach  to  provide  a  left  turn  lane,  a  through  lane,  and  a 
shared  right-through  lane. 

E.3 1    Seventh  Street/Berry  Street.  Applies  to  Mission  Bay  North. 

E.3 la  Restripe  the  eastbound  approach  to  provide  two  lanes. 

E.3  lb  Restripe  the  northbound  approach  to  provide  a  shared  left-through  lane,  and  a 

through  land,  and  restripe  the  southbound  approach  to  provide  a  through  lane  and 

a  shared  right-through  lane. 

E.32    Seventh  Street/North  and  South  Common  Streets.  Applies  to  Mission  Bay  South. 

E.32a  Restripe  the  northbound  approach  to  provide  two  through  lanes,  and  a  right-  turn 

lane. 

E.32b  Restripe  the  southbound  approach  to  provide  two  through  lanes,  and  a  left-turn 

lane. 

E.33    16th  Street/Potrero  Street.  Applies  to  Mission  Bay  South. 

Restripe  the  eastbound  and  westbound  approaches  to  provide  a  left-turn  lane,  a  through 
lane,  and  a  shared  right-through  lane. 

E.34    16th  StreetA/'ermont  Street.  Applies  to  Mission  Bay  South. 
Install  a  new  traffic  signal. 

E.3  5     Eighth  Street/Townsend  Street.  Applies  to  Mission  Bay  North. 

E.35a  Eliminate  traffic  circle  and  reconfigure  intersection. 
E.3  5b  Install  a  new  traffic  signal. 

E.36    Third  Street/Townsend  Street.  Applies  to  Mission  Bay  North. 

E.36a  Remove  the  on-street  parking  on  the  westbound  approach  during  the  p.m.  peak 
commute  period. 
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E.36b  Provide  an  additional  westbound  through  lane  during  the  p.m.  peak  commute 

period. 

E.37    Third  Street/King  Street.  Applies  to  Mission  Bay  North. 

E.37a  Widen  the  northbound  approach  on  the  east  side  to  provide  an  additional  through 

lane. 

E.37b  Widen  the  eastbound  approach  to  provide  an  additional  through  lane. 

E.38    Fourth  Street/King  Street.  Applies  to  Mission  Bay  North. 

Widen  the  southbound  approach  to  provide  an  additional  lane. 

Street  Segments 

E.39    King  Street.  Applies  to  Mission  Bay  North. 

Widen  the  south  side  of  King  Street  between  Fourth  Street  and  Third  Street  to  provide  the 
additional  eastbound  through  lane  noted  in  Mitigation  Measure  E.iZ,  including  providing 
additional  right-of-way. 

E.40    Third  Street.  Applies  to  Mission  Bay  NortL 

Widen  the  east  side  of  Third  Street  between  Berry  Street  and  King  Street  to  provide  the 
additional  northbound  through  lane  noted  in  Mitigation  Measure  E.37,  includmg  . 
providing  additional  right-of-way.  '• 

E.41    Fourth  Street.  Applies  to  Mission  Bay  North. 

Widen  the  west  side  of  Fourth  Street  for  approximately  half  the  distance  between  ' 
Townsend  Street  and  King  Streets  to  provide  the  additional  southboimd  lane  noted  in 
Mitigation  Measure  E.38,  including  providing  additional  right-of-way. 

E.42    Seventh  Street.  Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

Eliminate  on-street  parking  on  both  sides  of  Seventh  Street  between  Townsend  and  16th 
Streets  during  the  morning  and  afternoon  peak  commute  periods  to  accommodate  the  lane 
configuration  changes  described  in  Mitigation  Measures  E.29,  E.30,  E.31,  and  E.32. 
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Freeway  and  Ramp  Measures 

E.43    Increase  Bay  Bridge  tolls  for  single-occupant  vehicle  (SOV)  trips  during  commute  hours 
to  discourage  non-carpool  traffic.  Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

Transit 

E.44    Encourage  the  Alameda  -  Contra  Costa  Treinsit  District  to  expand  transbay  bus  service  to 
accommodate  cumulative  demand;  encourage  the  Metropolitan  Transportation 
Commission  to  provide  funding  for  AC  Transit  District  service  expansion,  and  support 
AC  Transit  District  in  its  requests  for  funding  from  other  sources.  Applies  to  Mission 
Bay  North  and  Mission  Bay  South. 

E.45    Extend  and  operate  the  route  of  the  N-Judah  MUNI  Metro  line  from  the  Embarcadero 
station  to  Mariposa  Street,  using  the  MMX  and  Third  Street  light  rail  tracks.  Applies  to 
Mission  Bay  North  and  Mission  Bay  South. 

Transportation  System  Management 

E.46    Transportation  Management  Organizations.  Applies  to  Mission  Bay  North  and  Mission 
Bay  South. 

E.46a  Form  a  Mission  Bay  Transportation  Management  Association  (TMA)  to 

implement  a  Transportation  System  Management  (TSM)  Plan.  ; 

E.46b  Form  a  Transportation  Coordinating  Committee  (TCC)  including  representatives 
of  Project  Area  property  owners,  UCSF,  SFRA  and  appropriate  city  staff,  including  DPT,  MUNI 
and  DPW,  to  address  area-wide  transportation  plarming  issues  and  coordinate  with  other  uses  and 
neighborhoods  in  nearby  areas.  The  Mission  Bay  TCC  would  work  closely  with  the  San 
Francisco  Giants  concerning  issues  related  to  parking  and  traffic  that  would  affect  both  Mission 
Bay  employees,  visitors,  and  residents,  as  well  as  ballpark  patrons. 

E.47    Transportation  System  Management  Plan. 

Prepare  a  TSM  Plan,  which  could  include  the  following  elements: 

E.47a  Shuttle  Bus  System.  Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

Operate  shuttle  bus  service  between  Mission  Bay  and  regional  transit  stops  in  San 

Francisco  (e.g.,  BART,  Caltrain,  Ferry  Terminal,  Transbay  Transit  Terminal),  and 
,  specific  gathering  points  in  major  San  Francisco  residential  neighborhoods  (e.g., 

Richmond  and  Mission  Districts). 
E.47b  Transit  Pass  Sales.  Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

Sell  transit  passes  in  neighborhood  retail  stores  and  commercial  buildings  in  the 

Project  Area. 

E.47c  Employee  Transportation  Subsidies.  Applies  to  Mission  Bay  North  and  Mission 
Bay  South. 

Provide  a  system  of  employee  transportation  subsidies  for  major  employers. 
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E.47d  Pedestrian  Signals  at  Owens  Street  near  the  Pedestrian  Bridge.  Applies  to 
Mission  Bay  South. 

Pedestrian  signals  at  this  location  will  provide  continuity  between  the  pedestrian 
bridge  near  Fifth  Street  and  the  pedestrian  path  adjacent  to  Owens  Street,  and  the 
residential  units  in  the  central  subarea  of  Mission  Bay  South. 
E.47e  Secure  Bicycle  Parking.  Applies  to  Mission  Bay  North  and  Mission  Bay  South. 
Provide  secure  bicycle  parking  areas  in  parking  garages  of  residential  buildings,  office 
buildings,  and  research  and  development  facilities.  Provide  secure  bicycle  parking  areas 
by  1)  constructing  secure  bicycle  parking  at  a  ratio  of  1  bicycle  parking  space  for  each  20 
automobile  parking  spaces,  and  2)  carrying  out  an  annual  survey  program  during  project 
development  to  establish  trends  in  bicycle  use  and  to  estimate  actual  demand  for  secure 
bicycle  parking  and  for  sidewalk  bicycle  racks,  increasing  the  number  of  secure  bicycle 
parking  spaces  or  racks  either  in  new  buildings  or  in  existing  automobile  parking 
facilities  to  meet  the  estimated  demand. 

Provide  secure  bicycle  racks  throughout  Mission  Bay  for  the  use  of  visitors. 

E.47f  Appropriate  Street  Lighting.  Applies  to  Mission  Bay  North  and  Mission  Bay 

South. 

Ensure  that  streets  and  sidewalks  in  Mission  Bay  are  sufficiently  lit  to  provide 
pedestrians  and  bicyclists  with  a  greater  sense  of  safety,  and  thereby  encourage 
Mission  Bay  employees,  visitors,  and  residents  to  walk  and  bicycle  to  and  from 
Mission  Bay. 

E.47g  Transit,  and  Pedestrian  and  Bicycle  Route  Information.  Applies  to  Missioh  Bay 
North  and  Mission  Bay  South. 

Provide  maps  of  the  local  and  citywide  pedestrian  and  bicycle  routes  with  transit 
maps  and  information  on  kiosks  throughout  the  Project  Area  to  promote  multi- 
modal travel. 

E.47h  Parking  Management  Guidelines.  Applies  to  Mission  Bay  North  and  Mission  Bay 
South. 

Establish  parking  management  guidelines  for  the  private  operators  of  parking 
facilities  in  the  Project  Area. 

E.48    Constrain  Parking  Supply  within  UCSF  Site.  Applies  to  Mission  Bay  South. 

Provide  parking  in  the  UCSF  site  at  the  same  ratios  as  called  for  in  the  remainder  of  the 
Project  Area. 

E.49    Ferry  Service.  Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

Make  a  good  faith  effort  to  assist  the  Port  of  San  Francisco  and  others  in  ongoing  studies 
of  the  feasibility  of  expanding  regional  ferry  service.  Make  good  faith  efforts  to  assist  in 
implementing  feasible  study  recommendations. 

E.50    Flexible  Work  Time/Telecommuting.  Applies  to  Mission  Bay  South. 

Where  feasible,  offer  employees  in  the  Project  Area  the  opportunity  to  work  on  flexible 
schedules  and/or  telecommute  so  they  could  avoid  peak  hour  traffic  conditions. 
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F.  AIR  QUALITY 
Operations/Transportation 

F.l  Implement  measures  to  decrease  vehicle  trips,  as  described  in  Mitigation  Measures  E.46 
through  E.50  in  Section  VI.E,  Mitigation  Measures:  Transportation.  Applies  to  Mission 
Bay  North  and  Mission  Bay  South. 

Construction  PMjo 

F.2      As  conditions  of  construction  contracts,  require  contractors  to  implement  the  following 
mitigation  program,  based  on  the  instructions  in  the  B  AAQMD  CEQ  A  Guidelines,  at  all 
construction  sites  within  the  Project  Area: 

F.2a    Water  all  active  construction  areas  at  least  twice  a  day,  or  as  needed  to  prevent 

visible  dust  plumes  from  blowing  off-site. 
F^b    Use  tarpaulins  or  other  effective  covers  for  on-site  storage  piles  and  for  haul 

trucks  thai  travel  on  streets. 
F.2c    Pave,  apply  water  three  times  daily,  or  apply  (non-toxic)  soil  stabilizers  on  all 

unpaved  parking  areas  and  staging  areas  at  construction  sites. 
F.2d    Sweep  all  paved  access  routes,  parking  areas,  and  staging  areas  daily  (preferably 

with  water  sweepers). 
F.2e    Sweep  streets  daily  (preferably  with  water  sweepers)  if  visible  amounts  of  soil 

material  are  carried  onto  public  streets. 
F.2f    Hydroseed  or  apply  (non-toxic)  soil  stabilizers  to  inactive  construction  areas 

(previously  graded  areas  inactive  for  ten  days  or  more). 
F.2g    Enclose,  cover,  water  twice  daily  or  apply  (non-toxic)  soil  binders  to  exposed 

stockpiles  (dirt,  sand,  etc.) 
F.2h    Limit  traffic  speeds  on  unpaved  roads  to  1 5  mph. 

F.2i     Install  sandbags  or  other  erosion  control  measures  to  prevent  silt  runoff  to  public 
roadways. 

F.2j     Replant  vegetation  in  disturbed  areas  as  quickly  as  possible. 

F.2k    Install  wheel  washers  for  all  exiting  trucks,  or  wash  off  the  tires  or  tracks  of  all 

trucks  and  equipment  leaving  the  site. 
F.21     Install  wind  breaks,  or  plant  trees/vegetative  wind  breaks  at  windward  side(s)  of 

construction  areas. 

F.2m   Suspend  excavation  and  grading  activity  when  winds  (instantaneous  gusts)  exceed 
25  mph. 

F.2n    Limit  the  area  subject  to  excavation,  grading  and  other  construction  activity  at  any 
one  time. 

Applies  to  Mission  Bay  North  and  Mission  Bay  South. 
Toxic  Air  Contaminants 

Individual  Facilities  within  the  Project  Area 
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F.3      Prior  to  issuing  a  certificate  of  occupancy  for  a  facility  containing  potential  toxic  air 

contaminant  sources,  obtain  written  verification  firom  BAAQMD  either  that  the  facility 
has  been  issued  a  permit  firom  BAAQMD,  if  required  by  law,  or  that  permit  requirements 
do  not  apply  to  the  facility.  Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

F.4      As  soon  as  possible,  to  provide  reliable  wind  data  for  informational  purposes  and,  where 
applicable,  to  facilitate  the  preparation  of  risk  assessment  studies,  locate  and  maintain  a 
meteorology  station  at  an  appropriate  location  within  the  Project  Area. 

F.4a    Hire  a  contractor  to  select  appropriate  sites  for  location  of  the  meteorology  station 
to  ensure  accuracy  of  data.  Preferably  the  site  would  be  located  at  a  first  phase 
building  at  the  UCSF  site,  which  is  centrally  located  in  the  Project  Area. 

F.4b    Once  site  selections  are  recommended,  contact  the  BAAQMD  for  consultation 
and  comment  on  the  sites. 

F.4c    Hire  a  contractor  to  select  certified  equipment  and  Software. 

F.4d    Consult  BAAQMD  on  the  equipment  and  software  that  is  selected  prior  to 
purchase. 

F.4e    Construct  and  site  the  station  according  to  BAAQMD  standards  (written 

guidelines  may  be  obtained  fi-om  the  District). 
F.4f    Provide  data  fi-om  the  station  to  the  BAAQMD  on  a  real-time  basis. 

F.4g    At  a  minimum,  take  continuous  wind  speed  and  direction  measurements  for  a 
period  of  at  least  two  years. 

Applies  to  Mission  Bay  South. 

F.5      Prohibit  dry  cleaning  facilities  that  conduct  on-site  dry  cleaning  operations  in  residential 
areas  within  the  Project  Area.  For  any  dry  cleaning  operations  within  the  Project  Area, 
require  vapor  barriers  in  their  design  and  construct  so  as  to  reduce  exposure  to 
perchloroethylene  and  any  other  toxic  air  contaminants  handled  at  the  facility.  Applies  to 
Mission  Bay  North  and  South. 

Creation  of  Buffer  Zones 

F.6      Require  pre-school  and  child  care  centers  to  notify  BAAQMD  and  the  San  Francisco 

Department  of  Public  Health  regarding  the  locations  of  their  operations,  and  require  these 
centers  to  consult  with  these  agencies  regarding  existing  and  possible  fiiture  stationary 
and  mobile  sources  of  toxic  air  contaminants.  The  purpose  of  these  consultations  is  to 
obtain  information  so  that  pre-school  and  child  care  centers  can  be  located  to  minimize 
potential  impacts  fi"om  toxic  air  contaminant  emissions  sources.  Applies  to  Mission  Bay 
North  and  Mission  Bay  South. 

Mobile  Sources 

Implementation  of  Mitigation  Measure  F.l,  which  calls  for  implementation  of  Mitigation 
Measures  E.46  through  E.50  in  Section  VI.E,  Mitigation  Measures:  Transportation,  would 
decrease  vehicle  trips,  thereby  reducing  emissions  of  toxic  air  contaminants  from  vehicles. 
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G.  NOISE  AND  VIBRATION 
Noise 

G.l     Use  noise-reducing  pile  driving  techniques  such  as  pre-drilling  pile  holes  (if  feasible, 

based  on  soils)  to  the  maximum  feasible  depth,  installing  intake  and  exhaust  mufflers  on 
piledriving  equipment,  vibrating  piles  into  place  when  feasible,  installing  shrouds  around 
the  piledriving  hammer  where  feasible,  and  restricting  the  hours  of  operation.  Applies  to 
Mission  Bay  North  and  Mission  Bay  South. 

Vibration 

G.2     Analyze  potential  vibration  from  Cal train  on  the  western-most  block  of  Mission  Bay 

North  at  Berry  and  King  Streets,  adjacent  to  Caltrain  tracks,  based  on  information  about 
localized  soils,  and,  if  the  analysis  shows  vibration  could  be  significant  without 
mitigation,  design  and  construct  foundations  of  buildings  proposed  to  be  on  that  block 
with  vibration-reducing  features  to  reduce  potential  impacts  from  adjacent  passenger 
trains.  Applies  to  Mission  Bay  North. 
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H.  SEISMICITY 

Population  Concentration  and  Project  Area  Access 

Emergency  Preparedne<;.s  and  Emergency  Response 

H.  1      During  the  build-out  period,  store  heavy  construction  equipment  in  the  Project  Area  that 
is  capable  of  traveling  on  damaged  roads,  clearing  debris,  and  opening  access  to,  and 
within,  the  Project  Area  after  a  major  earthquake.  Applies  to  Mission  Bay  North  and 
Mission  Bay  South. 

H.2     Following  build-out,  coordinate  emergency  response  plans  with  the  City  regarding  use  of 
heavy  equipment  from  the  City  storage  yard  in  the  vicinity  of  the  Project  Area.  Applies 
to  Mission  Bay  North  and  Mission  Bay  South. 

H.3     Require  the  formulation  of  a  comprehensive  preparedness  and  response  plan  for  the  entire 
Project  Area  (as  opposed  to  the  typical  building-by-building  plan),  integrated  with  the 
City's  emergency  response  plans  and  in  coordination  with  the  Mayor's  Office  of 
Emergency  Services. 

H.3a    Formulate  Project- Area- wide  emergency  response  plan.  An  emergency  response 
plan  should  include: 

1.  Community  coordination  and  response; 

2.  Coordination  with  government  services; 

3.  Outreach  and  training  (not  only  for  employees  but  also  residents); 

4.  Food  and  water; 

5.  Shelter; 

6.  Sanitation; 

7.  Consideration  of  need  and  potential  locations  for  special  facilities 
(operations,  medical,  etc.)  in  the  context  of  the  citywide  Emergency 
Response  Plan  and  the  Project  Area's  location  in  Emergency  Response 
Districts; 

8.  Orgjuiization  of  employees  into  response  teams;  and 

9.  Employee  training  in  response  procedures,  including  setting  up  a 
command  post,  communications,  first  aid,  evacuation,  security,  and  clean- 
up. 

H.3b    In  addition  to  the  Project  Area-wide  plan,  require  each  building  or  complex  in  the 
Project  Area  to  prepare  an  Emergency  Response  Plan.  Each  plan  would  be  the 
responsibility  of  the  owners  of  each  building  or  complex,  and  would  be  reviewed 
by  the  City  periodically  to  ensure  it  is  kept  up  to  date.  Applies  to  Mission  Bay 
North  and  Mission  Bay  South. 

H.4     Provide  seismic  rehabilitation  of  Fire  Station  No.  30  in  the  Project  Area,  if  the  building  is 
to  be  reused  for  human  occupancy.  Applies  to  Mission  Bay  South. 
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H.5     At  the  time  the  San  Francisco  Fire  Department  determines  the  population  or  building 
density  is  high  enough  to  warrant  it,  provide  a  new  fire  station  in  Mission  Bay  South  to 
reduce  the  effects  of  limited  emergency  access  to  and  from  the  site  following  a  major 
earthquake.  Applies  to  Mission  Bay  South  (see  Mitigation  Measure  M.6  in  Section 
VI. M,  Mitigation  Measures:  Community  Services  and  Utilities). 

H.6     As  part  of  the  comprehensive  preparedness  plan  identified  in  Mitigation  Measure  H.3, 
identify  and  implement  feasible  measures  to  facilitate  and  improve  emergency  access 
routes  to  the  site,  especially  in  the  vicinity  of  Seventh  and  Owens  Streets.  Such  measures 
could  include  design  of  open  spaces  to  allow  use  by  emergency  vehicles  following  a 
catastrophic  event;  designing  underground  utilities  at  the  Owens  and  Seventh  Streets 
connector  to  minimize  severe  damage  or  disconnection  caused  by  earthquakes; 
constructing  heavier  pavement  sections  along  critical  routes  if  indicated  through  a 
geotechnical  study;  and  siting  buildings  within  the  area  bounded  by  Seventh  Street,  the 
Seventh  Street  connector,  Owens  Street,  and  16th  Street  in  a  manner  that  would  allow 
emergency  vehicle  access  between  these  buildings  in  a  catastrophic  event.  Applies  to 
Mission  Bay  North  and  Mission  Bay  South. 

CoTTOsivity 

H.  7     Test  soils  for  sulfate  and  chloride  content  If  necessary,  use  admixtures  in  concrete  so  it 

would  not  be  susceptible  to  attack  by  sulfates,  and/or  use  coated  metal  pipes  so  that  pipes 
would  be  more  resistant  to  corrosion  by  chlorides. 
Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

I.  HEALTH  AND  SAFETY 

1.1  Require  businesses  that  handle  biohazardous  materials  and  do  not  receive  federal  funding 
to  certify  that  they  follow  the  guidelines  published  by  the  National  Research  Council  and 
the  U.S.  Department  of  Health  and  Human  Services  Public  Health  Service,  National 
Institutes  of  Health,  and  Centers  for  Disease  Control  as  set  forth  in  Biosafety  in 
Microbiological  and  Biomedical  Laboratories,  Guidelines  for  Research  Involving 
Recombinant  DNA  Molecules  (NIH  Guidelines),  and  Guide  for  the  Care  and  Use  of 
Laboratory  Animals,  or  their  successors,  as  applicable.  Applies  to  Mission  Bay  South. 

1.2  Require  businesses  handling  biohazardous  materials  to  certify  that  they  use  high 
efficiency  particulate  air  (HEP A)  filters  or  substantially  equivalent  devices  on  all  exhaust 
from  Biosafety  Level  3  laboratories  unless  they  demonstrate  that  exhaust  from  their 
Biosafety  Level  3  laboratories  would  not  pose  substantial  health  or  safety  hazards  to  the 
public  or  the  environment.  Require  such  businesses  to  certify  that  they  inspect  or  monitor 
the  filters  regularly  to  ensure  proper  functioning.  Applies  to  Mission  Bay  South. 

L3      Require  businesses  handling  biohazardous  materials  to  certify  that  they  do  not  handle  or 
use  biohazardous  materials  requiring  Biosafety  Level  4  containment  (i.e.,  dangerous  or 
exotic  materials  that  pose  high  risks  of  life-threatening  diseases  or  aerosol-transmitted 
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infections,  or  unknown  risks  of  transmission  in  the  Project  Area.  Applies  to  Mission  Bay 
South. 

J.  CONTAMINATED  SOILS  AND  GROUNDWATER 
Project  Development 

J.l      Prior  to  any  site  development  activities  in  the  Project  Area,  develop  and  implement  an 
RWQCB-approved  Risk  Management  Plan  or  Plans  (RMP).  The  RMP  shall  address  all 
site  development  activities  and  post-development  activities  and  shall  include  specific 
measures  that  would  be  protective  of  human  health  and  the  aquatic  environment.  The 
human  health  standards  to  be  applied  in  the  RMP  are  a  cumulative  cancer  risk  of  1  x  10'^ 
and  a  Hazard  Index  of  1 ,  or 

more  stringent  standards  as  may  be  required  by  the  RWQCB.  Amend  the  RMPs  as 
required  by  the  RWQCB  to  reflect  new  information  regarding  contamination,  land  use 
decisions,  or  as  a  result  of  Article  20  compliance. 

RMP  Enforcement 

J. la     Provide  an  enforcement  structure  for  RMPs,  to  be  in  place  and  effective  during 
construction  and  after  project  development,  including: 

i.  Develop  and  record  a  restrictive  covenant  as  an  Environmental  Restriction 
and  Covenant  under  California  Civil  Code  Section  1471  that: 

a.  Places  limits  on  future  uses  in  the  Project  Area  consistent  with  the 
provisions  in  the  RMP; 

b.  Provides  notice  to  current  and  future  property  owners  that  the  RMP 
contains  use  restrictions  and  other  requirements  and  obligates 
property  owners  to  provide  like  notice  to  occupants;  and 

c.  Provides  notice  to  current  and  future  property  owners  that  the 
RWQCB  maintains  residual  regulatory  enforcement  authority  over 
all  portions  of  the  Project  Area  sufficient  to  compel  enforcement  of 
the  entire  RMP. 

ii.  As  part  of  any  future  transfer  of  property  title  of  any  portion  of  the  Project 
Area,  require  current  property  owners  to  provide  a  copy  of  the  RMP  to 
each  of  their  future  transferees. 
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Pre-Development 

Include,  at  a  minimum,  the  following  elements  in  the  RMP: 

J. lb     Limit  direct  access  to  areas  with  exposed  native  soils  (defined  as  soils  that  exist  at 
the  site  prior  to  project  approval)  and  perform  mspections  to  verify  that  measures 
taken  to  limit  direct  access  are  maintained.  Alternatively,  for  each  location  with 
exposed  native  soils,  provide  risk  management  procedures  for  those  areas.  If  this 
altemative  is  chosen,  for  each  exposed  soil  location  that  would  remain  vacant  and 
undeveloped  at  the  initiation  of  development,  and  for  each  site  that  becomes 
vacant  and  includes  exposed  native  soil,  evaluate  and  document  potential  health 
risks  to  the  general  public  that  could  occur  before  site  development  using  the 
following  process: 

Evaluate  sampling  results  to  determine  constituents  that  could  pose  a  risk 
to  the  general  public.  Identify  populations  who  could  be  exposed  to  the 
constituents  in  soils  based  on  land  uses  within  and  adjacent  to  the  Project 
Area.  Exposed  populations  that  would  be  considered  would  include  adult 
and  child  visitors/trespassers,  nearby  residents  (adults  and  children),  and 
workers  not  involved  in  project  construction  within  and  adjacent  to  the 
Project  Area.  Using  specific  EPA-  and  DTSC-recommended  exposure 
assumptions,  identify  the  appropriate  exposure  pathways  and  assumptions 
in  consultation  with  the  RWQCB. 

Using  the  specific  exposure  assumptions  identified  above,  adopt 
contaminant-specific  interim  target  levels  (ITLs)  following  regulatory  risk 
assessment  guidelines  established  by  DISC  and  EPA. 

Compare  ITLs  to  the  range  of  concentrations  detected  in  exposed  native 
soils  to  identify  areas  where  ITLs  are  exceeded.  No  further  action  prior  to 
development  (other  than  that  required  under  Article  20  or  other  applicable 
regulations)  would  be  required  in  areas  in  which  ITLs  are  not  exceeded. 

J.  1  c     For  areas  where  ITLs  are  exceeded,  identify  specific  Interim  Risk  Management 

(IRM)  measures  that  would  reduce  potential  contamination-related  risks  to  Project 
Area  occupants  and  visitors  during  site  build-out.  Based  on  the  results  of  the  ITL 
evaluation  and  need  for  site  controls,  general  IRM  measures  could  include 
measures  such  as: 

i.  Limit  Direct  Access  to  Uncovered  Native  Soil  nn  TIndevelnped 
Portions  of  the  Project  Area  To  effectively  limit  access,  install 
fencing  or  other  physical  barriers  around  the  identified  areas,  and 
post  "no  trespassing"  signs. 

ii.  Hvdroseed  or  AppIv  Other  Vegetative  nr  Other  Cnver  tQ 
Uncovered  Areas.  Hydroseed  or  apply  other  vegetative  or  other 
cover  to  the  vincovered  areas  to  reduce  the  potential  for  windblown 
dusts  to  be  generated,  and  to  reduce  the  potential  for  individuals  to 
have  direct  contact  with  the  native  soils. 
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iii.  Include  Safety  Notices  in  Leases.  Notify  tenants  of  occupied 
portions  of  the  Project  Areas  of  the  potential  risks  involved  with 
the  disturbance  of  existing  cover  (asphalt,  concrete,  vegetation)  or 
exposed  native  soil. 

iv.  Conduct  Periodic  Inspections  of  Open  Spaces.  Conduct  periodic 
inspections  of  the  Project  Area  to  reduce  the  illegal  occupancy  of 
open  areas  by  transient  populations,  and  to  reduce  the  illegal 
dumping  by  unauthorized  occupants  or  off-site  populations. 
Implement  additional  security  measures  such  as  fencing  and/or  the 
use  of  security  guards,  if  inspections  show  a  need. 

V.       Periodic  Monitoring.  Perform  inspections  verifying  that  risk 

management  measures  remain  effective  by  identifying  disturbances 
to  cover  materials  that  could  result  in  the  exposure  of  underlying 
native  soil  and  by  identifying  areas  w^here  temporary  fencing  or 
other  physical  barriers  might  need  to  be  reinstalled.  If  the 
inspections  identify  areas  where  measures  have  been  rendered 
ineffective,  implement  corrective  action. 

Development 

J.  1  d    Include  in  the  RMP,  health  and  safety  training  and  health  protection  objectives  for 
workers  who  may  directly  contact  contaminated  soil  during  construction  and/or 
maintenance,  including  Cal/OSHA  worker  safety  regulations  appropriate  t0';the 
type  of  construction  activity,  location,  and  risk  relative  to  the  potential  types  of 
hazards  associated  with  contaminated  soil  or  groundwater,  and  where  appropriate; 
compliance  with  Title  8,  Group  16,  requirements. 

J.le     Identify  site  access  controls  to  be  implemented  during  construction,  such  as: 

i.  Secure  construction  site  to  prevent  unauthorized 
pedestrian/vehicular  entry  with  fencing  or  other  barrier  of 
sufficient  height  and  structural  integrity  to  prevent  entry  and  based 
upon  the  degree  of  control  required. 

ii.  Post  "no  trespassing"  signs. 

iii.  Provide  on-site  meetings  with  construction  workers  to  inform  them 
about  security  measures  and  reporting/contingency  procedures. 
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J.  1  f     Identify  protocols  for  managing  soil  during  construction,  which  will  include  at  a 
minimum: 

i.  The  dust  controls  found  in  Measure  F.2  in  Section  VI.F,  Mitigation 
Measures:  Air  Quality. 

ii.  Standards  for  imported  fill  (defmed  as  fill  brought  onto  the  site 
fi-om  outside  the  Project  Area)  that  are  protective  of  human  health 
and  the  aquatic  environment  and  an  identified  minimum  depth  of 
fill  to  be  required  for  landscaped  areas. 

iii.  A  requirement  that  prior  to  placement,  if  native  soil  in  the  Project 
Area  is  to  be  used  on  site  in  any  manner  that  could  result  in  direct 
human  exposure,  characterization  of  the  soil  be  conducted  to 
confirm  that  it  meets  appropriate  standards  approved  by  the 
RWQCB  and  would  be  appropriate  for  the  intended  use. 

iv.  Protocols  for  managing  stockpiled  and  excavated  soils. 

^-  A  program  for  off-site  dust  monitoring, 

consisting  of  real-time  monitoring  for  PMjq  concentrations  to 
demonstrate  that  the  health  and  safety  of  all  individuals  not 
engaged  in  construction  activities  would  not  be  adversely  affected 
by  chemicals  that  could  be  contained  in  dust 
generated  by  soil-disturbing  activities.  If  monitoring  shows  dust 
levels  exceeding  250  g/m^,  implement  additional  dust  control 
measures,  such  as  continuous  misting  of  exposed  areas  with  water, 
until  concentrations  are  reduced  below  the  action  level. 
J.  1  g     Identify  protocols  for  managing  groundwater,  which  will  include  at  a  minimum: 

i.        Procedures  to  prevent  unacceptable  migration  of  contamination 
fi-om  defined  plumes  during  dewatering,  such  as  monitoring, 
counter-pumping,  or  installing  sheetpiles  down  to  Bay  Mud  before 
dewatering. 

Procedures  for  the  installation  of  subsurface 
pipelines  and  other  utilities,  where  necessary,  to  prevent  lateral 
transmission  of  chemicals  in  groundwater.  Such  procedures  could 
include,  but  would  not  be  limited  to,  selection  of  proper  backfill 
materials  and  thickness  and  installation  of  clay  plugs  or  barrier 
collars. 

J.  1  h     Include  S  WPPP  requirements  and  BMPs  as  described  in  Mitigation  Measure  K.  1 
in  Section  VI.K,  Mitigation  Measures:  Hydrology  and  Water  Quality. 

J.  1  i     Include  a  requirement  that  construction  personnel  be  trained  to  recognize  potential 
hazards  associated  with  underground  features  that  could  contain  hazardous 
materials,  previously  unidentified  contamination,  or  buried  hazardous  debris. 

J.  1  j     Develop  and  describe  procedures  for  implementing  a  contingency  plan,  including 
appropriate  notification  and  control  procedures,  in  the  event  unanticipated 
subsurface  hazards  are  discovered  during  construction.  Control  procedures  could 
include,  but  would  not  be  limited  to,  further  investigation  and  removal  of  USTs  or 
other  hazards. 
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J.  1  k     Establish  procedures,  as  necessary,  so  that  construction  activities  avoid  interfering 
with  any  RWQCB-requu-ed  site  investigation  and  remediation  in  the  free  product 
area. 

Post-Develnpmpnt 

J.  1 1     Except  where  testing  demonstrates  that  native  soils  meet  standards  established  by 
the  RWQCB  as  being  protective  of  human  health  and  the  aquatic  environment, 
require  that  upon  project  completion,  all  native  soils  shall  be  capped,  so  as  to  ' 
preclude  human  contact  by  using  buildings,  paved  surfaces  (such  as  parking  lots, 
sidewalks,  or  roadways),  or  fill  of  a  kind  and  depth  approved  by  the  RWQCB. 


J.  1  m    Prohibit  residences  with  unrestricted  access  to  soils"  in  front  yards  or  backyards 
anywhere  in  the  Project  Area. 

J.  1  n     Prohibit  access  to  native  soils  for  private  use.  If  disturbance  of  native  subsurface 
soils  or  groundwater  dewatering  is  planned,  carry  out  these  activities  in 
accordance  with  the  elements  of  the  RMP  called  for  in  Measures  J.  Id  through 
J.Ik.  Following  construction  or  excavation  or  soil  disturbance,  restore  the  cap  in 
accordance  with  the  provisions  of  the  RMP  as  called  for  in  Measure  J.  11. 

J.lo     Prohibit  the  use  of  shallow  groundwater  within  the  Project  Area  for  domestic, 

industrial,  or  irrigation  purposes.  Permit  installation  of  groundwater  wells  wi'thin 
the  Project  Area  only  for  environmental  monitoring  purposes.  Secure  and  lock 
environmental  wells  installed  within  the  Project  Area  to  prevent  unauthorized 
access  to  the  groundwater.  In  the  event  the  use  of  shallow  groundwater  is 
proposed,  perform  an  assessment  of  the  risks  from  direct  exposure  to  the 
groundwater  prior  to  use  and  obtain  RWQCB  or  other  appropriate  regulatory 
agency  approval  of  the  results  of  the  assessment  and  proposed  uses. 

Applies  to  Mission  Bay  North  and  Mission  Bay  South. 
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Child  Care  Development 

J.2      Cany  out  a  site-specific  risk  evaluation  for  each  site  in  a  non-residential  area  proposed  tc 
be  used  for  a  public  school  or  child  care  facility;  submit  to  RWQCB  for  review  and 
approval.  If  cancer  risks  exceed  1x10-5  and/or  noncancer  risk  exceeds  a  Hazard  Index 
of  1,  cany  out  remediation  designed  to  reduce  risks  to  meet  these  standards  or  select 
another  site  that  is  shown  to  meet  these  standards.  Applies  to  Mission  Bay  South. 

K.  HYDROLOGY  AND  WATER  QUALITY 

Construction  Activity  Pollutants 


K.  1     Develop  and  implement  a  comprehensive  Stonnwater  Pollution  Prevention  Plan 

(SWPPP)  for  all  construction  activities  within  the  Project  Area  to  avoid  and  minimize 
erosion  and  sedimentation  in  China  Basin  Channel  and  Sa^i  Francisco  Bay  and  to  manage 
other  aspects  of  the  construction  site.  Include  at  least  the  following  Best  Management 
Practices,  or  substantially  equivalent  measures.  Applies  to  Mission  Bay  North  and 
Mission  Bay  South. 

K.  1  a    Minimize  dust  during  demolition,  grading,  and  construction  by  lightly  spraying 
exposed  soil  on  a  regular  basis. 

K.  1  b    Minimize  wind  and  water  erosion  on  temporary  soil  stockpiles  by  spraying  with 
water  during  dry  weather  and  covering  with  plastic  sheeting  or  other  similar 
material  during  the  rainy  season  (November  to  April).  '' 

K.  1  c    Minimize  the  area  and  length  of  time  during  which  the  site  is  cleared  and  graded. 

K.  1  d    Prevent  the  release  of  constniction  pollutants  such  as  cement,  mortar,  paints  and 
solvents,  fuel  and  lubricating  oils,  pesticides,  and  herbicides  by  storing  such 
materials  in  a  bermed,  or  otherwise  secured,  area. 

K.  1  e    As  needed,  install  filter  fences  around  the  perimeter  of  the  construction  site  to 
prevent  off-site  sediment  discharge.  Prior  to  grading  the  bank  slopes  of  China 
Basin  Channel  for  the  proposed  channel-edge  treatments,  install  silt  or  filter 
fences  to  slow  water  and  remove  sediment.  As  needed,  property  trench  and 
anchor  in  the  silt  or  filter  fences  so  that  they  stand  up  to  the  forces  of  tidal 
fluctuation  and  wave  action,  and  do  not  allow  sediment-laden  water  to  escape 
underneath  them. 

K.  1  f    Follow  design  and  construction  standards  found  in  the  Manual  of  Standards  for 
Erosion  and  Sediment  Control  Measures  for  placement  of  riprap  and  stone  size. 

K.  1  g    InstaU  and  maintain  sediment  and  oil  and  grease  traps  in  local  stonnwater  intakes 
during  the  construction  period,  or  otherwise  property  control  oil  and  grease 
discharges. 

K.  1  h    Clean  wheels  and  cover  loads  of  trucks  canying  excavated  soils  before  they  leave 
the  construction  site. 

K.  1  i    Implement  a  hazardous  material  spill  prevention,  control,  and  clean-up  program 
for  the  construction  period.  As  needed,  the  program  would  include  measures  such 
as  constructing  swales  and  bamers  that  would  direct  any  potential  spills  away 
fi-om  the  Channel  and  the  Bay  and  into  containment  basins  to  prevent  the 
movement  of  any  materials  firom  the  construction  site  into  water. 
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Changes  in  Sanitary  Sewage  Quality 

K.2     In  addition  to  developing  and  implementing  a  Stormwater  Management  Program  for  the 
Central/Bay  Basm  (see  Mitigation  Measure  K.5),  participate  in  the  City's  existing  Water 
Pollution  Prevention  Program.  Facilitate  implementation  of  the  City's  Water  Pollution 
Prevention  Program  by  providing  and  installing  wastewater  sampling  ports  in  any 
buildmg  anticipated  to  have  a  potentially  significant  discharge  of  pollutants  to  the 
samtary  sewer,  as  determined  by  the  Water  Pollution  Prevention  Program  of  the  San 
Francisco  Public  Utilities  Commission's  Bureau  of  Environmental  Regulation  and 
Management,  and  in  locations  as  determined  by  the  Water  Pollution  Prevention  Program 
Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

K.3     Design  and  construct  sewer  improvements  such  that  potential  flows  to  the  City's 

combined  sewer  system  from  the  project  do  not  contribute  to  an  increase  in  the  annual 
overflow  volume  as  projected  by  the  Bayside  Planning  Model  by  providing  increased 
storage  m  oversized  pipes,  centralized  storage  facilities,  smaller  dispersed  storage 
facilities,  or  detention  basins,  or  through  other  means  to  reduce  or  delay  stonnwater 
discharges  to  the  City  system.  Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

K.4     Implement  alternative  technologies  or  use  other  means  to  reduce  settleable  solids  and 

floatable  materials  in  stormwater  discharges  to  China  Basin  Channel  to  levels  equivalent 
to,  or  better  than,  City-treated  combined  sewer  overflows.  Such  alternative  technologies 
could  include  one  or  more  of  the  following:  biofilter  system,  vortex  sediment  system, 
catch  basin  filters,  and/or  additional  source  control  measures  to  remove  particulates  from 
streets  and  parking  lots.  Applies  to  Mission  Bay  South. 

Phased  Development  and  Interim  Uses 

K.5     Develop  and  implement  a  Stormwater  Management  Program  applicable  to  new  and 
intenm  development  under  the  Redevelopment  Plan  in  any  area  contributing  to  direct 
discharges  of  stormwater  to  near-shore  waters.  Develop  the  plan  in  coordination  with 
City  and  County  of  San  Francisco  agencies  such  as  the  Water  Pollution  Prevention 
Program  of  the  City  and  County  of  San  Francisco  Public  UtiUties  Commission's 
(SFPUC)  Bureau  of  Environmental  Regulation  and  Management,  and  the  Clean  Water 
Program.  Develop  the  Stormwater  Management  Program  according  to  guidelines 
contained  in  California  Municipal  Storm  Water  Best  Management  Practice  Handbook  and 
in  California  Industrial/Commercial  Storm  Water  Best  Management  Practice  Handbook  ' 
In  addition,  design  the  program  with  Best  management  Practices  consistent  with  the 
mimmum  control  measures  pursuant  to  the  proposed  Phase  H  stormwater  regulations 
Implement  the  Stormwater  Management  Program  until  a  city-wide  stormwater 
management  program  is  developed  that  includes  any  area  contributing  to  direct 
discharges  of  stormwater  to  near-shore  waters.  If  the  City  and  County  of  San  Francisco 
develops  a  city-wide  stormwater  management  program,  such  a  program  would  supersede 
the  stormwater  management  program  for  the  Project  Area.  Periodically  prepare  and 
submit  a  monitoring  report  to  the  City  detailing  progress  on  implementation  of  Best 
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Management  Practices.  Modify  the  Stormwater  Management  Program,  as  necessary,  to 
respond  to  changes  in  conditions,  and  record  any  changes  made  (additions  or  deletions)  in 
the  monitoring  report.  Applies  to  Mission  Bay  South. 

Public  Education  and  Outreach  on  Stormwater  Tmp^^ct:? 

Public  education  and  outreach  consists  of  distributing  educational  materials  to  the  community 
about  the  impacts  of  stormwater  discharges  on  water  bodies  and  the  steps  to  reduce  stormwater 
pollution.  The  materials  or  outreach  programs  should  inform  individuals  and  households  about 
steps  that  can  be  taken  to  reduce  stormwater  pollution,  such  as  properly  disposing  of  used  motor 
oil  or  household  hazardous  wastes,  or  should  encourage  individuals  to  participate  in  the 
municipal  program  by  performing  services  such  as  roadside  litter  pickup. 

Public  Tnvolvement/Partirip^tlf^n 

The  goal  of  public  involvement  and  participation  is  to  obtain  input  and  assistance  from  the  public 
m  the  development  and  implementation  of  a  municipality's  stormwater  management  program. 
Opportunities  for  members  of  the  public  to  participate  in  program  development  and 
implementation  could  include  serving  as  citizen  representatives  on  a  local  stormwater 
management  panel,  attending  public  hearings,  working  as  citizen  volunteers  to  educate  other 
individuals  about  the  program,  assisting  in  program  coordination  with  other  pre-existing 
programs,  or  participating  in  volunteer  monitoring  efforts. 

Illicit  Discharge  neterlion  and  Fliminatinp  * 

Discharges  from  stormwater  drainage  systems  often  include  wastes  and  wastewater  from  non- 
stormwater  sources.  For  example,  illicit  discharges  enter  the  system  through  either  direct, 
mistaken,  or  deliberate  connections  or  indirect  connections  (e.g.,  spills  collected  by  drain  inlets ) 
This  problem  is  applicable  only  to  those  parts  of  San  Francisco  served  by  a  separated  sewer 
system.  The  Mission  Bay  Stonmwater  Management  Program  would  need  to  address  this  issue  for 
the  Central/Bay  Basin  because  a  separated  sewer  system  is  proposed  here. 
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Construction  Site  .Stnmiwater  Rtinnffrf>r|tT-f^| 


The  proposed  regulations  would  require  pollutant  control  programs  to  reduce  pollutants  in 
stormwater  runoff  from  construction  activities  that  result  in  land  disturbance  of  1  or  more  acres 
The  requirements  are  similar  to  requirements  currently  applicable  to  construction  areas  of  5  acres 
or  more  m  that  appropriate  site  controls  are  required  to  address  erosion,  sedimentation,  and  other 
construction-related  pollutants.  See  Mitigation  Measure  K.l. 

PQSt-Conf>tniCtion  Stormwf^ter  ManaPement  in  New  r>Pv^lopment  anH  Redevelnprn^nt 

The  proposed  regulations  would  require  small  municipal  separate  storm  sewer  systems  to  address 
stormwater  runoff  from  new  development  and  redevelopment  projects  using  site-appropriate  and 
cost-effective  structural  and  non-structural  BMPs.  Non-structural  BMPs  are  preventative  actions 
that  involve  management  and  source  controls.  Examples  are  policies  and  ordinances  that  result 
m  protection  of  natural  resources  and  prevention  of  runoff.  Examples  of  structural  BMPs  include 
storage  practices  (wet  ponds  and  extended-detemion  outlet  structures),  filtration  practices 
(grassed  swales,  sand  filters,  and  filter  strips),  and  infiltration  practices  (infiltration  basins 
infiltration  trenches,  and  porous  pavement).  The  proposed  initial-flow  diversion  system  for  the 
Central/Bay  Basin  is  a  structural  BMP, 

Pollution  Prevcntion/Gnod  Houselceeping  for  Municipal  Operations 

This  control  would  require  the  operator  of  the  separate  storm  sewer  system  (i.e.,  the  Central/Bay 
Basin  imtial-flow  diversion  system)  to  develop  and  implement  a  cost-effective  training  program 
to  ensure  proper  operation  and  maintenance  of  the  system.  This  would  be  similar  to  the 
requirements  of  existing  federal  Phase  I  stormwater  regulations. 

Flooding 

K.6     Structures  in  the  Project  Area  should  be  designed  and  located  in  such  a  way  to  assure  the 
reasonable  safety  of  structures  and  shoreline  protective  devices  built  in  the  Bay  or  in  low- 
lying  shoreline  areas  from  the  dangers  of  tidal  flooding,  including  consideration  of  a  rise 
in  relative  sea  level.  Detailed  construction  specifications  to  mitigate  against  impacts  of  a 
sea-level  nse.  however,  would  require  specific  flood  protection  engineering  and  building 
analysis  by  a  licensed  engineer,  where  structures  are  proposed  below  an  elevation  of -1 
[negative  one]  foot,  San  Francisco  City  Datum  (99  foot  elevation.  Mission  Bay  Datum) 
Measures  include: 

K.6a    Set  back  from  the  water's  edge; 

K.6b    Install  seawalls,  dikes,  and/or  berms  during  construction  of  infrastructure; 
K.6c    Provide  for  dewatering  basements; 

KM    Construct  streets  and  sidewalks  above  existing  grades  by  reducing  the  amount  of 

excavation  for  utilities  or  basements; 
K.6e    Use  topsoil  to  raise  the  level  of  public  open  spaces; 

K.6f    Use  half-basements  and  partially  depressed  garage'levels  to  minimize  excavation. 
Applies  to  both  Mission  Bay  North  and  Mission  Bay  South. 
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L.  CHINA  BASIN  CHANNEL  VEGETATION  AND  WILDLIFE 
Wetlands 

L.  1      Prepare  and  implement  a  salt  marsh  wetland  habitat  mitigation  plan  in  accordance  with 
the  San  Francisco  District,  U.S.  Army  Corps  of  Engineers  Habitat  Mitigation  Planning 
Guidelines.  Determine  the  details  of  the  plan  through  the  Section  404  permit  process. 
Nothing  in  this  mitigation  measure  is  intended  to  constrain  the  flexibility  needed  to  meet 
permitting  agency  requirements,  or  adjust  to  variability  in  field  conditions,  new 
information  or  technology,  or  other  factors.  Similarly,  this  condition  is  not  intended  to 
conflict  with  or  constrain  use  of  more  natural  alternative  Channel  edge  treatments  that  ar{ 
detennined  feasible  and  consistent  with  adopted  Redevelopment  Agency  standards  and 
guidelines  applicable  to  Mission  Bay  as  contained  in  Design  for  Development 
documents.  Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

Guidelines  for  a  Typical  Salt  Marsh  Restoration  Plan 

L.2     Avoid  salt  marsh  wetland  habitat  along  the  China  Basin  Channel  shoreline  during 

installation  of  suction  inlets  (and  associated  piping)  used  for  fire-fighting  water  supply. 
Design  the  storm  drain  outfalls  to  minimize  scouring  and  erosion  of  mudflats  in 
coordination  with  relevant  permitting  agencies  during  the  permitting  process.  Applies  to 
Mission  Bay  North  and  Mission  Bay  South. 

Herring 

L.3      Do  not  conduct  any  construction  activities  (including  movement  of  heavy  equipment, 
materials  or  structures  by  barge  or  tugboat)  with  the  potential  to  cause  turbidity  in 
Channel  or  Bay  waters  during  the  spawning  season  of  Pacific  herring  (December  1- 
March  1).  Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

Turbidity 

L.4     To  prevent  turbidity  and  sediment  resuspension  caused  by  tugboat  activity  in  the 

Channel,  require  the  construction  contractor  to  use  shallow-draft  tugboats.  Shallow-draft 
tugboats  float  higher  in  the  water  than  deep-draft  tugboats.  Because  they  float  higher,  the 
tugboat  propellers  are  not  as  deep  under  the  water  surface,  and  therefore  are  farther  away 
fi-om  the  bottom  of  the  Channel.  This  arrangement  has  less  potential  to  disturb  bottom 
sediments  because  the  local  currents  created  by  the  propellers  would  not  extend  as  deeply 
into  the  water  column.         Require  the  construction  contractor  to  operate  the  tugboats 
at  the  minimum  speed  necessary  to  maintain  maneuverability  of  the  barges.  Slower 
speeds  would  reduce  the  spin  of  tugboat  propellers,  thus  minimizing  turbidity  and 
sediment  resuspension.  Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

L.5     Confine  resuspended  sediments  fi-om  construction  activities  in  the  Channel  or  Bay  waters 
to  the  work  site  using  submarine  silt  curtains  around  pile-driving  or  outfall  construction 
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sites,  or  silt  fences  properly  anchored  and  trenched  in  place  at  the  toe  of  slope  below  an- 
grading  or  rubble-removing  activities.  Applies  to  Mission  Bay  North  and  Mission  Bay" 
South.  . 

L.6      Prepare  a  written  plan  for  removal  and  disposal,  including  a  description  of  any  methods 
mcorporated  to  avoid  or  minimize  potential  surface  water  contammation,  prior  to 
.     removing  existing  support  piles  from  China  Basin  Channel  for  the  proposed  Channel- 
edge  treatments.  Submit  the  plan  to  the  San  Francisco  Bay  Regional  Water  Quality 
Control  Board  for  approval  before  implementation.  Implement  the  plan  during 
construction  and  have  a  qualified  specialist  monitor  it  to  ensure  adequate  performance. 
Implement  this  plan  during  removal  of  pilings  under  the  direction  of  a  qualified 
specialist.  Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

M.  COMMUNITY  SERVICES  AND  UTILITIES 
Schools 


M.  1     Transfer  the  2.2-acre  school  site  to  the  San  Francisco  Unified  School  District  in  a 

developable  condition  prior  to  issuance  of  building  permits  for  residential  units  that  v^ll 
make  the  total  combined  number  of  dwelling  units  in  Mission  Bay  North  and  Mission 
Bay  South  equal  to  or  greater  than  3,200  dwelling  units.  Applies  to  Mission  Bay  North 
and  Mission  Bay  South 

Water  Supply 

M.2     Include  methods  of  water  conservation  in  Mission  Bay  buildings  and  landscaping.  Water 
conservation  methods  include  the  following: 

M.2a  Install  water  conserving  dishwashers  and  washing  machines  in  rental  apartments 
and  condominiums. 

M.2b  Install  water  conserving  dishwashers  and  water  efficient  centralized  cooling 
systems  in  office  buildings. 

M.2c  Incorporate  water  efficient  laboratory  techniques  in  research  facilities"  where 
feasible.  ' 

M.2d  Provide  information  to  residences  and  businesses  advising  methods  to  conserve 

water. 

M.2e  Install  water  conserving  irrigation  systems  (e.g.,  drip  irrigation). 
M.2f   Design  landscaping  using  drought  resistant  and  other  low-water  use  plants. 
M.2g  Include  limited  turf  areas  in  open  space. 
Applies  to  Mission  Bay  North  and  Mission  Bay  South. 

Fire  Protection  ^ 

M.3     Extend  the  Auxiliary  Water  Supply  System  (High-Pressure  System)  through  the  interior 
of  the  Project  Area.  The  routing,  design,  and  implementation  of  the  AWSS  extensions 
shall  be  determined  by  the  Fire  Department  and  the  Department  of  Public  Works. 
Applies  to  Mission  Bay  North  and  Mission  Bay  South. 
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Sewers  and  Wastewater  Treatment 

M.4     Construct  a  fence  around  any  interim  surface  detention  basins.  Applies  to  Mission  Bay 


South 
M.5 


Drain  stormwater  runoff  (up  to  a  5-year  storm  event)  from  newly  constructed  buildings 
and  permanently  covered  surfaces  in  the  Bay  Basin  into  the  City's  combined  sewer 
system  until  mstallation  of  a  permanent  sewer  system.  Applies  to  Mission  Bay  South. 

Fire  Protection 

M.6     Construct  or  pay  for  the  construction  of  a  new  fire  station  in  the  Mission  Bay  South 

Redevelopment  Area  to  house  equipment  and  personnel  serving  the  Project  Area  south  of 
China  Basin  Channel,  either  in  a  new  building,  or  in  the  vacant  Fire  Station  30  after 
rehabilitation  and  expansion  of  the  building.  (See  also  Mitigation  Measures  D  2a  and 
D.2b  m  Section  VI.D,  Mitigation  Measures:  Visual  Quality  and  Urban  Design)  related  to 
preservation  of  Fire  Station  30.)  The  San  Francisco  Fire  Department  shall  review  each 
proposed  development  phase  to  determine  when  land  for  the  new  fire  station  shall  be 
transferred  and  when  planning  and  design  for  the  fire  station  shall  be  mitiated. 
Provide  or  pay  for  the  provision  of  an  engine  company  and  associated  Fire  Department 
personnel  and  equipment,  and  a  truck  company  and  associated  personnel  and  equipment 
to  serve  the  Project  Area  south  of  China  Basin  Channel.  The  San  Francisco  Fire  '< 
Department  shall  review  each  proposed  development  phase  to  determine  when  the  engine 
company  and  truck  company  and  related  personnel  and  equipment  shall  be  provided 
Applies  to  Mission  Bay  North  and  Mission  Bay  South. 


If  the  Project  is  not  implemented  as  proposed,  the  FSEIR  proposes  the  following  additional  or 
modified  mitigation  measures  for  the  original  project  analyzed  in  the  FSEIR: 

E.20    Seventh  Street/Berry  Street.  Applies  to  Mission  Bay  North. 
E.20a  Install  a  new  traffic  signal. 

E.20b  Provide  the  appropriate  traffic  warning  devices  for  the  Caltrain  tracks  crossing 
E.20c  Open  Berry  Street  "at-grade"  rail  crossing. 

E.31    Seventh  Street/Beny  Street.  Applies  to  Mission  Bay  North. 
E.3  la  Restripe  the  eastbound  approach  to  provide  two  lanes. 

E.3 lb  Restripe  the  northbound  and  southbound  approaches  to  provide  a  left-turn  lane,  a 
through  lane,  and  a  shared  right-through  lane. 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0237 


WHEREAS,  The  Redevelopment  Agency  of  the  City  and  County  of  San  Francisco  (the 
"Redevelopment  Agency")  has  proposed  the  adoption  of  a  Redevelopment  Plan  for  the  Mission  Bay 
North  Redevelopment  Project,  which  is  generally  bounded  by  the  north  embankment  of  the  China 
Basin  Channel  and  Townsend,  Third  and  Seventh  Streets  and  contains  approximately  65  acres  of  land 
(the  "Plan  Area");  and 

WHEREAS,  Pursuant  to  Sections  33220,  33343,  33344  and  33370  of  the  Community 
Redevelopment  Law  of  California,  and  in  order  to  promote  development  in  accordance  with  objectives 
and  purposes  of  the  Redevelopment  Plan  and  documents  relating  to  the  Redevelopment  Plan,  the  City 
intends  to  undertake  and  complete  proceedings  and  actions  necessary  to  be  carried  out  by  the  City 
under  the  provisions  of  the  Redevelopment  Plan  and  provide  for  the  expenditure  of  monies  by  the 
community  in  carrying  out  the  Redevelopment  Plan,  and,  specifically,  the  City  wishes  to  enter  into  an 
Interagency  Cooperation  Agreement  with  the  Redevelopment  Agency,  in  the  form  on  file  with  the 
Secretary  of  the  Public  Utilities  Commission  and  reviewed  by  this  Commission  (the  "Interagency 
Cooperation  Agreement"),  to  provide  for  cooperation  between  the  City  and  the  Redevelopment 
Agency  in  administering  the  process  for  control  and  approval  of  subdivisions,  and  all  other  applicable 
land  use,  development,  construction,  improvement,  infrastructure,  occupancy  and  use  requirements 
and  in  establishing  the  policies  and  procedures  relating  to  such  approvals.  Catellus  Development 
Corporation,  owner  of  most  of  the  land  in  the  Plan  Area,  is  a  third  party  beneficiary  of  the  Interagency 
Cooperation  Agreement;  and 

WHEREAS,  On  September  17,  1998,  the  Planning  Commission,  by  Motion  No.  14696,  and 
the  Redevelopment  Agency  Commission,  by  Resolution  No.  182-98,  certified  the  Final  Subsequent 
EIR  as  accurate,  adequate  and  objective  and  in  compliance  with  the  California  Environmemntal 
Quality  Act  ("CEQA");  and 

WHEREAS,  The  Public  Utilities  Commission  has  reviewed  and  considered  the  information 
contained  in  the  Final  Subsequent  EIR.  For  purposes  of  compliance  with  CEQA,  the  Interagency 
Cooperation  Agreement  is  part  of  the  implementation  of  the  Mission  Bay  project  examined  in  the 
Final  Subsequent  EIR  for  which  the  Public  Utilities  Commission,  by  Resolution  No.  98-0236,  has 
adopted  findings  with  respect  to  the  Final  Subsequent  EIR  as  required  by  CEQA,  which  findings  are 
incorporated  herein  by  this  reference;  and 

RESOLVED,  That  in  furtherance  of  the  proposed  adoption  and  implementation  of  the 
Redevelopment  Plan,  the  Public  Utilities  Commission  hereby  approves  the  proposed  Interagency 
Cooperation  Agreement,  recommends  its  approval  to  the  Board  of  Supervisors,  and  authorizes  the 
General  Manager  of  the  Public  Utilities  Commission  to  execute  the  Agreement  in  the  name  and  on 
behalf  of  the  Public  Utilities  Commission,  in  substantially  the  form  of  such  agreement  presented  to  this 
Commission;  and  be  it  further 
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RESOLVED,  That  the  Public  UtiUties  Commission  recommends  that  the  Mayor  and  the 
Director  of  Pubhc  Works  (or  any  successor  City  officer  designated  by  law)  enter  into  any  additions, 
amendments  or  other  modifications  to  the  Interagency  Cooperation  Agreement  (including,  without 
limitation,  the  exhibits)  that  they  shall  determine,  in  consultation  with  the  City  Attorney  and  this 
Commission,  to  the  extent  it  affects  matters  which  are  under  the  jurisdiction  of  this  Commission,  are 
in  the  best  interests  of  the  City,  provided  that  any  such  additions,  amendments  or  modifications  do  not 
materially  increase  the  costs  or  liabilities  of  the  City,  and  are  necessary  or  advisable  to  effectuate  the 
implementation  of  the  proposed  Redevelopment  Plan,  Plan  documents,  this  Resolution  and  legislation 
by  the  Board  of  Supervisors;  and  be  it  further 

RESOLVED,  That  the  Public  Utilities  Commission  authorizes  the  General  Manager  of  the 
Public  Utilities  Commission,  in  conjunction  with  the  Mayor,  Director  of  Public  Works  and  any  other 
officers,  agents  and  employees  of  the  City,  to  take  any  and  all  steps  (including,  but  not  limited  to,  the 
execution  and  delivery  of  any  and  all  agreements,  notices,  consents  and  other  instruments  or 
documents,  including,  without  limitation,  any  agreements  to  extend  any  applicable  statutes  of 
limitation)  as  they  or  any  of  them  deem  necessary  or  appropriate,  in  consultation  with  the  City 
Attorney,  in  order  to  consummate  the  Interagency  Cooperation  Agreement  in  accordance  with  this 
Resolution  and  legislation  by  the  Board  of  Supervisors,  or  to  otherwise  effectuate  the  purpose  and 
intent  of  such  legislation. 
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/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  September  29,  1998. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0238 


WHEREAS,  The  Redevelopment  Agency  of  the  City  and  County  of  San  Francisco  (the 
"Redevelopment  Agency")  has  proposed  the  adoption  of  a  Redevelopment  Plan  for  the  Mission  Bay 
South  Redevelopment  Project  which  is  generally  bounded  by  the  south  embankment  of  the  China 
Basin  Channel  and  Seventh  Street,  Interstate  280,  Mariposa  Street,  Terry  Francois  Boulevard  (as  it  will 
be  relocated  to  the  west  of  its  existing  location,  and  Third  Street,  and  contains  approximately  238  acres 
of  land  (the  "Plan  Area");  and 

WHEREAS,  Pursuant  to  Sections  33220,  33343,  33344  and  33370  of  the  Community 
Redevelopment  Law  of  California,  and  in  order  to  promote  development  in  accordance  with  objectives 
and  purposes  of  the  Redevelopment  Plan  and  documents  relating  to  the  Redevelopment  Plan,  the  City 
intends  to  undertake  and  complete  proceedings  and  actions  necessary  to  be  carried  out  by  the  City 
under  the  provisions  of  the  Redevelopment  Plan  and  provide  for  the  expenditure  of  monies  by  the 
community  in  carrying  out  the  Redevelopment  Plan,  and,  specifically,  the  City  wishes  to  enter  into  an 
Interagency  Cooperation  Agreement  with  the  Redevelopment  Agency,  in  the  form  on  file  with  the 
Secretary  of  the  Public  Utilities  Commission  and  reviewed  by  this  Commission  (the  "Interagency 
Cooperation  Agreement"),  to  provide  for  cooperation  between  the  City  and  the  Redevelopment 
Agency  in  administering  the  process  for  control  and  approval  of  subdivisions,  and  all  other  applicable 
land  use,  development,  construction,  improvement,  infrastructure,  occupancy  and  use  requirements 
and  in  establishing  the  policies  and  procedures  relating  to  such  approvals.  Catellus  Development 
Corporation,  owner  of  most  of  the  land  in  the  Plan  Area,  is  a  third  party  beneficiary  of  the 
Interagency  Cooperation  Agreement;  and 

WHEREAS,  On  September  17,  1998,  the  Planning  Commission,  by  Motion  No.  14696,  and 
the  Redevelopment  Agency  Commission,  by  Resolution  No.  182-98,  certified  the  Final  Subsequent 
EIR  as  accurate,  adequate  and  objective  and  in  compliance  with  the  California  Environmemntal 
Quality  Act  ("CEQA");  and 

WHEREAS,  The  Public  Utilities  Commission  has  reviewed  and  considered  the  information 
contained  in  the  Final  Subsequent  EIR.  For  purposes  of  compliance  with  CEQA,  the  Interagency 
Cooperation  Agreement  is  part  of  the  implementation  of  the  Mission  Bay  project  examined  in  the 
Final  Subsequent  EIR  for  which  the  Public  Utilities  Commission,  by  Resolution  No.  98-0236,  has 
adopted  findings  with  respect  to  the  Final  Subsequent  EIR  as  required  by  CEQA,  which  findings  are 
incorporated  herein  by  this  reference;  and 

RESOLVED,  That  in  furtherance  of  the  proposed  adoption  and  implementation  of  the 
Redevelopment  Plan,  the  Public  Utilities  Commission  hereby  approves  the  proposed  Interagency 
Cooperation  Agreement,  recommends  its  approval  to  the  Board  of  Supervisors,  and  authorizes  the 
General  Manager  of  the  Public  Utilities  Commission  to  execute  the  Agreement  in  the  name  and  on 
behalf  of  the  Public  Utilities  Commission,  in  substantially  the  form  of  such  agreement  presented  to 
this  Commission;  and  be  it  further 
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RESOLVED,  That  the  PubUc  Utihties  Commission  recommends  that  the  Mayor  and  the 
Director  of  Pubhc  Works  (or  any  successor  City  officer  designated  by  law)  enter  into  any  additions, 
amendments  or  other  modifications  to  the  Interagency  Cooperation  Agreement  (including,  without 
limitation,  the  exhibits)  that  they  shall  determine,  in  consultation  with  the  City  Attorney  and  this 
Commission,  to  the  extent  it  affects  matters  which  are  under  the  jurisdiction  of  this  Commission,  and 
are  in  the  best  interests  of  the  City,  provided  that  any  such  additions,  amendments  or  modifications  do 
not  materially  increase  the  costs  or  liabilities  of  the  City,  and  are  necessary  or  advisable  to  effectuate 
the  implementation  of  the  proposed  Redevelopment  Plan,  Plan  documents,  this  Resolution  and 
legislation  by  the  Board  of  Supervisors;  and  be  it  further 

RESOLVED,  That  the  Public  Utilities  Commission  authorizes  the  General  Manager  of  the 
Public  Utilities  Commission,  in  conjunction  with  the  Mayor,  Director  of  Public  Works  and  any  other 
officers,  agents  and  employees  of  the  City,  to  take  any  and  all  steps  (including,  but  not  limited  to,  the 
execution  and  delivery  of  any  and  all  agreements,  notices,  consents  and  other  instruments  or 
documents,  including,  without  limitation,  any  agreements  to  extend  any  applicable  statutes  of 
limitation)  as  they  or  any  of  them  deem  necessary  or  appropriate,  in  consultation  with  the  City 
Attorney,  in  order  to  consummate  the  Interagency  Cooperation  Agreement  in  accordance  with  this 
Resolution  and  legislation  by  the  Board  of  Supervisors,  or  to  otherwise  effectuate  the  purpose  and 
intent  of  such  legislation. 
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I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  September  29,  1998. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  98-0239 


WHEREAS,  The  PUC  has  reviewed  the  proposed  1998/99  Housing  Budget;  and 

WHEREAS,  The  PUC  accepts  the  recommended  changes  which  reflect  a  study  of  Moccasin  housing 
needs  and  updated  requirements  of  the  Water  Supply  and  Treatment  Division;  and 

WHEREAS,  The  PUC  desires  to  continue  the  process  of  refining  its  housing  policy;  now,  therefore, 

be  it 

RESOLVED,  That  the  PUC  adopt  the  proposed  "  1 998/99  Housing  Budget"  submitted  herewith;  and 
be  it  further 

RESOLVED,  That  all  employee/tenants  of  PUC  housing  be  charged  the  discount  rent  of  $50.00  per 
room  per  month  consistent  with  the  settlement  agreement;  and  be  it  further 

RESOLVED,  That  the  PUC  directs  the  General  Manager  to  develop  options  for  the  use  of  housing 
designated  "Excess"  for  consideration  by  the  PUC;  and  be  it  further 

RESOLVED,  That  the  PUC  directs  the  General  Manager  to  solicit  the  services  of  a  property  manager 
or  managers  to  manage  the  PUC's  residential  properties;  and  be  it  further 

RESOLVED,  That  the  PUC  directs  the  General  Manager  to  conclude  discussions  with  its 
employee/tenants  regarding  charging  for  utilities  and  bring  an  action  item  to  the  PUC  by  the  end  of  the 
calendar  year;  and  be  it  further 

RESOLVED,  That  the  PUC  directs  the  General  Manager  to  conclude  discussions  with  its 
employee/tenants  regarding  charging  full  market  rents  and  charging  for  utilities  and  bring  an  action  item  to 
the  PUC  before  January,  2000. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 


its  meeting  of 


SEP  2  9  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0340 


WHEREAS,  The  City  has  an  option  to  purchase  natural  gas  from  independent  suppliers  for  large 
City  natural  gas  accounts;  and 

WHEREAS,  The  City  has  a  Natural  Gas  Supply  Agreement  with  the  State  of  California,  which 
expired  on  June  30,  1998;  and 

WHEREAS,  The  State  of  California,  through  its  Department  of  General  Services,  offers  an 
Energy  Services  Agreement  for  gas  supply  at  rates  lower  than  those  offered  by  PG&E;  and 

WHEREAS,  As  a  result  of  purchasing  natural  gas  through  the  State  of  California,  the  City  has 
realized  a  savings  of  approximately  5%  during  FY  97/98;  and  now,  therefore,  be  it 

RESOLVED,  That  the  General  Manager  of  Hetch  Hetchy  Water  and  Power  is  authorized  to 
extend  the  Energy  Services  Agreement  with  the  State  of  California  for  one  additional  year. 


B030119 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of 

SEP  2  9 1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  9  8  -  0  ?  4  1 


WHEREAS,  The  City  is  currently  providing  operations  and  maintenance  services  at  Treasure 
Island  and  Yerba  Buena  Island  (TI/YBI)  under  a  multi-year  Cooperative  Agreement  with  the  Navy;  and 

WHEREAS,  The  City  is  the  local  reuse  authority  for  Naval  Station  Treasure  Island  under  the 
Federal  Base  Closure  and  Realignment  Act  (BRAC);  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  is  providing  the  utilities  portion  of 
these  operations  and  maintenance  services  to  TI/YBI  on  behalf  of  the  City;  and 

WHEREAS,  The  City  has  obtained  an  allocation  of  low  cost  federal  power  to  support  economic 
development  on  Treasure  Island  and  Yerba  Buena  Island  (TI/YBI),  and 

WHEREAS,  The  City's  allocation  of  NDA  power  for  TI/YBI  is  contingent  upon  executing  a 
power  purchase  agreement  with  the  Western  Area  Power  Administration  (WAPA)and; 

WHEREAS,  Funds  for  the  purchase  of  power  are  available  in  the  TI/YBI  Project  budget  now, 
therefore  be  it 

RESOLVED,  That  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  is 
hereby  authorized  to  execute  the  Federal  NDA  Act  power  purchase  agreement  with  WAPA  for  a  period 
through  December  31,  2004  and  a  value  not  to  exceed  $2,500,000. 


HO  10656/HO 11330 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of 

SEP  2  9  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  98-0342 


WHEREAS,  The  City  is  the  local  reuse  authority  for  Naval  Station  Treasure  Island  under  the 
Federal  Base  Closure  and  Realignment  Act  (BRAC);  and 

WHEREAS,  The  City  is  currently  providing  operations  and  maintenance  services  at  Treasure 
Island  and  Yerba  Buena  Island  (TI/YBI)  under  a  multi-year  Cooperative  Agreement  with  the  Navy;  and 

WHEREAS,  The  San  Francisco  Public  Utilities  Commission  is  providing  the  utilities  portion  of 
these  operations  and  maintenance  services  to  TI/YBI  on  behalf  of  the  City;  and 

WHEREAS,  The  City  intends  to  eventually  acquire  TI/YBI  through  an  economic  development 
conveyance  from  the  Navy;  and 

WHEREAS,  The  City  has  applied  for  and  received  an  allocation  of  low  cost  National  Defense 
Authorization  Act  (NDA  Act)  power  to  support  economic  development  activities  at  TI/YBI;  and 

WHEREAS,  The  City's  allocation  of  NDA  Act  power  for  TI/YBI  is  contingent  upon  securing  an 
interconnection  agreement  for  delivery  of  such  power  to  TI/YBI  via  the  Davis  Substation;  now,  therefore 
be  it 

RESOLVED,  That  the  General  Manager  of  the  San  Francisco  Public  Utilities  Commission  is 
hereby  authorized  to  execute  the  intercormection  agreement  with  the  Port  of  Oakland  for  delivery  of  NDA 
Act  power  via  the  Davis  Substation  to  TI/YBI  and  to  recommend  approval  by  Board  of  Supervisors. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 


mf 

H0I1330 


its  meeting  of 


SEP  2  9 1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  98-0243 


WHEREAS,  On  April  23, 1998,  PUC  Sewer  Operations  identified  an  emergency  condition  on  Vallejo 
Street  from  Van  Ness  Avenue  to  Polk  Street;  and 

WHEREAS,  The  existing  sewer  had  collapsed,  and  immediate  repairs  were  required  in  order  to  protect 
the  health,  welfare,  and  property  of  the  Citizens  of  San  Francisco;  and 

WHEREAS,  DPW's  Bureau  of  Engineering  prepared  the  Plans  and  Specifications  for  Contract  No. 
CW-1 76,  "Vallejo  Street  Emergency  Sewer  Replacement"  to  replace  the  existing  3 'x5'  brick  sewer  with  412 
feet  of  48-inch  reinforced  concrete  pipe  (RCP)  and  33  feet  of  24-inch  diameter  vitrified  clay  pipe  (VCP)  sewer 
in  Vallejo  Street  from  Van  Ness  Avenue  to  Polk  Street;  and 

WHEREAS,  The  Contractor,  JMB  Construction,  Inc.,  began  the  emergency  work  on  May  18,  1998 
and  completed  it  on  July  6,  1998;  and 

WHEREAS,  The  total  estimated  project  cost  is  $260, 11 2,  of  which  $206,962  is  for  the  construction 
contract.  Funds  for  this  project  are  available  from  the  1 994  Sewer  Bond  (Fund  5C/CPF/95A,  FAMIS  Project 
No.  CENSR4SI33,  Job  Order  No.  1604N);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission,  in  accordance  with  the  provisions  of  Section  6.30  of  the  Administrative 
Code  of  the  City  and  County  of  San  Francisco,  hereby  approves  the  Declaration  of  Emergency;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  requests  the  Board  of  Supervisors  to  Approve 
the  expenditure  of  funds  for  the  emergency  work  to  repair  the  structurally  inadequate  sewer  in  Vallejo  Street 
from  Van  Ness  Avenue  to  Polk  Street. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of        SEP  <j  9  1998  " 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0244 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  Alameda  County;  and 

WHEREAS,  City  of  Burlingame  has  requested  to  enter  into  an  agreement  to  enter  the 
Silva  Tract  Property  in  Millbrae  to  conduct  an  inspection  of  the  pipeline  and  perform 
geotechnical  excavation  on  the  westerly  portion  of  the  property:  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  agreement  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  permit  to  the  City  of  Burlingame,  to  enter  a  portion  of  the 
Silva  Tract  Property  to  perform  an  inspection  of  the  pipeline  along  Geraldine  Drive  in  Millbrae  as 
set  forth  in  the  Permit,  of  certain  real  property  under  the  jurisdiction  of  the  Public  Utilities 
Commission,  as  shown  on  Drawing  No.  B-4710,  commencing  upon  execution  following 
authorization  and  approval  of  the  PUC  and  expiring  (i)  one  hundred-eighty  (180)  days  from  the 
commencement  date  or  (ii)  upon  oral  or  written  notice  from  City  revoking  this  Permit:  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  permit. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
rneetingof   SEP  2  9  1998  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0245 


WHEREAS,  The  Clean  Water  Program  has  a  continuing  Sewer  Repair  and  Replacement  Program 
to  repair  and  replace  structurally  inadequate  sewer  facilities;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  Clean  Water  Program  Contract 
No.  CW-1 61 ,  "5*  Avenue  /  2P'  Avenue  /  California  Street  Sewer  Replacement" to  replace  existing  8-inch 
and  16-inch  diameter  VCP  sewers  with  12-inch  VCP  and  30-inchRCP  sewerson  5""  Avenue  between  Anza 
Street  and  Balboa  Street,  2  P'  Avenue  between  Clement  Street  and  California  Street,  and  California  Street 
between  Maple  Street  and  Parker  Avenue;  and 

WHEREAS,  The  Department  of  City  Plarming  Office  of  Environmental  Review  has  determined 
that  the  Sewer  Repair  and  Replacement  Program  is  categorically  exempt  from  environmental  review  under 
the  State  Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  Subcontracting  goals  of  1 7%  for  Local  Minority  Business  Enterprise  and  8%  for 
Local  Women  Business  Enterprise  have  been  established  for  this  Contract  by  the  HRC  Contract 
Compliance  Officer  assigned  to  monitor  Sewer  Repair  and  Replacement  Contracts;  and 

WHEREAS,  The  Engineer's  Estimate  for  the  construction  contract  is  $367,998;  and 

WHEREAS,  Funds  for  the  Contract  are  available  from  the  R&R  Funds  under  Job  Order  No.  1 585N, 
(5C/CPF/R&R,  FAMIS  Project  No.  CENRNRR97040);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  final  plans  and  specifications  for  Clean 
Water  Contract  No.  CW-1 61,  "S""  Avenue  /  2P'  Avenue  /  California  Street  Sewer  Replacemenf ,  and 
authorizes  advertisement  for  bids  for  said  contract. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its  meeting 


of 


SEP  %  9 1998 


Secretary,  Public  Utilities  Co, 


'mission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  98^0246 


WHEREAS,  Under  San  Francisco  Water  Department  Contract  No.  WD-2247,  BDPL  Nos.  1  and 
2  Timber  Trestle  and  Valve  House  Repairs  Contract  4  of  5,  timber  trestle  support  structures  will  either 
be  repaired  or  replaced  and  maintenance  work  will  be  performed  on  the  caisson  structure  and  valve 
houses;  and 

WHEREAS,  Under  PUC  Resolution  No.  98-0094,  adopted  on  April  28, 1998,  the  PUC  approved 
the  final  plans  and  specifications  and  authorized  bid  call  for  San  Francisco  Water  Department  Contract 
No.  WD-2247;  and, 

WHEREAS,  On  July  16,  1998,  two  (2)  bids  in  the  amounts  of  $941,320  and  $1,140,900  were 
received  from  Seto's  Construction  and  Miller/Thompson  Constructors,  Inc.  respectively;  and 

WHEREAS,  Evaluation  of  the  bids  received  indicated  that  the  apparent  low  bidder,  Seto's 
Construction,  did  not  have  the  work  experience  required  in  the  Contract  Documents  and  is,  therefore, 
deemed  non-responsive;  and, 

WHEREAS,  The  second  low  bidder,  Miller/Thompson  Constructors,  Inc.  complied  with  the  work 
experience  requirement;  and 

WHEREAS,  The  staff  determined  that  the  significant  cost  difference  of  the  bids  from  the 
Engineer's  Estimate  can  be  attributed  to  the  existing  construction  market  conditions  resulting  in  a 
shortage  of  qualified  and  experienced  Contractors,  apparent  safety  issues,  difficulty  of  access,  and  the 
environmental  and  difficult  working  conditions  at  the  caisson;  and 

WHEREAS,  The  PUC  Staff  also  determined  that  it  would  be  in  the  best  interest  of  the  City  to 
award  the  contract  to  Miller/Thompson  Constructors,  Inc.  and  proceed  with  the  execution  of  the  work; 
and, 

WHEREAS,  Negotiations  with  Miller/Thompson  Constructors,  Inc.  were  made  and  final  contract 
amount  was  reduced  to  $1,020,900,  a  decrease  of  $120,000  (10.5%);  and 

WHEREAS,  Funds  to  award  this  contract  are  available  under  San  Francisco  Water  Department 
Project  Work  Phase  CUW  1 19  (BDPL  Nos.  1  &  2  Seismic  Brace  Repair),  Index  Code  571 191;  now, 
therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  rejects  the  low  bid  submitted  by  Seto's  Construction  and 
awards  San  Francisco  Water  Department  Contract  No.  WD-2247,  BDPL  Nos.  1  &  2  Timber  Trestle  and 
Valve  House  Repairs  -  Contract  4  of  5,  in  the  amount  of  $1,020,900.00  to  Miller/Thompson  Constructors, 
Inc.,  Pier  50-A  Terry  Francois  Boulevard,  San  Francisco,  CA  94107. 
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/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Puj^lic  Utilities  Commission  at  its 
n,ee,.,of        SEP  2  9  1998  ^^^j? 

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0247 


WHEREAS,  Under  Hetch  Hetchy  Contract  No.  HH-883,  Hetch  Hetchy  Water  and  Power  Roofing 
Project,  the  roof  systems  of  various  residential  units  will  be  replaced;  and 


WHEREAS,  Under  PUC  Resolution  No.  98-0201  adopted  on  August  1 1 , 1998,  the  PUC  approved  the 
final  plans  and  specifications  and  authorized  bid  call  for  Hetch  Hetchy  Contract  No.  HH-883;  and 


WHEREAS,  Bids  were  received  and  opened  on  September  8,1998;  and 


WHEREAS,  The  PUC  staff  recommends  award  of  this  contract  to  the  lowest  responsive  bidder. 
Pioneer  Roofing  Organization;  and 


WHEREAS,  Funds  to  award  this  contract  are  available  under  Hetch  Hetchy  Project  No.  CUH  842-01 
(Hetch  Hetchy  Water  and  Power  Roofing  Project),  Index  Code  No.  518421;  now,  therefore,  be  it 


RESOLVED,  That  this  Commission  hereby  awards  Hetch  Hetchy  Contract  No.  HH-883,  Hetch 
Hetchy  Water  and  Power  Roofing  Project,  in  the  amount  of  $240,240.00,  to  Pioneer  Roofing  Organization, 
1485  Armstrong  Avenue,  San  Francisco,  CA  94124-3601. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  SEP  2  9  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.        9  8  "  0  2  4  8 


WHEREAS,  The  City  and  County  of  San  Francisco  through  the  Public  Utilities  Commission  and 
the  San  Francisco  Water  Department  owns  approximately  510  acres  of  surplus  operating  lands 
located  in  unincorporated  Alameda  County  adjacent  to  the  City  of  Pleasanton,  commonly 
referred  to  as  the  "Bernal  Property";  and 

WHEREAS,  The  Public  Utilities  Commission  is  seeking  land  use  and  development  approvals  to 
increase  the  value  of  the  property;  and 

WHEREAS,  The  Planning  Collaborative  (TPC),  a  planning  firm,  along  with  other  sub 
consultants  were  selected  for  this  project  and  work  began  in  June  1988;  and 

WHEREAS,  In  March  1993,  after  spending  five  years  processing  land  use  and  development 
plans  through  a  citizens  steering  committee  and  conducting  public  hearings,  the  Pleasanton 
City  Council  rejected  the  proposal  and  referred  the  project  to  another  citizens  committee  for 
further  review  as  part  of  an  update  of  the  General  Plan;  and 

WHEREAS,  The  Public  Utilities  Commission  decided  to  apply  to  Alameda  County,  the  agency 
that  has  land  use  authority  over  the  property,  for  the  entitlements  required  to  develop  the 
project  and  approved  certain  amendments  to  TPC's  contract  to  facilitate  this  work;  and 

WHEREAS,  On  August  1,  1996,  the  Alameda  County  Board  of  Supervisors,  following 
recommendation  by  the  Alameda  County  Planning  Commission,  adopted  and  certified  the 
Bernal  Property  Project  FEIR,  adopted  the  Specific  Plan,  reclassified  the  property  to  Planned 
Development  District  subject  to  the  conditions  of  reclassification  and  approved  the  Development 
Agreement;  and 

WHEREAS,  As  part  of  the  county  approval  process,  the  Public  Utilities  Commission  agreed  to 
submit  a  separate  development  application  to  the  City  of  Pleasanton  and  if  acceptable 
development  approvals  could  be  achieved,  the  property  would  be  annexed  to  Pleasanton;  and 

WHEREAS,  The  time  frame  to  process  the  development  application  has  taken  longer  than 
originally  anticipated  due  in  part  to  the  extensive  review  and  analysis  of  the  land  plan  and 
development  program,  undertaking  work  elements  not  contemplated  as  part  of  the  development 
application  and  protracted  negotiations  in  reaching  acceptable  terms  and  conditions  for 
development  of  the  property;  and 

WHEREAS,  The  Public  Utilities  Commission  and  the  Board  of  Supervisors  have  authorized  the 
preparation  of  bid  documents  for  the  potential  sale  of  the  property;  and 

WHEREAS,  TPC's  contract  authorization  needs  to  be  amended  to  fund  the  scope  of  work 
changes,  complete  the  processing  of  the  Pleasanton  project  approval  documents  and  provide 
assistance  on  the  property  disposition;  and 


WHEREAS,  During  the  course  of  work  on  the  Bernal  Property,  The  Planning  Collaborative  and 
its  sub  consultants  have  developed  extensive  knowledge,  information  and  expertise  on  the 
planning  and  site  development  issues  affecting  the  property  and  are  uniquely  qualified  to 
perform  the  subject  work  and  assist  in  the  bid  process;  and 

WHEREAS,  It  is  in  the  best  interest  of  the  project  to  retain  The  Planning  Collaborative  to  assist 
the  Water  Department  in  this  phase  of  work;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  approves  the  contract  amendment  with  The  Planning 
Collaborative  in  the  amount  of  $330,000  and  be  it  further 

RESOLVED,  That  this  Commission  approves  the  amendment  to  The  Planning  Collaborative 
contract  eliminating  the  payment  retainage  to  allow  full  reimbursement  to  the  sub  consultants 
and  be  it  further 

RESOLVED,  That  this  Commission  authorizes  the  PUC  General  Manager  to  execute  said 
contract  amendment. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  SEP  2  9  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 


Resolution  No.  98-0249 


RESOLVED,  That  on  recommendation  of  the  General  Manager 
of  Public  Utilities  Commission,  and  the  City  Attorney,  this 
Commission  hereby  recommends  that  the  Board  of  Supervisors  resolve 
and  settle  the  claims  listed  below  on  the  term  specified  below. 


Case  Name  Case  Number  Amount 


ALLSTATE  SUBROGEE  OF  96-W-5058-2  $6,943.37 

BARBARA  GOAD 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission 
at  its  meeting  of   gPP  2  9  199B  


Secretary,  Public  Utilities  Commission 


MINUTES 

PUBLIC  UTILITIES  COMMISSION 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 
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Call  to  Order: 


1:13  P.M. 


Present  -  President  Ann  Moller  Caen,  Vice  President  Robert  K. 
Werbe,  Commissioner  E.  Dennis  Normandy,  Commissioner  Frank 
L.  Cook 

Commissioner  Victor  G.  Makras  arrived  at  1:17  p.m. 


Approval  of  Minutes 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  approve 
the  Minutes  of  the  Special  Meeting  of  September  15,  1998;  passed  (4-0)  unanimously. 


Communications  •, 

President  Caen  directed  staff  to  respond  to  the  letters  from  John  McKeown 
Alameda  Creek  Alliance. 


Introduction  of  Old/Ongoing  Business  by  Commissioners 

Commissioner  Normandy  requested  that  staff  give  a  presentation  to  the  Commission 
to  address  the  effects  of  Year  2000  to  PUC  operations  and  what  is  being  done  for 
areas  that  may  be  affected.  President  Caen  directed  staff  to  report  to  the  Commission 
at  the  next  Commission  meeting. 

Commissioner  Normandy  requested  that  staff  give  a  presentation  to  the  Commission 
regarding  the  progress  of  the  Sunol  Water  Temple  Restoration  Project. 

President  Caen  directed  staff  to  calendar  Item  Nos.  8,  9,  1 0  and  1 1  of  the 
Old/Ongoing  Business  List  at  the  next  Commission  meeting.  She  stated  that  the  Lake 
Merced  issue  (Item  No.  8)  should  be  staffs  top  priority.  Regarding  Items  9,  1 0  and  1 1 , 
President  Caen  noted  that  she  wanted  to  complete  the  discussion  regarding  overtime 
and  to  be  able  to  demonstrate  to  the  public  that  PUC  is  taking  actions  to  curb  overtime 
expenditures. 


Introduction  of  New  Business  by  Commissioners 

There  was  no  new  business  introduced  by  Commissioners. 
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Report  of  the  General  Manager 
Introduction  of  New  Support  Staff 

Anson  B.  Moran,  General  Manager  of  Public  Utilities,  introduced  Vicki  Clayton  who  will 
be  serving  as  Utilities  General  Counsel. 

Zula  Jones,  Senior  Contract  Compliance  OfHcerfrom  the  Human  Rights  Commission, 
introduced  Virginia  Harmon,  who  will  be  PUC's  Contract  Compliance  Officer  replacing 
Gary  Wong. 

Telly  Award 

Steve  Medbery,  Manager,  Bureau  of  Environmental  Regulation  &  Management, 
announced  that  the  Water  Pollution  Prevention  Program  was  awarded  the  Telly 
Award,  one  of  the  top  honors  in  the  television  industry  to  recognize  outstanding  non 
network  and  cable  television  commercials.  Mr.  Medbery  stated  that  it  was  awarded  to 
PUC  for  the  animated  television  commercial  regarding  water  pollution  prevention. 

Paula  Kehoe,  who  spearheaded  the  Bureau's  public  education  program,  played  a 
video  recording  of  the  award  winning  television  commercial  and  then  presented  the 
trophy  to  the  Commission.  The  Commission  commended  Ms.  Kehoe  and  Ms. 
Maureen  O'Rorke  for  their  outstanding  work. 


Public  comments  on  matters  that  were  not  on  today's  agenda. 
There  were  none. 


REGULAR 


PUBLIC  HEARING  -  To  consider  findings  in  fact  and  judgment  under  Section  16.1 03 
of  the  Charter  of  the  City  and  County  of  San  Francisco  relating  to  the  transfer  of  funds 
from  Hetch  Hetchy  Water  and  Power  to  the  General  Fund  in  FY  1998-99. 

Mr.  Moran  reported  that  transfer  of  utility  surplus  funds  to  the  General  Fund  could  be 
done  in  three  ways:  (1 )  if  there  is  a  surplus  at  the  end  of  the  fiscal  year  and  is  in 
excess  of  25%  of  the  operating  and  maintenance  budgets  the  excess  surplus  funds 
may  be  transferred;  or  (2)  it  is  projected  that  at  the  end  of  the  coming  budget  year 
there  will  be  a  surplus  in  excess  of  25%  of  the  operating  and  maintenance  budget 
such  excess  may  be  budgeted  as  revenue  to  the  General  Fund;  or  (3)  if  the 
Commission  makes  a  series  of  findings  that  the  budget  surplus  may  be  reduced  below 
25%  of  the  prior  year's  operating  fund.  He  said  that  over  $36  million  of  the  $42.7 
million  qualified  under  the  2""  provision  and  the  rest  fell  under  the  3^^*  provision. 
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Ms.  Joan  Girardot,  President  of  the  Coalition  for  San  Francisco  Neighborhoods  and 
Ms.  Rose  Tsai,  spokesperson  for  the  San  Francisco  Neighbors  Association,  urged  the 
Commission  to  forward  the  transfer  to  the  Board  of  Supervisors  with  a 
recommendation  to  redirect  a  portion  of  the  funds  to  the  Water  Department  to  support 
its  maintenance  and  preventive  maintenance  programs.  Mr.  Emeric  Kalman 
commented  that  under  the  Old  Charter,  the  Commission  can  decide  to  merge  Hetch 
Hetchy  Water  and  Power  and  the  Water  Department.  He  requested  that  the  City 
Attorney  prepare  a  memorandum  on  why  it  has  not  been  done. 

Mr.  Arthur  Jensen,  General  Manager  of  the  Bay  Area  Water  Users  Association, 
commented  in  support  of  allocating  the  surplus  funds  towards  the  Water  Department's 
capital  improvement  projects. 

Commissioner  Makras  commented  that  he  would  support  staffs  recommendation  to 
transfer  the  surplus  funds  to  the  general  fund  as  it  was  imposed  by  the  City  Charter. 

President  Caen  directed  staff  to  include  the  comments  made  by  the  members  of  the 
public  when  the  resolution  is  fonwarded  to  the  Board  of  Supervisors. 

Commissioner  Normandy  commented  that  the  speakers'  comments  were  appropriate 
and  with  the  restrictions  set  upon  the  PUC  by  Proposition  H,  we  need  to  begin  thinking, 
about  a  process  where  future  earnings  and  revenues  are  not  immediately  declared 
surplus  and  the  money  generated  by  the  department  is  used  for  its  own  projects. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Werbe,  to  adopt  Item  9; 
passed  (5-0)  unanimously. 

Resolution  No.  98-0250:    Approving  the  findings  in  fact  and  judgment  under  Section 

16. 103  of  the  Charter  of  the  City  and  County  of  San 
Francisco  relating  to  the  transfer  of  a  total  of  $42,703,273 
from  Hetch  Hetchy  Water  and  Power  to  the  General  Fund 
in  FY  1998-99. 

Authorizing  the  advertisement  of  a  Request  for  Proposals  for  a  developer  to  finance, 
design,  build  and  operate  a  cogeneration  facility  at  the  Southeast  Water  Pollution 
Control  Plant. 

Commissioner  Makras  requested  staff  to  provide  a  copy  of  the  grant  application  to  see 
whether  the  grant  authorization  identified  the  areas  where  the  grant  money  could  be 
spent.  He  wanted  to  know  whether  the  grant  allocated  funds  for  PUC  staff  time  and 
overhead  costs  of  running  the  program.  He  was  concerned  about  the  City  putting  its 
own  money  on  top  of  the  grant  when  staff  time  may  not  have  been  factored  into  the 
grant. 


98-242 


Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Makras,  to  continue 
Item  10  to  October  27,  1998;  passed  (5-0)  unanimously. 


LEASES  AND  PERMITS 


Note:  Commissioner  Makras  was  excused  at  1:59  p.m. 

1 1 .     Authorizing  a  Revocable  License  Agreement  with  the  Peninsula  Joint  Powers  Board 
(JPB). 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Cook,  to  adopt  Item  11; 
passed  (4-0)  unanimously. 

Resolution  No.  98-0251 :    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  Revocable  License  Agreement  with  the 
Peninsula  Joint  Powers  Board  (JPB)  to  allow  SFPUC  to 
construct,  use,  repair  and  maintain  a  60-inch  sewer  line 
across  approximately  1 89  feet  of  JPB  property  near 
Yosemite  and  Egbert  Avenues  in  San  Francisco. 


CONSTRUCTION  CONTRACTS 

Award 

12.     Authorizing  advertisement  for  proposals  for  Clean  Water  Program  Contract  No.  CW- 
184. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Normandy,  to  adopt 
Item  12;  passed  (4-0)  unanimously. 

Resolution  No.  98-0252:    Approving  the  final  plans  and  specifications  and 

authorizing  advertisement  for  proposals  for  Clean  Water 
Program  Contract  No.  CW-184,  Cayuga  Avenue/Douglass 
Street/Laurel  Street/Rondel  Place  Sewer  Replacement 
Project. 


Commissioner  Makras  returned  at  2:02  p.m. 
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Close 


1 3.     Accepting  the  work  performed  for  Clean  Water  Program  Contract  No.  1 376N,  Jackson 
Street  Sewer  Replacement.  (Continued  from  the  meeting  of  September  1 5,  1 998). 

Commissioner  Cook  commented  that  he  would  like  to  consider  a  type  of  penalty  to  the 
contractor  for  not  meeting  the  requirements  of  the  contract. 

Commissioner  Makras  stated  that  he  would  support  staffs  recommendation  based  on 
the  letter  of  explanation  submitted  by  Ramirez  Construction  Co.  He  said  that  he 
believed  the  Human  Rights  Commission  appropriately  handled  the  issue  concerning 
MBE  goals.  Zula  Jones  of  the  Human  Rights  Commission  commented  that  Ramirez 
Construction  made  up  the  MBE  goals  in  an  Airport  contract  as  it  was  the  only  City 
contract  Ramirez  had  at  that  time.  Ms.  Jones  stated  that  as  discussed  with  the 
contractor,  HRC  would  be  closely  monitoring  the  contractor's  performance  in  future 
contracts  relative  to  compliance  with  MBEAA/BE  goals. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Normandy,  to  adopt 
Item  13;  passed  (4-1).  Commissioner  Cook  voted  no. 

Resolution  No.  98-0253:    Accepting  the  work  performed  for  Clean  Water  Program 

Contract  No.  1376N,  Jackson  Street  Sewer  Replacement, 
as  satisfactorily  completed;  approving  contract  modification 
No.  2  in  the  credit  amount  of  $13,017;  and  approving  final 
payment  in  the  amount  of  $1 ,522  to  the  contractor, 
Ramirez  Engineering  Corporation. 


14.     Accepting  the  work  performed  for  Clean  Water  Program  Contract  No.  1 384N,  Glover 
Street  Sewer  Replacement.  (Continued  from  the  meeting  of  September  15,  1998). 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Normandy,  to  adopt 
Item  14;  passed  (4-1).  Commissioner  Cook  voted  no. 

Resolution  No.  98-0254:    Accepting  the  work  performed  for  Clean  Water  Program 

Contract  No.  1384N,  Glover  Street  Sewer  Replacement,  as 
satisfactorily  completed;  approving  contract  modification 
No.  1  in  the  credit  amount  of  $15,275  and  time  extension  of 
14  days;  and  approving  final  payment  in  the  amount  of 
$6,417.50  to  Ramirez  Engineering  Corporation. 
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PROFESSIONAL  SERVICE  CONTRACTS 


Advertise 

15.  Authorization  to  advertise  a  Request  for  Qualifications  from  environmental  consulting 
firms  to  provide  as-needed  environmental  and  regulatory  services. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
15;  passed  (5-0)  unanimously. 

Resolution  No.  98-0255:    Authorizing  the  Manager  of  the  Bureau  of  Environmental 

Regulation  and  Management  to  advertise  a  Request  for 
Qualifications  to  solicit  statements  of  qualification  from 
environmental  consulting  firms  to  create  a  consulting  pool 
to  provide  as-needed  environmental  and  regulatory 
Services  for  a  period  of  two  years  with  a  total  spending 
authority  of  $3,000,000. 

Award 

16.  Authorizing  the  Manager  of  the  Bureau  of  Environmental  Regulation  and 
Management  to  negotiate  and  award  a  professional  services  contract  with  Geoff 
Brosseau  to  implement  a  storm  water  pollution  prevention  program  with  a  first  year 
contract  amount  not  to  exceed  $100,000  and  a  total  contract  amount  not  to  exceed 
$400,000  over  three  years,  ending  June  30,  2001. 

Commissioner  Makras  asked  about  the  objective  in  hiring  a  consultant  to  overlook  the 
business  practice  of  commercial  business  relative  to  storm  water  pollution.  He 
expressed  concern  about  possible  duplication  in  monitoring  tasks  if  there  are  other 
government  agencies  who  already  regulate  this  activity. 

Mr.  Medbery  responded  that  in  addition  to  monitoring  commercial  business  practices 
relating  to  storm  water  runoff,  the  consultant  would  provide  technical  expertise  in 
storm  water  pollution  prevention  for  the  City's  major  projects  and  also  in  evaluating 
alternative  storm  water  treatment  processes.  Daniel  Rourke  from  the  Bureau  of  Water 
Pollution  Control  stated  that  the  businesses  targeted  by  the  project  fall  outside  the 
loop  of  those  regulated  by  other  agencies.  Commissioner  Makras  indicated  that  we 
do  not  need  a  consultant  to  oversee  the  storm  water  pollution  prevention  plan  for  big 
developments  like  the  Mission  Bay  project  as  they  already  have  agreed  to  undertake 
mitigation  measures  with  other  City  agencies.  Mr.  Medbery  responded  that  under  the 
combined  sewer  overflow  program  the  City  is  required  to  implement  minimum  controls 
and  one  of  them  is  to  develop  and  implement  a  strong  storm  water  pollution 
prevention  program. 
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President  Caen  directed  staff  to  report  to  the  Commission  in  two  meetings  which 
specific  areas  targeted  for  the  consultant  do  not  fall  under  any  governmental  agency's 
jurisdiction. 

Commissioner  Cook  requested  a  list  of  citations  issued  by  the  department  relative  to 
storm  water  pollution. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Makras,  to  continue 
Item  16  to  November  10,  1998;  passed  (5-0)  unanimously. 


CLOSED  SESSION 


17.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956. 9(b)(c) 
and  Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 

Anticipated  Litigation:   As  Plaintiff  and  as  Defendant 

Property:  500+  acres  of  San  Francisco  Water  Department  property  on 

Bernal  Avenue  in  Alameda  County. 
Parties  Negotiating:  Nelson/Lymburn/Thompson/Malamut 

City  of  Pleasanton 
Under  Negotiations:     Terms  and  Conditions 

No  action  was  taken. 


18.  Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 

Property:  Portions  of  Parcel  65  in  Sunol,  Alameda  County 

Parties  Negotiating:  CCSF  -  Dowd/Sullivan/Milstein 

Lessee:  Mission  Valley  Rock/RMC  Lonestar 

Under  Negotiation:  Price  and  Terms 

No  action  was  taken. 
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19.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 

Existing  Litigation:       Winkelstein,  et.al.  v.  City  and  County  of  San  Francisco  and 

related  cross-actions  and  consolidated  cases,  Superior  Court  No. 
980-740. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Makras,  to  approve  a 
settlement  for  Item  19;  passed  (5-0)  unanimously. 

Resolution  No.  98-0256:       Approving  a  settlement  in  the  case  of  Winkelstein,  et.al.  V. 

City  and  County  of  San  Francisco  and  related  cross- 
actions  and  consolidated  cases,  Superior  Court  No.  980- 
740. 


20.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(b)(c): 

Anticipated  Litigation:  As  Plaintiff  in  State  Investigation  of  PG&E  in  the  case  of  Amodeo 

V.  PG&E,  Santa  Clara  Superior  Court  No.  CV775599. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Cook,  to  authorize 
issuance  of  a  land  use  permit  to  the  State  of  California;  passed  (5-0)  unanimously. 

Resolution  No.  98-0257:       Authorizing  the  issuance  of  a  land  use  permit  to  the  State 

of  California  at  no  cost  for  purposes  of  undertaking  soil 
sampling  within  the  Peninsula  watershed. 

21 .  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
There  were  none. 

22.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
above  as  Conference  with  Legal  Counsel. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  assert  the 
attorney-client  privilege;  passed  (5-0)  unanimously. 

The  Public  Utilities  Commission  went  into  Closed  Session  at  2:30  p.m.  to  discuss  the  above 
listed  Closed  Session  agenda. 

At  3:53  p.m.  the  Commission  reconvened  in  open  session. 
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Commissioner  Werbe  was  excused  at  3:53  p.m. 

23.  Announcement  following  Closed  Session. 

President  Caen  announced  the  actions  taken  during  the  Closed  Session. 

24.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  not  to  disclose 
the  discussion  during  the  Closed  Session;  passed  (4-0)  unanimously. 

Thereupon,  the  meeting  was  adjourned:         3:54  P.M. 

Romaine  A.  Boldridge 
Secretary 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0250 


WHEREAS,  The  Public  Utilities  Commission  approved  a  FY  98/99  Budget  for  Hetch 
Hetchy  Water  and  Power  that  included  a  transfer  to  the  General  Fund  of  $42,703,273;  and 

WHEREAS,  The  General  Manager  of  Public  Utilities  has  recommended  to  the 
Commission  that  under  the  provision  of  Section  16.103  of  the  Charter,  the  Commission  can  make  the 
affirmative  finding  required  in  order  to  transfer  $42,703,273  to  the  General  Fund;  and 

WHEREAS,  The  Commission  has  held  a  public  hearing  on  the  proposal;  now, 

therefore  be  it 

RESOLVED,  That  the  Public  Utilities  Commission  finds  the  following  to  be  true: 

(A)  That  a  surplus  exists  or  is  projected  to  exist  after  meeting  the  requirements  of 
Section  16.103; 

(B)  That  there  is  no  unfunded  operating  or  capital  program  that  by  its  lack  of 
funding  could  jeopardize  health,  safety,  water  supply  or  power  production; 

(C)  That  there  is  no  reasonably  foreseeable  operating  contingency  that  caimot  be 
funded  without  General  Fund  subsidy;  and 

(D)  That  such  a  transfer  of  fiinds  in  all  other  respects  reflects  prudent  utility  practice; 

and,  be  it 

FURTHER  RESOLVED,  That  the  Commission  hereby  approves  a  General  Fund 
contribution  by  Hetch  Hetchy  Water  and  Power  of  $42,703,273  for  FY  98/99;  and,  be  it 

FURTHER  RESOLVED,  That  the  recommendation  of  this  Commission  be  forwarded 
to  the  Board  of  Supervisors  for  their  concurrence. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of 

OCT  1 3 1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.        ^ 8-0251 


WHEREAS,  The  Peninsula  Joint  Powers  Board  ("JPB")  owns  certain  real  property  in  the 
City  and  County  of  San  Francisco  for  which  the  City  and  County  of  San  Francisco  requires 
access  and  use  in  order  to  construct  a  sewer  enlargement  project  known  as  the  "Yosem- 
ite/Egbert  Sewer  Enlargement  Project";  and 

WHEREAS,  The  JPB  is  willing  to  enter  into  a  revocable  license  agreement  with  this 
Commission  so  that  this  Commission's  contractor,  JMB  Construction,  can  access  and  pipe  jack 
under  the  JPB's  railroad  tracks  to  construct  the  contemplated  sewer  line  within  the  license  area; 
and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has 
determined  that  this  sewer  project  is  categorically  exempt  from  environmental  review  under  the 
State  Guidelines  implementing  the  California  Environmental  Quality  Act;  now  therefore  be  it 

RESOLVED,  That  this  Commission  hereby  approves  and  authorizes  the  execution  of 
JPB's  standard  revocable  license  agreement  with  the  JPB,  as  Licensor,  and  this  Commission, 
as  Licencee,  for  the  purpose  of  allowing  this  Commission's  contractor  to  construct  the  sewer 
line  as  contemplated  across  the  JPB's  property;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  License  Agreement. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  OCT  1  3  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98*0252 


WHEREAS,  The  Clean  Water  Program  has  a  continuing  Sewer  Repair  and  Replacement  Program  to 
repair/replace  structurally  inadequate  sewer  facilities;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  Clean  Water  Program  Contract  No. 
CW-184,  "Cayuga  Avenue/Douglass  Street/Laurel  Street/Rondel  Place  Sewer  Replacement"  to  replace  the 
existing  sewers  with  approximately  61 1  feet  of  12-inch  and  608  feet  of  1 5-inch  diameter  VCP  sewer;  and 

WHEREAS,  The  Department  of  City  Plarming  Office  of  Environmental  Review  has  determined  that 
the  Sewer  Repair  and  Replacement  program  is  categorically  exempt  from  environmental  review  under  the 
State  Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  The  Engineer's  Estimate  for  this  Contract  is  $270,670.00;  and 

WHEREAS,  Funds  for  said  Contract  are  under  the  R«feR  Fund  under  Job  Order  No.  1606N, 
(5C/CPF/R&R,  FAMIS  Project  CENRNRR97840);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  final  plans  and  specifications  for  Clean 
Water  Program  Contract  No.  1 606N,  "Cayuga  Avenue/Douglass  Street/Laurel  Street/Rondel  Place  Sewer 
Replacement",  and  authorizes  advertisement  for  bids  for  said  contract. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 


its  meeting  of 


OCT  1 3 1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  98*0253 


WHEREAS,  The  Clean  Water  Program  has  a  continuing  sewer  repair  and  replacement  program  to 
repair/replace  structurally  inadequate  sewer  facilities;  and 

WHEREAS,  Construction  has  been  completed  for  Contract  No.  1376N,  "Jackson  Street  Sewer 
Replacement,"  to  replace  the  existing  sewer  in  Jackson  Street  between  Kearny  Street  and  Grant  Avenue;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has  determined  that 
the  Repair  and  Replacement  Program  is  categorically  exempt  from  environmental  review  under  the  State 
Guidelines  implementing  the  California  Environmental  Quality  Act.  Hazardous  materials  encountered  during 
construction  were  disposed  of  in  accordance  with  accepted  City  policies;  and 

WHEREAS,  The  original  contract  amount  to  Ramirez  Engineering  Corp.  was  $122,313.00  and 
Contract  ModificationNo.  1  was  for  the  credit  amount  of  $27,3  65 .00  and  for  a  time  extension  of  1 9  calendar 
days;  and 

WHEREAS,  Contract  ModificationNo.  2  (Final)  for  a  subcontracting  assessment  penalty  and  to  adjust 
for  actual  quantities  used  during  construction  is  in  the  credit  amount  of  $13,017. 00,  thereby  bringing  the  final 
contract  amount  to  $81,931.00;  and 

WHEREAS,  The  original  contract  time  was  28  calendar  days,  and  Contract  Modification  No.  1  also 
included  a  time  extension  of  19  calendar  days  for  completion  of  the  project,  thus  bringing  the  total  allowed 
contract  time  to  47  calendar  days;  and 

WHEREAS,  MBE  and  WBE  subcontracting  participation  has  been  approved  by  the  HRC  Contract 
Compliance  Officer  assigned  to  monitor  Sewer  Repair  and  Replacement  contracts;  and 

WHEREAS,  Funds  for  said  Contract  are  available  from  the  1994  Sewer  Bond  Fund  (Fund 
5C/CPF/UNA,  FAMIS  Project  No.  CENSR4SI7640,  Job  Order  No.  1376N);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  the  work  performed  under  Clean  Water  Program 
Contract  No.  1376N,  "Jackson  Street  Sewer  Replacement,"  as  satisfactorily  complete,  approves  Contract 
Modification  No.  2  (Final)  in  the  credit  amount  of  $13,017.00,  and  authorizes  final  payment  in  the  amount 
of  $1522.00  to  the  Contractor,  Ramirez  Engineering  Corporation. 

/  hereby  certify  that  the  foregoine  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


meeting  of 


OCT  1 3 1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98*0254 


WHEREAS,  The  Clean  Water  Program  has  a  continuing  sewer  repair  and  replacement  program  to 
repair/replace  structurally  inadequate  sewer  facilities;  and 

WHEREAS,  Construction  has  been  completed  for  Contract  No.  1384N,    "Glover  Street  Sewer 
Replacement,"  to  replace  the  existing  sewer  in  Glover  Street  from  Leavenworth  Street  to  Jones  Street;  and 

WHEREAS,  The  Department  of  City  Planning  OflFice  of  Environmental  Review  has  determined  that  the 
Repair  and  Replacement  Program  is  categorically  exempt  from  environmental  review  under  the  State  Guidelines 
implementing  the  California  Environmental  Quality  Act,  and  no  hazardous  materials  were  encountered  during 
construction;  and 


WHEREAS,  The  original  contract  amount  to  Ramirez  Engineering  Corporation  was  $92,325.00  and 
Contract  Modification  No.  1  (Final)  to  adjust  for  actual  quantities  used  during  construction  is  in  the  credit  amount 
of  $15,275.00,  thereby  bringing  the  fmal  contract  amount  to  $77,050.00;  and 


WHEREAS,  The  original  contract  time  was  28  days,  and  Contract  Modification  No.  1  also  allows  for  a 
time  extension  of  14  days  for  completion  of  the  project,  thus  bringing  the  total  contract  time  to  42  days;  and 

WHEREAS,  MBE  and  WBE  participation  has  been  approved  by  the  HRC  Contract  Compliance 
Officer  assigned  to  monitor  Sewer  Repair  and  Replacement  contracts;  and 

WHEREAS,  Funds  for  said  Contract  are  available  from  the  1994  Sewer  Bond  Fund  (Fund  5C/CPF/95A, 
FAMIS  Project  No.  CENSR4SI8440);  now,  therefore,  be  it 


RESOLVED,  That  this  Commission,  hereby  accepts  the  work  performed  under  Clean  Water  Program 
Contract  No.  1384N  as  satisfactorily  complete,  approves  Contract  Modification  No.  1  (Final)  in  the  credit  amount 
of  $15,275.00  and  for  a  time  extension  of  14  days,  and  authorizes  final  payment  in  the  amount  of  $6,417.50  to  the 
Contractor,  Ramirez  Engineering  Corporation. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of      OCT  1 3  1998  .  ^        •    /)  ^  /  • 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0255 


WHEREAS,  The  SF  PUG  requires  as-needed  consultant  assistance  to  augment  staff 
resources  in  order  to  continue  its  ongoing  environmental  and  regulatory  compliance  program, 
and  to  provide  immediate  response  to  unforeseen  events  and  circumstances  that  may  occur  in 
other  divisions  or  bureaus;  and 

WHEREAS,  Through  the  use  of  as-needed  consultants,  the  SF  PUG  will  obtain  expertise 
not  otherwise  available;  and 

WHEREAS,  Use  of  already-contracted  as-needed  consultants  will  permit  the  SF  PUG  to 
respond  to  regulatory  deadlines  and  to  environmental  requirements  in  a  more  efficient  and 
timely  manner;  and 

WHEREAS,  Contracting  with  more  than  one  as-needed  consultant  will  provide  the  SF 
PUG  with  a  greater  pool  of  skills,  increased  flexibility,  opportunities  for  cost  savings  and  fewer 
conflicts  of  interest  from  past  work;  and 

WHEREAS,  The  spending  authority  for  the  SF  PUG's  current  three  as-needed 
environmental  consultants  is  exhausted;  and 

WHEREAS,  The  staff  has  modified  the  consultant  selection  procedures  to  meet  the 
suggestions  of  the  SF  PUG  and  to  decrease  the  time  required  for  selection;  and 

WHEREAS,  The  FY  98/99  SF  PUG  division  and  bureau  budgets  include  funding  to 
obtain  as-needed  environmental  services;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  authorizes  the  Manager  of  the  Bureau  of  Environ- 
mental Regulation  and  Management  (BERM)  to  advertise  and  request  statements  of  qualifica- 
tion from  environmental  services  consultants  to  provide  as-needed  services  to  the  SF  PUG  for  a 
period  of  two  years,  with  a  total  spending  authority  of  $3,000,000  (three  million  dollars). 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

""''^'"s  of   OCT  1 3  1998  


Secretary,  Public  Utilities  Cdmmission 


PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 


RESOLUTION  NO.: 


98-0256 


WHEREAS,  On  October  13,  1998  the  Public  Utilities  Commission  met  in 
Executive  Session  to  consider  the  settlement  of  the  complaint  of  plaintiffs  Peter  and 
Barbara  Winkelstein  ("the  Winkelsteins"),  in  the  consolidated  actions  entitled  Yee  v.  City 
and  County  of  San  Francisco,  and  consolidated  actions,  San  Francisco  Superior  Court 
No.  980-740; 

WHEREAS,  On  September  4,  1998  the  Winkelsteins  proposed  a  settlement 
calling  for  the  payment  of  $590,000  to  plaintiffs  Peter  and  Barbara  Winkelstein; 

WHEREAS,  The  City  has  also  agreed  to  defend  and  indemnity  the  Winkelsteins 
in  any  future  third-party  homeowner  actions; 

WHEREAS,  In  consideration  for  the  proposed  settlement,  the  Winkelsteins  have 
agreed  to  dismiss  the  City  with  prejudice  from  the  referenced  litigation,  to  fiilly  release 
the  City  from  all  claims  arising  from  the  December  11,  1995  Seacliff  incident,  and  to 
assign  to  the  City  all  claims  that  the  Winkelsteins  have  against  co-defendants  to  the 
action; 

WHEREAS,  Upon  these  terms,  the  City  and  the  Winkelsteins  have  tentatively 
agreed  to  settle  this  litigation;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  settlement  of  the 
complaint  of  plaintiffs  Peter  and  Barbara  Winkelstein,  in  the  consolidated  actions  entitled 
Yee  V.  City  and  County  of  San  Francisco,  and  consolidated  actions,  San  Francisco 
Superior  Court  No.  980-740,  with  the  City  paying  $590,000,  and  further  authorizes  the 
PUC  General  Manager  to  submit  this  settlement  to  the  Board  of  Supervisors  for  final 
approval. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of  OCT  1  3  1998 


Secretary,  Public  Utilities  Commission 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98*0257 


WHEREAS,  The  California  Attorney  General  is  conducting  an  investigation  of  the  Pacific  Gas 
and  Electric  Company  (PG&E)  arising  out  of  allegations  made  by  a  former  employee  in  a  case  entitled  Al 
Amodeo  v.  Pacific  Gas  &  Electric  Company,  Santa  Clara  Superior  Court  No.  CV  775599;  and 

WHEREAS,  The  State  Department  of  Toxic  Substances  Control  (DTSC)  has  reason  to  believe 
that  employees  of  PG&E  may  have  discharged  crude  oil  containing  hazardous  substances  on  portions  of 
the  SFPUC's  Peninsula  Watershed  traversed  by  PG&E's  natural  gas  transmission  mains;  and 

WHEREAS,  DTSC  has  requested  that  the  SFPUC  grant  an  access  permit  for  purposes  of  soil 
sampling  in  the  Peninsula  Watershed  in  lieu  of  serving  an  entry  warrant  on  the  City  to  accomplish  such 
testing;  and 

WHEREAS,  It  is  in  the  best  interests  of  the  SFPUC  to  allow  DTSC  to  conduct  soil  sampling  in 
order  to  determine  the  presence  of  hazardous  materials  on  the  Peninsula  Watershed  which  could 
compromise  the  quality  of  water  served  to  SFPUC  water  customers;  now,  therefore,  be  it 

RESOLVED,  That  the  Commission  authorizes  the  issuance  of  a  land  use  permit  to  the  State  of 
California  at  no  cost  for  purposes  of  undertaking  soil  sampling  within  the  Peninsula  Watershed. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

^^^"■"^  of   OCT  1 3  1998 


Secretary,  Public  Utilities  Commission 
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PUBLIC  UTILITIES  COMMISSION 
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SECRETARY 


98-249 


Call  to  Order: 


1:07  P.M. 


Present  -  President  Ann  Moller  Caen,  Vice  President  Robert  K. 
Werbe,  Commissioner  E.  Dennis  Normandy,  Commissioner 
Victor  G.  Makras,  Commissioner  Frank  L.  Cook 


Approval  of  Minutes 

Commissioner  Werbe  requested  staff  to  obtain  a  copy  of  the  transcript  of  the 
discussion  of  agenda  items  9,  10  and  11  of  the  September  29,  1998  PUC  meeting. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Cook,  to  approve  the 
Minutes  of  the  Special  Meeting  of  September  29,  1998  as  amended  and  the  Minutes 
of  the  Regular  Meeting  of  October  13,  1998;  passed  (5-0)  unanimously. 


Communications 


No  action  was  taken. 


Introduction  of  Old/Ongoing  Business  by  Commissioners 

Commissioner  Normandy  suggested  dropping  Item  No.  3,  Executive  Summary  on 
Sewer  Flooding  Problems,  from  the  list  of  ongoing  business  items. 

Commissioner  Werbe  followed  up  on  his  request  to  staff  for  a  list  of  facilities  that  the 
Bureau  of  Energy  Conservation  have  worked  on  to  promote  energy  efficiency  and  also 
his  request  for  budget  information  for  the  bureau.  This  would  be  added  to  Item  7CC  of 
the  Old/Ongoing  Business  list. 

Commissioner  Normandy  reiterated  his  request  that  in  developing  the  overall  housing 
policy  staff  would  look  into  the  watershed  keepers  situation  on  a  case  by  case  basis. 
Mr  Moran  stated  that  staff  would  be  going  to  meet  and  confer  with  Local  790  to 
discuss  the  policy  and  the  mechanism  for  implementing  the  policy.  Staff  would  return 
to  the  Commission  to  discuss  those  measures  to  be  taken  to  fill  critical  housing 
facilities  and  submit  a  policy  statement  regarding  market  rental  rates,  charging  for 
utilities  and  other  special  conditions  before  the  year  2000. 


98-250 


Commissioner  Normandy  noted  that  a  letter  was  received  from  the  San  Mateo  County 
Sheriff  commending  two  watershed  keepers,  Mr.  James  Forseil  and  Mr.  Rick  Duffy,  for 
their  assistance  during  an  auto  burglary  incident.  He  suggested  that  staff  look  into 
establishing  a  policy  to  ensure  the  safety  of  the  watershed  keepers  when  providing 
assistance  to  local  law  enforcement  agencies.  Mr.  Moran  stated  that  staff  will  bring 
this  issue  for  review  by  the  Commission. 

Commissioner  Werbe  suggested  buying  warranty  agreements  for  PUC  vehicles  and 
exploring  the  possibility  of  giving  employees  an  option  to  buy  City  vehicles  at  the  end 
of  their  leases.  He  said  this  will  provide  employees  incentives  to  properly  maintain  City 
vehicles.  Also  to  alleviate  the  problem  of  shortage  in  shop  mechanics,  under  the 
warranty  agreements,  staff  could  take  the  vehicles  to  a  local  car  dealer  for  oil  change 
or  minor  maintenance  work.  This  would  help  free  up  our  mechanics  to  repair  heavy 
duty  equipment  that  are  badly  in  need  of  repair.  President  Caen  directed  staff  to  look 
into  this  issue  immediately. 


6.      Introduction  of  New  Business  by  Commissioners 

President  Caen  directed  staff  to  suggest  to  the  Building  Manager  at  11 55  Market 
Street  that  the  horse  statue  located  at  the  lobby  of  the  building  be  re-positioned  or 
moved  to  a  more  desirable  location. 


7.      Report  of  the  General  Manager 
"Thirst" 

Anson  B.  Moran,  General  Manager  of  Public  Utilities  reported  that  last  Sunday, 
October  25,  1998,  Channel  4  aired  a  movie  entitled  "Thirst"  which  is  about  a  fictional 
waterborne' pathogen,  Cryptosporidium-C,  that  could  not  be  killed  by  boiling  the 
water.  Mr.  Moran  noted  that  staff  was  able  to  get  information  to  the  news  media  to 
evade  confusing  the  fictional  pathogen  with  the  real  Cryptosporidium  that  could  be 
killed  by  boiling  the  water.  Mr.  Tim  Dayonot,  Manager  of  Government  and  Public 
Affairs,  showed  a  video  recording  of  the  news  segment  that  was  aired  after  the  movie. 
Responding  to  Mr.  Moran's  inquiry,  Mr.  De  Graca  stated  that  no  inquiries  were 
received  from  the  public  on  this  subject. 

Commissioner  Normandy  commended  Steve  Leonard,  Andrew  De  Graca  and  Tim 
Dayonot  for  taking  pro  active  roles  in  getting  the  right  information  to  the  public  quickly. 
He  stated  that  this  was  a  testament  to  the  PUC's  vision  in  setting  up  a 
communications  program. 


98-251 


Public  Managerial  Excellence  Award 


Mr  Moran  reported  that  Jonathan  Chow,  a  Senior  Civil  Engineer  at  the  Water  Supply 
and  Treatment  Division,  won  this  year's  Public  Managerial  Excellence  Award 
sponsored  by  the  Mayor's  Fiscal  Advisory  Council,  SPUR  and  the  Channber  of 
Commerce.  Mr.  Chow  was  recognized  for  his  achievement  in  designing  and 
implementing  a  digitized  computer  system  for  engineering  drawings  and  plans.  Staff 
showed  a  video  tape  of  the  segment  that  talked  about  Mr.  Chow's  contnbution. 

Mr  Moran  noted  that  two  other  PUC  staff,  John  Mullane  and  Gary  Dowd  were 
nominated  Gary  Dowd  was  nominated  for  generating  revenue  from  leases  and 
property  management  and  John  Mullane  for  his  work  in  implementing  a  user-fnendly 
Customer  Service  Bureau. 


Future  Meetings 

Mr  Moran  noted  that  staff  would  be  bringing  Proposition  H  related  issues  to  the 
Commission  in  future  Commission  meetings.  Those  issues  include  flooding  and  odor 
control  separating  storm  and  wastewater  systems,  and  expanding  the  role  of  the 
Technical  Review  Committee.  He  said  materials  for  Strategic  Planning  for  the  Clean 
Water  Program  would  be  submitted  for  the  next  meeting. 

President  Caen  suggested  canceling  the  regular  meetings  scheduled  for  December  8 
and  December  22,  1998  and  scheduling  a  special  Commission  meeting  on  December 
15,  1998.  She  also  alerted  the  Commission  about  possibly  meeting  every  Tuesday  in 
January  1999  for  budget  review. 


Public  comments  on  matters  that  were  not  on  today's  agenda. 

Mike  Thomas,  representing  Communities  for  Better  Environment  and  Alliance  for 
Clean  Water  Front,  commented  that  the  Mission  Bay  Development  Project  and  the 
Hunters  Point  Project  would  bring  11%  increase  of  sewage  overflow  to  the  Bayview 
District.  Mr.  Thomas  commented  in  favor  of  the  2"^  tier  of  storm  water  treatment. 

Alex  Lantsberg,  representing  the  Southeast  Alliance  for  Environmental  Justice  (SAEJ), 
expressed  support  for  the  second  tier  storm  water  treatment  solution.  He  commented 
that  they  were  not  pleased  with  the  Mission  Bay  project  as  approved  as  it  would  send 
more  sewage  to  the  Southeast  Treatment  Plant.  He  suggested  doing  a 
comprehensive  study  for  an  environmentally  superior  waste  water  treatment  solution 
and  also  expanding  the  role  of  the  Technical  Review  Committee. 


98-252 


Ruth  Gravanis,  Alliance  for  Clean  Water  Front,  suggested  using  the  Technical  Review 
Committee's  expertise  in  planning  an  innovative  and  sound  wastewater  treatment 
technology  and  requested  the  Commission  to  have  adequate  funding  for  the  TRC  to 
continue  its  work. 

Jeff  Marmer,  representing  the  Coalition  for  Better  Wastewater  Solutions  and  the 
Alliance  for  Clean  Water  Front,  urged  the  Commission  to  implement  a  decentralized 
sewage  system,  to  continue  using  the  alternative  consultant  for  any  follow  on  studies, 
and  to  expand  the  role  of  the  Technical  Review  Committee. 

Amy  Quirk,  President  of  Sunset  Community  Democratic  Club  and  Alliance  for  Clean 
Water  Front,  urged  the  Commission  to  continue  funding  the  Technical  Review 
Committee  and  the  alternative  consultant. 

Corinne  Woods,  a  member  of  the  Alliance  for  Clean  Water  Front  and  the  Mission 
Creek  Conservancy  and  a  resident  of  Mission  Creek  Harbor,  requested  that  the 
Commission  make  it  a  high  priority  to  do  some  work  on  filtering  outfalls  from  Mission 
Creek. 


REGULAR 

Resolution  thanking  Mr.  Thomas  M.  Berliner  for  his  outstanding  service  as  Utilities 
General  Counsel. 

Arthur  M.  Jensen,  General  Manager,  Bay  Area  Water  Users  Association,  read  a  letter 
from  BAWUA's  General  Counsel  commemorating  Tom  Berliner's  hard  work  as  Utilities 
General  Counsel  and  congratulating  him  in  his  new  endeavor. 

Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Werbe,  to  adopt  Item  9; 
passed  (5-0)  unanimously. 

Resolution  No.  98-0258:    Resolution  thanking  Mr.  Thomas  M.  Berliner  for  his 

outstanding  service  as  Utilities  General  Counsel. 
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Presentation  of  the  "Feasibility  Evaluation  of  Alternatives  to  Raise  Lake  Merced". 

Joan  Ryan  of  the  Bureau  of  Systems  Planning  &  Regulatory  Control  gave  a 
presentation  and  discussed  the  process  by  which  the  alternatives  were  identified  and 
how  they  were  ranked,  the  costs  and  associated  benefits  of  highest  ranked 
alternatives  and  the  potential  implementation  schedule.  Ms.  Ryan  reported  that  staff 
evaluated  10  water  resource  alternatives  to  raise  and  maintain  the  water  level  at  Lake 
Merced.  Three  alternatives  were  considered  more  feasible  and  ranked  the  highest 
based  on  cost  estimates  and  the  amount  of  water  needed  to  implement  the 
alternative.  Those  alternatives  and  corresponding  estimated  costs  are  as  follows: 
Alternative  1  -  Add  SFPUC  Imported  Surface  Water  Directly  to  the  Lake  ($2.2  million, 
90%  of  this  cost  involves  imported  surface  water  from  the  PUC  water  system); 
Alternative  7  -  Divert  Storm  Water  from  Vista  Grande  Canal  (  $3.9  million,  second 
highest  cost);  and  Alternative  5  -  Inject  Recycled  Water  into  Aquifer  at  existing  Harding 
Park  and  SFSU  Wells  ($8.5  million). 

Ms.  Ryan  noted  that  Alternative  1  is  less  costly  in  the  longer  term  but  it  may  not  be  a 
practical  solution  for  the  lake  when  the  water  demand  goes  up.  She  said  that  staff  is 
working  to  develop  a  groundwater  management  plan  with  the  City  of  Daly  City,  the 
City  of  San  Bruno  and  the  California  Water  Service  to  decrease  pumping  from  the 
Westside  Basin. 

Ms.  Ryan  noted  that  the  City  of  Daly  City  and  the  San  Mateo  County  are  interested  in 
Alternative  7  due  to  the  potential  cost-sharing  benefits  as  well  as  the  possibility  for 
getting  state  and  federal  funding  for  wetlands  enhancement.  Alternative  7  also  has 
the  least  estimated  water  costs.  Commissioner  Makras  suggested  staff  focus  on 
Alternative  7,  negotiate  a  deal  with  Daly  City,  and  apply  for  federal  grants  to 
implement  the  alternative.  Commissioner  Normandy  urged  staff  to  advise  the 
Commission  if  they  need  assistance  in  dealing  with  higher  officials  in  Daly  City  to  get 
the  project  moving. 

In  response  to  Commissioner  Caen's  question  regarding  Alternative  7,  Ms.  Ryan 
stated  that  in  drought  situations,  the  lake  level  would  decline  because  the  lake  will  not 
be  supplemented  by  the  Vista  Grande  Canal. 

Commissioner  Caen  asked  about  the  feasibility  of  making  changes  to  our  pump 
station  and  what  it  would  cost  to  do  it.  Ms.  Ryan  stated  that  the  actual  operating  cost 
is  minimum  and  it  can  be  implemented  immediately;  however,  it  is  not  a  viable  solution 
for  long  term  discharge.  Over  a  10-year  period,  the  cost  would  be  $2  million  which 
represents  income  that  the  City  would  have  othenwise  generated  if  it  were  to  sell  the 
water. 

Mr.  Moran  noted  that  the  proper  elevation  of  the  lake  is  still  being  discussed  but  staff 
have  targeted  it  to  be  24  to  26  feet  to  obtain  the  best  scenic  and  recreational  benefits 
from  the  lake. 
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Commissioner  Makras  suggested  that  staff  focus  on  evaluating  Alternatives  1  and  7 
and  bring  the  item  back  to  the  Commission.  The  Commission  concurred. 

The  following  individuals  commented: 

Mr.  G.  L.  Hastings  expressed  support  for  desalination  as  an  option.  He  commented 
that  injecting  water  into  the  lake  is  good  but  he  was  concerned  that  this  will  not  be 
possible  during  drought  situations. 

Ms.  Carmen  Ramirez,  Chairman  of  the  Neighborhood  Alliance  for  Political  Awareness, 
Chairman  of  the  Committee  on  Lake  Merced,  and  President  of  Aqua  Tenants 
Association,  commented  that  she  had  been  working  on  this  issue  since  1996  and 
there  was  still  no  progress  on  the  project.  She  said  she  would  directly  meet  with  the 
Mayor  and  the  Board  of  Supervisors  on  this  issue. 

Ruth  Gravanis,  representing  the  Golden  Gate  Audubon  Society,  indicated  that  when 
setting  the  target  lake  level  we  have  to  make  sure  that  it  is  done  to  preserve  wildlife 
and  marsh  habitat  and  recreational  opportunities  for  the  public. 

Jerry  Cadagan,  Committee  on  Lake  Merced,  commented  that  Alternatives  1  and  7 
would  not  work  in  drought  situations.  He  stated  that  the  only  solution  to  maintain  the 
lake  level  is  for  the  golf  courses  to  draft  less  from  the  aquifer.  He  asked  about  the 
status  of  negotiations  with  Daly  City  to  supply  recycled  water  to  the  golf  courses. 


Report  regarding  digesters  at  the  Southeast  Water  Pollution  Control  Treatment  Plant. 

Jon  Loiacono,  showed  photographs  of  the  65-feet  and  95-feet  egg  digesters  in  terra 
cotta  and  gray  colors  from  various  views  around  the  Southeast  Water  Pollution  Control 
Plant  (SEWPC)  area.  Mr.  Loiacono  pointed  out  that  the  area  is  zoned  at  a  65-feet 
height  limit.  If  the  department  were  to  build  anything  over  65  feet,  we  would  have  to 
conduct  an  environmental  impact  review  before  requesting  a  rezoning  from  the 
Department  of  City  Planning. 

Mr.  Loiacono  explained  that  the  proposed  digesters  (the  65  feet  or  the  95  feet)  have 
the  same  overall  height  of  110  feet.  To  comply  with  the  zoning  requirements,  staff 
was  proposing  to  build  the  digester  either  65  feet  above  the  ground  with  the  remaining 
45  feet  below  grade  or  at  a  92  feet  high  and  15  feet  below  grade.  He  noted  that  it 
would  cost  $12  million  more  in  capital  cost  to  construct  a  65-feet  digester  above 
ground  and  there  would  be  additional  operating  and  maintenance  costs. 

Commissioner  Normandy  expressed  his  opinion  that  the  Commission  consider  the 
"blue  shade"  option  as  it  would  make  the  structure  a  little  less  obtrusive. 
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President  Caen  asked  if  there  was  any  other  way  to  disguise  the  digesters.  IVIr. 
Loiacono  suggested  the  possibility  of  using  building  facades.  He  showed  photographs 
of  digesters  shrouded  by  a  fabric  that  created  a  parking  structure  effect. 

President  Caen  suggested  looking  into  relocating  the  digesters  on  an  industrial  site. 
Mr.  Loiacono  identified  a  possible  industrial  site  currently  in  private  ownership  which  is 
zoned  at  80-feet  high  limit.  He  said  that  it  is  not  known  at  this  time  if  that  piece  of  land 
is  for  sale.  Commissioner  Makras  suggested  that  staff  provide  him  information  on  how 
large  of  an  area  is  needed. 

Commissioner  Makras  commented  that  he  could  not  support  higher  digesters  if  they 
are  not  consistent  with  the  City's  master  plan.  He  also  believed  that  the  community 
would  not  support  the  95-feet  digester.  He  suggested  that  staff  make  a  policy 
decision  and  submit  their  recommendation  to  the  Commission  regarding  the  digester 
height.    Mr.  Loiacono  indicated  that  the  community  did  not  want  to  see  the  digesters 
over  65  feet. 

Commissioner  Normandy  expressed  concerns  about  the  maintenance  and  operation 
of  these  digesters.  He  suggested  that  staff  obtain  more  information  about  the  pros 
and  cons  in  the  operation  of  each  option  (65-feet  or  95-feet)  and  submit  their 
recommendation  to  the  Commission.  He  also  suggested  that  staff  communicate 
whatever  facts  they  gathered  to  the  Bayview  community. 

Commissioner  Cook  suggested  that  staff  also  provide  the  costs  of  camouflaging  the 
digesters.  Mr.  Loiacono  stated  that  camouflaging  would  cost  $5  million. 

President  Caen  directed  staff  to  incorporate  the  ideas  of  the  Commission,  look  into  the 
placement  of  digesters  in  the  industrial  area,  and  return  to  the  Commission  with  this 
information  on  December  15,  1998.  Commissioner  Makras  requested  staff  to  also 
provide  the  total  cost  of  the  project. 

Authorizing  the  advertisement  of  a  Request  for  Proposals  for  a  developer  to  finance, 
design,  build  and  operate  a  cogeneration  facility  at  the  Southeast  Water  Pollution 
Control  Plant.  [Continued  from  the  meeting  of  October  13,  1998.] 

In  response  to  Commissioner  Makras'  question  at  the  last  PUC  meeting,  Mr.  Jon 
Loiacono  of  the  Bureau  of  Water  Pollution  Control  reported  that  the  $1  million  grant 
from  the  Califomia  Energy  Commission  (CEC)  does  not  stipulate  whether  the  money 
could  be  used  to  cover  the  cost  of  staff  time  and  overhead.  He  stated  that  the  City 
cannot  collect  the  grant  money  until  PUC  has  started  generating  power. 

Commissioner  Makras  inquired  whether  PUC  could  build  its  own  cogeneration  facility. 
Laurie  Park,  Water  and  Power  Resources  Manager,  responded  that  Hetch  Hetchy 
could  develop  the  project  but  the  department  would  need  to  come  up  with  $5  to  $6 
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million  for  the  capital  investment.  She  said  not  having  that  money  in  the  PUC's  capital 
budget,  staff  proposed  a  combined  Request  for  Qualifications  and  Request  for 
Proposals  to  solicit  proposals  from  developers  who  have  financing  capabilities  to 
develop  the  project  for  PUC.  Responding  to  Commissioner  Makras'  question,  Mr. 
Moran  stated  that  PUC  would  generate  the  power  at  whatever  cost  to  generate  it  but 
through  the  grant  we  would  get  $1  million  that  could  be  allocated  for  any  purpose. 

Commissioner  Makras  expressed  the  opinion  that  staff  was  asking  for  approval  to 
privatize  power  generation  and  eliminated  the  option  to  do  it  in  house.  Ms.  Park  noted 
that  staff  had  proposed  an  RFQ/RFP  to  comply  with  CEC  rules  that  the  developer  of 
the  facility  cannot  be  a  utility.  Hetch  Hetchy  could  develop  the  project  but  it  cannot 
own  it.  In  addition,  under  the  subsidy  there  has  to  be  a  sale  transaction  where  the 
Southeast  Plant  could  fund  the  construction  of  the  project,  generate  power  for 
themselves,  sell  the  output  to  Hetch  Hetchy  and  then  Hetch  Hetchy  sells  it  back  to  the 
Southeast  Plant  so  that  they  could  use  it  on  site.  Ms.  Park  further  noted  that  there 
was  nothing  that  prohibits  PUC  from  entering  an  agreement  with  a  developer  that 
require  them  to  sign  over  the  subsidy  back  to  the  City  in  which  case  the  City  could 
apply  the  money  for  any  reasonable  purpose.  President  Caen  requested  the  Utilities 
General  Counsel  to  review  these  rules  with  staff  and  return  to  the  Commission  at  the 
next  PUC  meeting. 

Commissioner  Makras  noted  that  even  though  a  $1  million  dollar  grant  is  alluring,  we 
should  look  at  the  possibility  of  doing  it  in-house,  use  the  City's  money  to  get  in  the 
business  where  the  City  could  be  the  only  benefactor  of  the  profits. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Werbe,  to  continue 
Item  12  to  the  next  regular  PUC  meeting;  passed  (5-0)  unanimously. 

Authorizing  the  General  Manager  of  Public  Utilities  to  apply  for,  accept  and  expend  up 
to  $150,000  in  grant  funding  from  the  USEPA. 

Mr.  Jeff  Marmer,  representing  the  Coalition  for  Better  Wastewater  Solutions, 
commented  in  favor  of  approving  the  resolution. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Makras,  to  adopt 
Item  13;  passed  (5-0)  unanimously. 

Resolution  No.  98-0259:    Authorizing  the  General  Manager  of  Public  Utilities  to  apply 

for,  accept  and  expend  up  to  $150,000  in  grant  funding 
from  the  USEPA  to  study  decentralized,  alternative 
wastewater  management  alternatives  for  the  City's  Bayside 
developments. 
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Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
Nos.  14  and  15;  passed  (5-0)  unanimously. 

14.  Resolution  No.  98-0260:    Ratifying  the  Declaration  of  Emergency  made  by  the 

President  of  the  Public  Utilities  Commission  relating  to  the 
Corral  Hollow  Transmission  Towers;  and  requesting  the 
Board  of  Supervisors'  approval  of  expenditure  of  funds. 

15.  Resolution  No.  98-0261 :    Ratifying  the  Declaration  of  Emergency  made  by  the 

President  of  the  Public  Utilities  Commission;  and 
requesting  the  Board  of  Supervisors'  approval  of 
expenditure  of  funds  for  Clean  Water  Contract  No.  CW- 
149,  19'^  Street  Emergency  Sewer  Replacement. 


LEASES  AND  PERMITS 


Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
Nos.  16  and  17;  passed  (5-0)  unanimously. 

16.  Resolution  No.  98-0262:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  permit  with  Nextlink  California,  L.L.C.,  to. install, 
maintain,  use  and  repair  a  fiber  optic  cable  within  a  portion 
of  Parcels  199A  and  199B  of  Bay  Division  Pipeline  Nos.  3 
and  4  right-of-way,  located  in  Mountain  View,  San  Mateo 
County  at  an  annual  fee  of  $14,880. 

17.  Resolution  No.  98-0263:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  permit  with  Nextlink  California,  L.L.C.,  to  install, 
maintain,  use  and  repair  a  fiber  optic  cable  within  a  portion 
of  Parcels  2006  and  2007  of  Bay  Division  Pipeline  Nos.  1 
and  2  right-of-way,  located  in  Menio  Park,  San  Mateo 
County  at  an  annual  fee  of  $61 , 1 52. 


98-258 


CONSTRUCTION  CONTRACTS 


Advertise 


Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  iVIakras,  to  adopt  Item 
Nos.  18,  19  and  20;  passed  (5-0)  unanimously. 


18.     Resolution  No.  98-0264: 


19.     Resolution  No.  98-0265: 


20.     Resolution  No.  98-0266: 


Approving  the  final  plans  and  specifications  and 
authorizing  advertisement  for  bids  for  Clean  Water 
Program  Contract  No.  CW-130,  Balboa  Street  and 
3rd/20th/42nd  Avenues  Sewer  Replacement. 

Approving  the  final  plans  and  specifications  and 
authorizing  advertisement  for  bids  for  Clean  Water 
Program  Contract  No.  CW-167,  Grant  Avenue/Chestnut 
Street  Sewer  Replacement. 

Approving  the  final  plans  and  specifications  and 
authorizing  advertisement  for  bids  for  Clean  Water 
Program  Contract  No.  CW-174,  Howard/Minna/2"'^  Streets 
Sewer  Replacement. 


21.     Rejecting  bids  submitted  for  Clean  Water  Program  Contract  No.  CW-123,  Harding 
Park  Sewer  Replacement,  and  approving  re  advertisement  of  the  contract  under 
Contract  No.  CW-123R. 

President  Caen  asked  staff  about  the  reason  for  changing  the  engineering  estimate. 
Mr.  Everett  Hintze,  Acting  Manager  of  the  Utilities  Engineering  Bureau,  responded  that 
the  amount  was  underestimated  when  the  contract  first  went  out  for  bids  because  the 
contract  was  not  a  large  project  for  this  type  of  work  and  the  bidding  climate  at  that 
time  was  not  too  favorable. 

Commissioner  Makras  stated  that  he  was  voting  against  the  item.  He  pointed  out  that 
the  two  bidders  bid  in  good  faith.  It  is  the  policy  of  the  Commission  to  take  the  low  bid 
and;  it  is  fair  to  award  the  contract  to  the  low  bidder. 

Commissioner  Normandy  expressed  concerns  that  the  low  bidder  came  in  at  149% 
over  the  engineering  estimate.  He  stated  that  he  would  support  rejecting  the  bids 
given  that  there  were  only  two  bidders  who  bidded  on  the  contract  and  also  due  to  the 
extreme  difference  in  the  bid  and  the  engineering  estimate. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Werbe,  to  adopt 
Item  21;  passed  (3-1).  Commissioner  Makras  voted  no.    Commissioner  Werbe  was 
excused  at  3:11  p.m.  during  the  vote. 
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Resolution  No.  98-0267:    Rejecting  bids  submitted  for  Clean  Water  Program 

Contract  No.  CW-123,  Harding  Park  Sewer  Replacement, 
and  approving  re  advertisement  of  the  contract  under 
Contract  No.  CW-123R. 


Commissioner  Werbe  returned  at  3:14  p.m. 


22.     Authorizing  re-advertisement  for  bids  for  San  Francisco  Water  Department  Contract 
WD-2239. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Makras,  to  adopt 
Item  22;  passed  (5-0)  unanimously. 

Resolution  No.  98-0268:    Rejecting  the  sole  bid  submitted  for  San  Francisco  Water 

Department  Contract  WD-2239,  Tov\/n  of  Sunol  Water 
System  Improvements,  Auxiliary  Domestic  Water  Storage 
Tanks;  and  authorizing  re-advertisement  for  bids. 


Award 


Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Makras,  to  adopt  Item 
Nos.  23,  24  and  25;  passed  (5-0)  unanimously. 


23.     Resolution  No.  98-0269: 


Awarding  Clean  Water  Program  Contract  No.  CW-119, 
Day/Congo/Marston/Cuvier  Streets  Sewer  Replacement,  in 
the  amount  of  $404,440  Shaw  Pipeline,  Inc.  Awarding 
Clean  Water  Program  Contract  No. 


24.     Resolution  No.  98-0270: 


Awarding  Clean  Water  Program  Contract  No.  CW-122, 
Dolores/Ord/23rd/28th  Streets  Sewer  Replacement,  in  the 
amount  of  $41 1 ,600  to  JMB  Construction,  Inc. 


25.     Resolution  No.  98-0271: 


Awarding  Clean  Water  Program  Contract  No.  CW-132,  2"'^ 
and  9""  Streets  Sewer  Abandonment,  in  the  amount  of 
$1 17,000  to  Shaw  Pipeline,  Inc. 


Item  26  was  deferred  until  after  the  Closed  Session  to  allow  time  for  staff  to  gather 
information  regarding  questions  pertaining  to  Item  26. 
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CLOSED  SESSION 


Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956. 9(b)(c)  and  Conference  with  Real  Property  Negotiator  -  Pursuant  to 
Government  Code  Section  54956.8: 

Anticipated  Litigation:  As  Plaintiff  and  as  Defendant 

Property:  500+  acres  of  San  Francisco  Water  Department  property  on 

Bernal  Avenue  in  Alameda  County. 
Parties  Negotiating:  Nelson/LymburnyThompson/Maiamut 

City  of  Pleasanton 
Under  Negotiations:     Terms  and  Conditions 

No  action  was  taken. 


Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 

Property:  Bay  Division  Pipeline  No.  3  and  4,  Parcels  222  and  223 

Parties  Negotiating:  Dowd/Sullivan/Miistein 
Lessee:  Washington  Mutual  Bank 

Under  Negotiation:      Consent  to  Assignment 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  approve  the 
consent  to  assignment;  passed  (4-1).  Commissioner  Werbe  voted  no. 

Resolution  No.  98-0272:    Approving  the  consent  of  assignment. 


Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a) 

Existing  Litigation:  Janell  Hudson-Alexander  vs.  City  and  County  of  San  Francisco 

and  Joycelyn  Hudson  vs.  City  and  County  of  San  Francisco 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook  to  approve  the 
following  resolutions;  passed  (5-0)  unanimously. 

Resolution  No.  98-0273:    Approving  a  settlement  in  the  case  of  Joycelyn  Hudson 

vs.  City  and  County  of  San  Francisco. 

Resolution  No.  98-0274:    Approving  a  settlement  in  the  case  of  Jannell  Hudson- 
Alexander  vs.  City  and  County  of  San  Francisco. 
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29. a.    Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 

Property:  Bay  Bridge  Pump  Station 

Parties  Negotiating:  CCSF-Dowd/Sullivan 

Contracting  Agency:  CalTrans 

Under  Negotiation:  Terms  and  Conditions 

No  action  was  taken. 


29. b.    Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956.9(b)(c): 

Anticipated  Litigation:   CCSF  As  Plaintiff 

PG&E  As  Defendant 

No  action  was  taken. 


30.      Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 

Jim  Reuben  of  Washington  Mutual  Bank  urged  the  Commission  to  approve  the 
consent  of  assignment  for  Item  28. 


31 .      Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
below  as  Conference  with  Legal  Counsel. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Cook,  to  assert  the 
attorney-client  privilege;  passed  (5-0)  unanimously. 


The  Public  Utilities  Commission  met  in  Closed  Session  at  3:25  p.m.  to  discuss  the  above 
listed  Closed  Session  matters: 

Following  the  Closed  Session,  the  Public  Utilities  Commission  reconvened  in  open  session  at 
4:40  p.m. 


32.      Announcement  following  Closed  Session. 

President  Caen  announced  the  actions  taken  during  the  Closed  Session. 
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33.      Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Moved  by  Commissioner  Werbe,  seconded  by  Commissioner  Normandy,  not  to 
disclose  the  discussion  during  the  Closed  Session;  passed  (5-0)  unanimously. 


PROFESSIONAL  SERVICE  CONTRACTS 

Amend 

26.      Amending  the  agreement  with  Grueneich  Resource  Advocates  Agreement. 

Commissioner  Werbe  asked  about  the  contractor's  hourly  pay,  the  hourly  mark  up  on 
subcontractors,  and  the  amount  of  contributions  to  legislators.  Commissioner  Makras 
also  inquired  about  the  company's  MBE/WBE  goals. 

Mr.  Klein  responded  to  the  questions  raised  above.  Diane  Gruenich,  as  Senior 
Level  Attorney,  is  paid  $195  per  hour.  She's  not  a  political  lobbyist  and  she  had 
made  political  contributions  for  the  Superior  Court,  the  Governor's  race  and  Attorney 
General  and  they  do  not  total  $2,000.  Mr.  Klein  stated  that  Gruenich  is  already  a 
WBE  and  has  no  MBE/WBE  goals  associated  with  this  contract.  However,  Ms. 
Gruenich  expressed  willingness  to  work  with  the  Human  Rights  Commission  to 
establish  MBE/WBE  goals.  She  does  not  add  markup  charges  on  subcontractors. 
Commissioner  Werbe  commented  that  Gruenich's  hourly  rate  is  fair  and  that  he  was 
pleased  that  she  does  not  add  mark  ups  on  subcontracts. 

Commissioner  Makras  moved  to  approve  the  item  based  on  the  fact  that  it  was  not  a 
request  for  contract  extension  and  the  presumption  that  this  contract  would  be 
renewed  every  four  years  and  that  the  contractor  would  establish  a  25%  MBE/WBE 
participation.  He  suggested  that  staff  work  with  the  Human  Rights  Commission  to 
accomplish  those  goals  and,  if  those  goals  cannot  be  reached  reasonably,  that  staff 
should  return  to  the  Commission  for  direction.  He  requested  staff  to  make  sure  that 
MBE/WBE  participation  in  professional  services  contracts  are  looked  at  in  the  same 
way  construction  contracts  are  reviewed.  Commissioner  Werbe  seconded. 

Commissioner  Cook  noted  that  approving  the  item  would  give  staff  time  to  issue  a 
Request  for  Proposal  for  this  contract. 

President  Caen  stated  that  she  would  vote  against  the  motion  with  the  amendment. 
She  said  she  would  like  to  see  those  amendments  incorporated  into  an  overall  policy 
rather  than  as  part  of  the  motion.  She  recommended  that  staff  develop  a  policy  for 
dealing  with  professional  services  contracts  and  incorporate  into  the  policy 
Commissioner  Makras'  ideas  of  renewing  and  rebidding  professional  services 
contracts  every  four  years  and  establishing  MBE/WBE  goals  for  professional  services 
contracts. 
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Commissioner  Normandy  requested  the  maker  and  seconder  of  the  motion  to 
withdraw  their  motion  and  to  take  the  President's  direction  to  approve  the  item  as  is 
and  develop  a  policy.  Commissioner  Makras  and  Commissioner  Werbe  withdrew 
their  motion. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Werbe,  to  adopt  Item 
26  as  is;  passed  (5-0)  unanimously. 

Resolution  No.  98-0275:      Authorizing  the  General  Manager  of  Public  Utilities  to 

negotiate  and  execute  the  Fifth  Amendment  to  the 
agreement  with  Grueneich  Resource  Advocates 
Agreement,  increasing  the  contract  funding  by  $650,000 
for  a  contract  total  not  to  exceed  $2,080,000. 


Thereupon,  the  meeting  was  adjourned:         4:45  P.M. 


Romaine  A.  Boldridge 
Secretary 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  98-0258 


WHEREAS,  Thomas  M.  Berliner  has  served  as  Utilities  General  Counsel  of  the  Public 
Utilities  Commission  since  July,  1 994  and  provided  legal  counsel  for  the  Commission  for 
19  years;  and 

WHEREAS,  He  played  a  key  role  key  in  obtaining  strong  environmental  support  when 
negotiating  the  permit  for  the  Kirkwood  Power  House  Third  unit;  and 

WHEREAS,  Tom  Berliner,  in  1984  helped  in  draft  the  suburban  rate  agreement  which  for  25 
years  will  serve  as  the  generic  law  between  the  City  and  its  suburban  customers;  and 

WHEREAS,  He  played  a  vital  role  as  part  of  Mayor  Diane  Feinsteim's  team  in  defeating  the 
proposal  of  then  Secretary  of  the  Interior  Hodel  to  dismantle  O'Shaughnessy  Dam;  and 

WHEREAS,  Tom  Berliner  also  worked  diligently  to  defeat  the  proposal  contained  in  the 
Congressional  Contract  with  America  to  increase  the  Hetch  Hetchy  fee  to  $25  million  annually;  and 

WHEREAS,  In  1994,  representing  San  Francisco,  he  contributed  to  the  formation  of  the 
historic  Bay  Delta  Accord,  which  brought  together  numerous  long  standing  warring  factions;  and 

WHEREAS,  Tom  Berliner  was  instrumental  in  the  Modesto  and  Turlock  Irrigation  Districts 
and  PG&E  Power  Contracts  in  1987  which  enabled  the  PUC  to  sell  firm  power  at  market  rates;  and 

WHEREAS,  Tom  Berliner  was  the  key  player  in  the  Federal  Energy  Regulatory  Commission 
(FERC)  settlement  with  the  Modesto  and  Turlock  Irrigation  Districts  and  leaders  of  the  envirormien- 
tal  community  relating  to  water  and  environmental  protections;  and 

WHEREAS,  He  was  involved  in  the  PG&E  settlement  in  connection  with  undergrounding, 
service  to  the  Presidio  and  other  matters  which  resulted  in  $8  million  additional  revenues  annually 
to  the  City;  and 

WHEREAS,  Tom  Berliner  has  resigned  from  his  position  as  Utilities  General  Counsel  and  has 
left  the  City  Attorney's  office  to  work  in  private  practice  leaving  an  extraordinary  void  and  will  be 
greatly  missed  by  the  Commission  and  staff  of  the  PUC;  now,  therefore  be  it 


Page  1  of 2 


RESOLVED,  That  the  PubHc  Utilities  Commission  wishes  to  thank  Tom  BerHner  for  his 
outstanding  service  to  the  Pubhc  Utilities  Commission  and  for  his  dedication  to  the  City  and  County 
of  San  Francisco;  and  be  it 

FURTHER  RESOLVED,  That  the  Public  Utilities  Commission  wishes  Tom  Berliner  much 
success  and  happiness  in  his  future  endeavors. 
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I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  OCT  27  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0259 


WHEREAS,  The  U.S.  Environmental  Protection  Agency  has  remaining  fiscal  year  1998 
grant  funds  available  for  Wet  Weather  and  Point  Source  Pollution  Control  Projects  in  the 
amount  of  $111 ,000,  and  the  EPA  has  verbally  committed  in  fiscal  year  1 999  to  fund  the 
balance  of  the  SFPUC  grant  proposal  for  a  total  of  $150,000;  and 

WHEREAS,  The  San  Francisco  Board  of  Supervisors  has  urged  the  SFPUC  to  study 
"environmentally  beneficial  alternatives  so  that  the  best  available  options  can  be  selected  to 
provide  long-range  solutions  to  the  overall  problems  of  the  City's  wastewater  flows  into  the 
Bay;";  and 

WHEREAS,  San  Francisco  has  a  unique  opportunity  along  the  City's  eastern  watershed 
to  investigate  decentralized,  alternative  wastewater  technologies  for  stormwater  and  sanitary 
flows;  and 

WHEREAS,  The  SFPUC  would  work  with  civic  and  environmental  groups  in  conducting  a 
detailed  study  of  the  city's  eastern  watershed  and  identify  appropriate  alternative  technologies 
for  that  geographic  area,  the  aniyses  of  which  would  be  folded  into  the  PUC's  overall  Strategic 
Plan  for  Wastewater;  and 

WHEREAS,  The  SFPUC  on  July  14,  1998  passed  Resolution  No.  98-0170  to  apply, 
accept  and  expend  $120,000,  but  has  recently  been  verbally  informed  by  USEPA  that  1999 
fiscal  year  funds  may  be  available  to  fund  the  full  balance  of  the  initially  requested  $150,000 
study  proposal;  now,  therefore,  be  it 

RESOLVED,  That  the  General  Manager  of  the  SF  Public  Utilities  Commission  be 
authorized  to  apply,  accept  and  expend  up  to  $150,000  in  grant  funding  from  the  U.S.  E.P.A.  to 
study  decentralized,  alternative  wastewater  management  alternatives  for  the  City's  bayside 
developments. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  OCT  2  7  mfi 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0260 


WHEREAS,  On  February  13,  1998,  the  President  of  The  Public  Utilities  Commission,  in 
accordance  with  Section  6.30(1)  of  the  San  Francisco  Administrative  Code,  declared  the  existence  of  an 
emergency  condition  following  unusually  intense  rainfall  in  the  Coast  Range  south  of  Tracy,  California, 
which  resulted  in  flooding  and  swift,  turbulent  flow  in  the  creek  which  scoured  the  foundations  of 
transmission  towers  located  in  the  flood  area  of  Corral  Hollow  Creek,  and 

WHEREAS,  PUC  Staff  has  made  an  assessment  of  damage,  and  has  estimated  that  work 
estimated  at  $750,000  is  required  to  make  emergency  repairs  to  stabilize  the  transmission  line  towers  and, 
and 

WHEREAS,  Funding  for  this  emergency  is  available  in  Project  CUH  76224  Famis  Index  Code 
527624,  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  ratifies  the  Declaration  of  Emergency  made  by  the 
President  of  the  Commission  on  February  13,  1998,  relating  to  the  Corral  Hollow  Transmission  Towers, 
and  be  it  further, 

RESOLVED,  That  this  Commission  requests  the  Board  of  Supervisors  to  adopt  a  resolution 
approving  expenditure  of  funds  up  to  $750,000  to  restore  soil  needed  for  lateral  stability  of  the  transmis- 
sion towers  and  protect  the  tower  foundations  from  scouring  during  future  storm  events  that  result  in 
flooding  of  the  Corral  Hollow  Creek. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  OCT  27  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0261 


WHEREAS,  On  January  14, 1998,  PUC  Sewer  Operations  identified  an  emergency  condition  on  19"" 
Street  from  Guerrero  Street  to  Dolores  Street;  and 

WHEREAS,  The  existing  sewer  had  collapsed,  and  immediate  replacement  was  required  in  order  to 
protect  the  health,  welfare,  and  property  of  the  Citizens  of  San  Francisco;  and 

WHEREAS,  DPW's  Bureau  of  Engineering  prepared  the  Plans  and  Specifications  for  Contract  No. 
CW-149,  "19""  Street  Emergency  Sewer  Replacement"  to  replace  the  existing  18-inch  diameter  vitrified  clay 
pipe  (VCP)  sewer  with  589  feet  of  1 2-inch  diameter  VCP  sewer  in  1 9*  Street  from  Guerrero  Street  to  Dolores 
Street;  and 

WHEREAS,  The  Contractor,  K.J.  Woods  Construction,  Inc.,  began  the  emergency  work  on  January 
28,  1998  and  completed  it  on  February  17,  1998;  and 

WHEREAS,  The  total  estimated  project  cost  is  $132,602,  of  which  $99,602  is  for  the  construction 
contract.  Funds  for  this  project  are  available  from  the  Repair  and  Replacement  Fund  (Fund  5C/CPF/R&R, 
FAMIS  Project  No.  CENRNRR953,  Job  Order  No.  1575N);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission,  in  accordance  with  the  provisions  of  Section  6.30  of  the 
Administrative  Code  of  the  City  and  County  of  San  Francisco,  hereby  approves  the  Declaration  of  Emergency; 
and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  requests  the  Board  of  Supervisors  to  Approve 
the  expenditure  of  funds  for  the  emergency  work  to  repair  the  structurally  inadequate  sewer  in  1 9'*"  Street  from 
Guerrero  Street  to  Dolores  Street. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


meeting  of   (ini  27  199Q 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0262 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  San  Mateo  County;  and 

WHEREAS,  Nextlink  California,  L.L.C.,  a  California  public  utility  has  requested  to  enter 
into  an  agreement  for  installing  a  fiber  optic  cable  consisting  of  one  6-inch  steel  pipe,  155  feet  in 
length,  through  which  Permittee  shall  pull  four  (4)  2-inch  high  density  polyethylene  conduits  in 
the  Permit  Area;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  permit  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  Permit  to  Nextlink  California,  L.L.C.,  a  California  public 
utility,  as  Permittee,  for  the  purpose  of  installing  a  fiber  optic  cable  consisting  of  one  6-inch  steel 
pipe,  155  feet  in  length,  through  which  Permittee  shall  pull  four  (4)  2-inch  high  density  polyethyl- 
ene conduits  within  the  Permit  Area  located  in  Mountain  View,  San  Mateo  County,  as  set  forth 
in  the  Permit  of  certain  real  property  under  the  jurisdiction  of  the  Public  Utilities  Commission,  as 
shown  on  SFPUC  Drawing  No.  B-4706  of  the  Permit,  commencing  upon  authorization  and 
approval  of  said  permit  by  Commission  and  expiring  upon  oral  or  written  notice  from  City 
revoking  this  Permit  provided  that  the  Permittee  shall  pay  a  $750.00  permit  processing  fee,  and 
a  $14,880.00  annual  use  fee,  payable  in  monthly  installments  in  the  amount  of  $1,240.00,  with 
annual  (CPI)  adjustments;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  Permit. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  OCT  27  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0263 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  San  Mateo  County;  and 

WHEREAS,  Nextlink  California,  L.L.C.,  a  California  public  utility  has  requested  to  enter 
into  an  agreement  for  installing  a  fiber  optic  cable  consisting  of  one  6-inch  steel  pipe,  crossing 
at  three  locations,  a  total  of  637  feet  in  length,  through  which  Permittee  shall  pull  four  (4)  2-inch 
high  density  polyethylene  conduits  in  the  Permit  Area;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  permit  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  Permit  to  Nextlink  California,  L.L.C.,  a  California  public 
utility,  as  Permittee,  for  the  purpose  of  installing  a  fiber  optic  cable  consisting  of  one  6-inch  steel 
pipe,  crossing  at  three  locations,  a  total  of  637  feet  in  length,  through  which  Permittee  shall  pull 
four  (4)  2-inch  high  density  polyethylene  conduits  within  the  Permit  Area  located  in  Menio  Park, 
San  Mateo  County,  as  set  forth  in  the  Permit  of  certain  real  property  under  the  jurisdiction  of  the 
Public  Utilities  Commission,  as  shown  on  SFPUC  Drawing  No.  B-4705  of  the  Permit,  commenc- 
ing upon  authorization  and  approval  of  said  permit  by  Commission  and  expiring  upon  oral  or 
written  notice  from  City  revoking  this  Permit  provided  that  the  Permittee  shall  pay  a  $750.00 
permit  processing  fee,  and  a  $61,152.00  annual  use  fee,  payable  in  monthly  installments  in  the 
amount  of  $$5,096.00/mo.,  with  annual  (CPI)  adjustments;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  Permit. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of   OCT  27  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0264 


WHEREAS,  The  Clean  Water  Program  has  a  continuing  Sewer  Repair  and  Replacement  Program  to 
repair/replace  structurally  inadequate  sewer  facilities;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  Clean  Water  Program  Contract  No. 
CW-1 30,  "Balboa  Street  and  3rd  /  20th  /  42nd  Avenues  Sewer  Replacement",  to  replace  existing  sewers  with 
12-inch  diameter  VCP  sewers  in  Balboa  Street  from  2nd  Avenue  to  Arguello  Boulevard,  3rd  avenue  from 
Balboa  to  Anza  Streets,  20th  Avenue  from  Cabrillo  to  Fulton  Streets  and  42nd  Avenue  from  Anza  Street  to 
Geary  boulevard;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has  determined  that 
the  Sewer  Repair  and  Replacement  Program  is  categorically  exempt  from  environmental  review  under  the 
State  Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  The  Engineer's  Estimate  for  this  Contract  is  $401,620.00;  and 

WHEREAS,  Funds  for  said  Contract  are  available  from  the  R&R  Fund  under  Job  Order  No.  1563N 
(Fund  5C/CPF/R&R,  FAMIS  Project  No.  CENRNRR94440);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  final  plans  and  specifications  for  Clean 
Water  Program  Contract  No.  CW-1 30,  "Balboa  Street  and  3rd  /  20th  /  42nd  Avenues  Sewer  Replacement" 
and  authorizes  the  advertisement  for  bids  for  said  contract. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


meeting  of      OCT  27  1998 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0265 


WHEREAS,  The  Utilities  Engineering  Bureau  has  a  continuing  Sewer  Repair  and  Replacement 
Program  to  repair/replace  structurally  inadequate  sewer  facilities;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  Utilities  Engineering  Bureau 
Contract  No.  CW-167,  "Grant  Avenue/Chestnut  Street  Sewer  Replacement",  to  replace  the  existing 
sewers  with  approximately  1,231  feet  of  12-inch  diameter  vitrified  clay  pipe  VCP  sewers  on  Grant 
Avenue  from  Lombard  Street  and  Greenwich  Street,  Grant  Avenue  from  Francisco  Street  to  Chestnut 
Street,  Chestnut  Street  from  Stockton  Street  to  Powell  Street  and  Chestnut  Street  from  Culebra  Terrace 
to  Polk  Street;  and 

WHEREAS,  The  Department  of  City  Plarming  Office  of  Environmental  Review  has  determined 
that  the  Sewer  Repair  and  Replacement  Program  is  categorically  exempt  from  environmental  review 
linder  the  State  Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  The  Engineer's  Estimate  for  the  construction  contract  is  $294,835;  and 

WHEREAS,  Funds  for  said  Contract  are  under  the  Repair  &  Replacement  Fund,  (5C/CPFR«&R, 
FAMIS  Project  No.  CENRNRR82440);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  final  plans  and  specifications  for 
Utilities  Engineering  Bureau  Contract  No  CW-167,  "Grant  Avenue/Chestnut  Street  Sewer 
Replacement",  and  authorizes  the  Utilities  Engineering  Bureau  to  advertise  for  bids  for  said  contract. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


meeting  of 


OCT  27 1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0266 


WHEREAS,  The  Clean  Water  Program  has  a  continuing  Sewer  Repair  and  Replacement 
Program  to  repair/replace  structurally  inadequate  sewer  facilities;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  Clean  Water  Program 
Contract  No.  CW-174,  "Howard  /  Minna  /  2"''  Streets  Sewer  Replacement",  to  replace  existing 
sewers  with  1 2-inch,  1 5-inch,  and  3  0-inch  diameter  VCP  sewers  in  Howard  Street  from  Fremont  to 
Main  Streets,  Minna  Street  from  Russ  to  6'^  Streets,  and  2"**  Street  from  Townsend  to  Brannan 
Streets,  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has 
determined  that  the  Sewer  Repair  and  Replacement  Program  is  categorically  exempt  from 
environmental  review  under  the  State  Guidelines  implementing  the  California  Environmental 
Quality  Act;  and 

WHEREAS,  The  subcontracting  goals  of  20%  for  Local  Minority  Business  Enterprise  and 
5%  for  Local  Women  Business  Enterprise  have  been  established  for  this  Contract  by  the  HRC 
Contract  Compliance  Officer  assigned  to  monitor  Clean  Water  ProgramContracts. 

WHEREAS,  The  Engineer's  Estimate  for  this  Contract  is  $355,545.00;  and 

WHEREAS,  Funds  for  said  Contract  are  available  in  the  Repair  and  Replacement  Fund  under 
Job  Order  No.  1 602N  (Fund  5C/CPF/R&R,  FAMIS  Project  No.  CENRNRR97940);  now,  therefore, 
be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  final  plans  and  specifications  for 
Clean  Water  Program  Contract  No.  CW-174,  "Howard  /  Minna  /  2"'^  Streets  Sewer  Replacement" 
and  authorizes  the  advertisement  for  bids  for  said  contract. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


meeting  of 


nnT271Q.Qft 


Secretary,  Public  Utilities  Commission 


\ 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0267 


WHEREAS,  The  Department  of  Public  Works  advertised  Clean  Water  Program  Contract  No.  CW- 
123,  "Harding  Park  Sewer  Replacement"  pursuant  to  the  Commission's  adoption  of  Resolution  No.  97- 
0330,  dated  December  1 6,  1 997;  and 

WHEREAS,  The  Contract  was  advertised  on  July  28,  1998;  and 

WHEREAS,  Two  (2)  bids  were  received  and  opened  publicly  on  August  27,  1998;  and 

WHEREAS,  All  bids  received  exceeded  the  Engineer's  Estimate  by  at  least  149%;  and 

WHEREAS,  Based  on  the  high  bids,  the  Utilities  Engineering  Bureau  proposes  to  reject  all  bids  and 
to  re-advertise  the  contract;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has  determined 
that  the  Sewer  Repair  and  Replacement  program  is  categorically  exempt  from  environmental  review 
under  the  State  Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  Funds  for  said  Contract  are  available  from  the  Repair  and  Replacement  Fund  under 
Job  Order  No.  141  IN  (Fund  5C/CPF/R&R,  FAMIS  Project  No.  CENRNR90740);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  rejects  the  bids  received  for  Clean  Water  Program 
Contract  No.  CW-123,  "Harding  Park  Sewer  Replacement,"  and  approves  the  request  of  the  Utilities 
Engineering  Bureau  to  repackage  the  Contract  for  re-advertising  under  Contract  No.  CW-123R. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  OCT  2  7  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98*0268 


WHEREAS,  By  adoption  of  Resolution  No.  98-0037  on  March  10,  1998,  the  Commission 
approved  the  final  plans  and  specifications  and  authorized  bid  call  for  San  Francisco  Water  Department 
Contract  WD-2239  Town  of  Sunol  Emergency  Water  Tanks;  and 

WHEREAS,  One  bid  was  received  and  publicly  opened  on  July  9,  1998;  and 

WHEREAS,  That  bid  was  for  $476,433  by  Schram  Construction,  Inc.,  and  exceed  the  Engineer's 
estimate  of  $312,675  by  52%,  and  was  modified  by  the  contractor  to  $451,933;  and 

WHEREAS,  The  PUC  Office  of  Contract  Compliance  has  determined  that  Schram  Construction 
Inc.  is  responsive  to  the  MBE/WBE  contract  compliance  requirements,  and  the  Utilities  Engineering 
Bureau  Staff  has  reviewed  the  bid  and  found  it  to  be  in  excess  of  the  engineer's  estimate  by  45%,  and 
recommends  re-bidding  the  work;  and 

WHEREAS,  Funds  for  said  Contract  are  available  in  FAMIS  Index  Code  53 1 501  under  a  multi- 
year  capital  project  CUW  150,  Town  of  Sunol  Water  System  Improvements,  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  rejects  the  sole  bid  received  for  San  Francisco  Water 
Department  Contract  No.  WD-2239,  Town  of  Sunol  Emergency  Water  Tanks  and  authorizes  the  Utilities 
Engineering  Bureau  to  re-advertise  for  bids  as  San  Francisco  Water  Department  Contract  WD-2239R 
Town  of  Sunol  Water  System  Improvements,  Auxiliary  Domestic  Water  Storage  Tanks. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  OCT  2  7  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 


RESOLUTION  NO.  98*0269 


WHEREAS,  On  April  7,  1998,  the  Public  Utilities  Commission  approved  the  final  plans  and 
specifications  for  Clean  Water  Program  Contract  No.  C  W- 1 1 9  and  authorized  advertising  for  proposals 
to  replace  exisfing  sewers  with  12-inch  and  18-inch  diameter  VCP  sewer  in  Day  Street  from  San  Jose 
Avenue  to  Dolores  Street,  Congo  Street  from  Hearst  Street  to  Monterey  Boulevard,  Congo  Street  from 
Mangels  Avenue  to  Melrose  Avenue,  Marston  Avenue  from  Edna  Street  to  Circular  Avenue  and  Cuvier 
Street  from  Mirando  Way  to  Bosworth  Street;  and 

WHEREAS,  The  Contract  was  advertised  on  July  1,  1998;  and 

WHEREAS,  One  bid  was  received  and  opened  publicly  on  August  6,  1998;  and 

WHEREAS,  Staff  review  of  the  bid  for  responsiveness  and  application  of  bid  preferences 
resulted  in  the  establishment  of  Shaw  Pipeline,  Inc.  as  the  only  responsive  and  responsible  bidder; 
and 

WHEREAS,  MBE  and  WBE  participation  has  been  approved  by  the  HRC  Contract  Compliance 
Officer  assigned  to  monitor  Sewer  Repair  and  Replacement  contracts;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has 
determined  that  the  Sewer  Repair  and  Replacement  program  is  categorically  exempt  from 
environmental  review  under  the  State  Guidelines  implementing  the  California  Environmental 
Quality  Act;  and 

WHEREAS,  Funds  for  said  Contract  are  available  under  the  1 994  Sewer  Bond  Fund  from  Job 
Order  No.  1550N  (Fund  5C/CPF/95A,  FAMIS  Project  No.  CENSR4SI2940);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  award  of  Clean  Water  Program 
Contract  No.  CW-119,  "Day/  Congo/Marston/Cuvier  Streets  Sewer  Replacement"  in  the  amount  of 
$404,440.00  to  the  only  responsive  and  responsible  bidder  Shaw  Pipeline,  Inc. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission 
at  its  meeting  of  OCT  2  7  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 
RESOLUTION  NO.  98-0270 


WHEREAS,  On  April  7,  1998,  the  Public  Utilities  Commission  approved  the  final  plans  and 
specifications  for  Clean  Water  Program  Contract  No.  C  W- 1 22  and  authorized  advertising  for  proposals 
to  replace  existing  sewers  with  12-inch,  15-inch  and  18-inch  diameter  VCP  sewers  in  Dolores  Street 
from  Valley  to  Twenty-Eighth  Streets,  Ord  Street  from  Market  to  Corbett  Streets,  Twenty-Third  Street 
from  Diamond  to  Castro  Streets  and  in  the  intersection  of  28th  and  Noe  Streets;  and 

WHEREAS,  The  Contract  was  advertised  on  May  9,  1998;  and 

WHEREAS,  Five  bids  were  received  and  opened  publicly  on  June  18,  1998;  and 

WHEREAS,  Staff  review  of  the  bid  for  responsiveness  and  application  of  bid  preferences 
resulted  in  the  establishment  of  JMB  Construction,  Inc.  as  the  lowest  responsive  and  responsible 
bidder;  and 

WHEREAS,  MBE  and  WBE  participation  has  been  approved  by  the  HRC  Contract  Compliance 
Officer  assigned  to  monitor  Clean  Water  Program  contracts;  and 

WHEREAS,  The  Department  of  City,  Planning  Office  of  Environmental  Review  has 
determined  that  the  Sewer  Repair  and  Replacement  program  is  categorically  exempt  from 
environmental  review  under  the  State  Guidelines  implementing  the  California  Environmental 
Quality  Act;  and 

WHEREAS,  Funds  for  said  Contract  are  available  under  the  1994  Sewer  Bond  Fund  from  Job 
Order  No.  1397N  (Fund  5C/CPF/95A,  FAMIS  Project  No.  CENSR4SI9740);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  award  of  Clean  Water  Program 
Contract  No.  CW-122,  "Dolores  /Ord  /23rd  /28th  Streets  Sewer  Replacement"  in  the  amount  of 
$41 1,600.00  to  the  lowest  responsive  and  responsible  bidder  JMB  Construction,  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission 
at  its  meeting  of        OCT    1  1998  • 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0271 


WHEREAS,  On  August  26,  1997,  the  Public  Utilities  Commission  approved  the  final  plans  and 
specifications  for  Clean  Water  Program  Contract  No.  CW- 1 32  and  authorized  advertising  for  proposals  to  plug 
and  fill  existing  abandoned  sewers  in  Street  between  Mission  and  Howard  Streets  and  9"'  Street  between 
Harrison  Street  and  McLea  Court. 

WHEREAS,  The  Contract  was  advertised  on  March  10,  1998;  and 

WHEREAS,  Three  bids  were  received  and  opened  publicly  on  April  9,  1998;  and 

WHEREAS,  Staff  review  of  the  bid  for  responsiveness  and  application  of  bid  preferences  resulted  in 
the  establishment  of  Shaw  Pipeline,  Inc.  as  the  lowest  responsive  and  responsible  bidder;  and 

WHEREAS,  MBEAVBE  participation  has  been  approved  by  the  HRC  Contract  Compliance  Officer 
assigned  to  monitor  Sewer  Repair  and  Replacement  contracts;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has  determined  that 
the  Sewer  Repair  and  Replacement  program  is  categorically  exempt  from  environmental  review  under  the 
State  Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  Funds  for  said  Contract  are  available  from  the  1994  Sewer  Bond  Fund  under  Job  Order 
No.  1330N  (Fund  5C/CPF/95A,  FAMIS  Project  No.  CENSR4SI3040);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  award  of  Clean  Water  Program  Contract  No. 
CW- 1 32,  "2""  and  9'*'  Streets  Sewer  Abandonment,"  in  the  amount  of  $  1 1 7,000  to  Shaw  Pipeline,  Inc.  as  the 
lowest  responsive  and  responsible  bidder. 


I  hereby  certify  that  the  foregoing  resohition  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of   DOT  2  7  1998  • 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0272 


WHEREAS,  The  City  and  County  of  San  Francisco,  acting  by  and  througli  this 
Commission,  currently  leases  for  parking  and  landscaping  purposes  approximately  .297 
acres  of  land  to  Washington  Mutual  Bank,  F.A.,  as  successor  to  American  Savings 
Bank  ("Tenant"),  pursuant  to  a  forty  (40)  year  ground  lease  dated  November  30,  1977 
(the  "Lease"),  which  Lease  expires  November  30,  2017;  and 

WHEREAS,  In  connection  with  the  sale  of  Tenant's  adjacent  property,  Tenant  has 
requested  a  (i)  Consent  to  a  Leasehold  Deed  of  Trust;  and  an  (ii)  Estoppel  and  Consent 
to  Lease  Assignment  to  Retail  Portfolio  Mountain  View,  L.L.C.,  a  California  limited 
liability  company  ("Assignee");  and 

WHEREAS,  All  the  terms  and  conditions  of  the  current  Lease  remain  in  full  force 
and  effect;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  to 
execute  a  Consent  to  a  Leasehold  Deed  of  Trust  and  an  Estoppel  and  Consent  to 
Lease  Assignment;  and,  be  it 

FURTHER  RESOLVED,  That  any  and  all  acts  previously  performed  by 
employees  of  the  City  and  County  of  San  Francisco  in  furtherance  of  the  above 
resolutions  are  hereby  ratified  and  confirmed. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  October  27,  1 998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 


Resolution  No.  98-0273 


RESOLVED,  That  on  recommendation  of  the  General  Manager 
of  Public  Utilities  Commission,  and  the  City  Attorney,  this 
Commission  hereby  recommends  that  the  Board  of  Supeirvisors  resolve 
and  settle  the  claims  listed  below  on  the  term  specified  below. 


Case  Name  Case  Number  Amount 


< 

JOYCELYN  HUDSON  97  W  5031-2  $6,000.00 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission 

OCT  27  1998 


it  its  meeting  of 


Secretary,  Public  Utilities  cfominission 


PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 


Resolution  No.  98-0274 


RESOLVED,  That  on  recommendation  of  the  General  Manager 
of  Piablic  Utilities  Commission,  and  the  City  Attorney,  this 
Commission  hereby  recommends  that  the  Board  of  Super-visors  resolve 
and  settle  the  claims  listed  below  on  the  term  specified  below. 


Case  Name  Case  Number  Amount 


JANELL  HUDSON -ALEXANDER      97  W  5031-1  $6,000.00 


hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission 

OCT  27 1998 


t  its  meeting  of 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  98-0275 


WHEREAS,  Commission  has  authorized  a  multi-year  contract  with  Grueneich  Resource 
Advocates  (GRA);  and 

WHEREAS,  Hetch  Hetchy  Water  and  Power  has  been  utilizing  the  services  of  this 
contractor  and  its  subcontractors  on  the  merits  of  rate  making  and  to  represent  the  City  during 
any  hearings  or  other  legal  proceedings  on  rate  applications  required  by  the  City;  and 

WHEREAS,  It  is  desirable  to  Hetch  Hetchy  and  the  PUC  attorneys  that  Grueneich 
Resource  Advocates  continue  to  serve  on  an  "as  needed"  basis  providing  legal  expertise  on 
rate  making,  utility  law,  and  electric  utility  industry  restructuring;  and 

WHEREAS,  Additional  funding  is  required  to  continue  the  services  of  GRA  and  funding 
is  available  in  Hetch  Hetchy's  Operating  Budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager,  Public 
Utilities  Commission,  to  negotiate  and  execute  the  Fifth  Amendment  to  the  Grueneich  Resource 
Advocates'  Agreement  increasing  the  contract  funding  by  $650,000,  for  a  contract  total  not  to 
exceed  $2,080,000. 


H011407 


/  hereby  certify  thai  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  OCT  27  1998 


Secretary,  Public  Utilities  Commission 


MINUTES 

PUBLIC  UTILITIES  COMMISSION 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 


Willie  L.  Brown,  Jr. 
MAYOR 


REGULAR  MEETING 

November  10, 1998 
1:00  P.M. 
Room  402 
1155  Market  Street,  Fourth  Floor 


COMMISSIONERS 

Ann  MoUer  Caen,  President 
Robert  K.  Werbe,  Vice  President 
E.  Dennis  Normandy 
Victor  G.  Makras 
Frank  L.  Cook 


DEPARTMENTS 

Water  Department 

City  Distribution  Division 
Water  Supply  &  Treatment 

Hetch  Hetchy 

Clean  Water  Program 
Water  Pollution  Control 


BUREAUS 

Commercial  Land  Management 
Customer  Service 

Environmental  Regulation  and  Management 
Finance 

Management  Information  Systems 

Personnel  and  Training 

System  Planning  and  Regulatory  Compliance 

Utilities  Engineering  Bureau 

Water  Quality 


Anson  B.  Moran 
GENERAL  MANAGER 


Romaine  A.  Bold  ridge 
SECRETARY 


98-265 


1.  Call  to  Order:         1:10  P.M. 

2.  Roll  Call:  Present  -  President  Ann  Moller  Caen,  Commissioner  E.  Dennis 

Normandy,  Commissioner  Frank  L.  Cook 

Commissioner  Victor  G.  Makras  arrived  at  1:15  P.M. 
Vice  President  Robert  K.  Werbe  was  excused. 


3.      Approval  of  Minutes 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  approve 
the  Minutes  of  the  Regular  Meeting  of  October  27,  1998  as  corrected;  passed  (3-0) 
unanimously. 


4.  Communications 

No  action  was  taken. 


5.  Introduction  of  Old/Ongoing  Business  by  Commissioners 

President  Caen  directed  staff  to  remove  Item  2CC  from  the  list  of  Old/Ongoing 
Business  as  previously  requested  by  Commissioner  Normandy. 

President  Caen  directed  staff  to  deal  with  the  budget  related  items  listed  on  the 
Old/Ongoing  Business  List  before  the  budget  review  period  begins. 

6.  Introduction  of  New  Business  by  Commissioners 

Commissioner  Normandy  urged  the  Commission  to  consider  conducting  a  survey  that 
would  focus  on  obtaining  the  public's  perception  of  the  PUC  and  the  various  services 
the  department  offers. 

Commissioner  Makras  arrived  at  1:16  P.M. 

President  Caen  suggested  utilizing  the  services  of  Thomas  Berliner,  former  Utilities 
General  Counsel,  when  his  services  are  necessary.  The  Commissioners  expressed 
their  concurrence. 

Regarding  the  Sunol  Valley  Water  Treatment  Plant  Improvement  Project, 
Commissioner  Normandy  asked  for  assurance  from  staff  that  no  work  would  be  shifted 


98-266 


from  the  consultant  to  PUC  staff  in  trying  to  find  ways  to  reduce  the  cost  of  the  project. 
Mr.  Moran  responded  that  the  consultant,  Montgomery  Watson,  would  be  providing 
the  same  scope  of  work  negotiated  in  the  contract  prior  to  the  Commission's  request 
to  cut  costs. 


Report  of  the  General  Manager 

a.  Follow  up  on  Mission  Bay  Project 

Mr.  Anson  B.  Moran,  General  Manager  of  Public  Utilities,  referred  to  a  letter 
from  David  Prowler  of  the  Mayor's  Office  to  the  Alliance  for  Clean  Water  Front, 
regarding  the  actions  taken  pertaining  to  the  Mission  Bay  Development  Project. 
The  letter  mentioned  that  the  PUC  would  be  pursuing  the  development  of  a 
Citywide  analysis  of  sewage  treatment  alternatives  and  the  continued  funding 
for  the  Technical  Review  Committee. 

b.  Clean  Water  Planning  Strategic  Plan 

Mr.  Moran  reported  that  the  Clean  Water  Planning  Strategic  Plan  would  be 
submitted  to  the  Commission  for  the  December  15,  1998  special  meeting.  He 
stated  that  submission  of  the  plan  was  delayed  due  to  the  addition  of  two  new 
issues  -  the  utilization  of  alternate  treatment  technologies  and  the  expansion  of 
the  role  of  the  Technical  Review  Committee. 

c.  Commission  Meeting  Schedule 

President  Caen  suggested  rescheduling  the  PUC  meeting  on  November  24, 
1998  from  1:00  P.M.  to  2:00  P.M.  due  to  a  conflict  with  an  event 
commemorating  former  Mayor  George  Moscone  and  Supervisor  Harvey  Milk. 


Public  comments  on  matters  that  were  not  on  today's  agenda. 

Jean  Moshofsky  Butler  and  Walter  Capp  urged  the  Commission  to  reconsider  the  sale 
of  fee  interest  on  PUC's  pipeline  right  of  way  located  at  Lot  18  Block  3088  in  San 
Francisco.  Mr.  Moran  indicated  that  the  Commission  had  previously  expressed  the 
importance  of  full  ownership  of  PUC's  pipeline  rights  of  way  and  made  it  a  policy  not  to 
sell  fee  interest  on  these  properties.  President  Caen  inquired  whether  staff  could  do 
something  about  the  maintenance  of  the  property.  Commissioner  Normandy  directed 
staff  to  address  the  maintenance  and  security  issue  in  the  property  so  as  not  to 
prolong  the  City's  exposure  to  liability.  Commissioner  Cook  suggested  that  if  there 
were  any  maintenance  issues  like  this  on  PUC's  properties  staff  should  bring  them 
directly  to  the  Commission  for  direction.  Staff  will  return  to  the  Commission  to  address 
the  maintenance  issue  on  the  subject  property. 
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REGULAR 


9.      Establishing  a  policy  with  respect  to  professional  services  contracting. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Normandy,  to  adopt 
Item  9;  passed  (4-0)  unanimously. 

Resolution  No.  98-0276:    Adopting  a  policy  for  contracting  for  professional  services. 


10.     Report  on  Budget  Priorities. 

Mr.  Moran  gave  a  brief  report  regarding  the  passage  of  Proposition  H,  the  freeze  on 
water  and  sewer  rates,  and  its  impact  on  PUC  operations.  He  gave  an  overall  view  of 
actions  being  taken  by  staff,  such  as  reducing  project  costs  and  reprioritizing  capital 
projects  to  stay  within  the  rate  freeze.  He  reported  that  Items  1 1  through  15  on 
today's  agenda  were  directly  related  to  this  issue.  Items  12  and  13  are  requests  to 
reallocate  funds  from  projects  where  the  work  scope  had  been  reduced,  or  the  project 
had  been  completed  and  there  were  fund  balances  remaining.  Mr.  Moran  suggested 
that  Item  15,  requesting  a  supplemental  appropriation  for  spot  paving,  be  removed 
from  the  agenda.  He  reported  that  staff  was  still  negotiating  with  the  Department  of 
Public  Works  to  reduce  the  cost  of  the  contract. 

Mr.  Moran  mentioned  projects,  such  as  the  development  of  a  recycled  water  master 
plan  that  could  be  delayed,  but  he  believed  should  be  funded  as  it  would  provide  an 
opportunity  to  develop  a  drought  proof  water  supply  and  protect  the  greenbelt  assets 
in  the  western  part  of  the  City.  He  noted  the  department's  obligation  to  resolve  the 
odor  and  flooding  problems  in  the  Southeast  community  and  urged  that  PUC  not  step 
back  due  to  a  difficult  financial  situation. 


1 1 .     Reprioritizing  the  Clean  Water  Enterprise  capital  plan  for  FY  1 998-99. 

Michelle  Pla,  Acting  Manager,  Bureau  of  System  Planning  and  Regulatory 
Compliance,  reported  that  staff  used  the  following  as  criteria  in  reprioritizing  the  Clean 
Water  Enterprise  capital  improvement  projects:  public  safety,  regulatory 
requirements,  water  quality,  public  health,  and  public  demand. 

She  stated  that  the  approved  capital  plan  for  this  fiscal  year  assumed  voter  authorized 
debt  for  flood  control  that  we  were  unable  to  issue  due  to  loss  of  revenue  guarantee 
as  a  result  of  the  passage  of  Proposition  H.  Staff  was  able  to  find  considerable 
resources  that  could  be  reallocated  to  this  year's  capital  program.  The  department 
has  a  total  capital  program  of  $34.2  million,  $16.1  million  of  which  is  for  flood  control 
and  $18.1  million  is  for  major  rehabilitation  of  existing  facilities.  Staff  would  be  delaying 
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$53.0  million  worth  of  flood  control  and  rehabilitation  projects.  She  said  the 
department  would  be  able  to  do  critical  flood  control  projects  and  move  ahead  with 
rehabilitation  projects  through  planning  and  redesign. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
11;  passed  (4-0)  unanimously. 

Resolution  No.  98-0277:    Reprioritizing  the  Clean  Water  Enterprise  capital  plan  for 

FY  1998-99  in  response  to  the  passage  of  Proposition  H. 


12.  Requesting  the  Controller  to  reallocate  $3,627,837  from  various  Water  Enterprise 
capital  projects  to  fund  immediate,  short-term  capital  projects. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
12;  passed  (4-0)  unanimously. 

Resolution  No.  98-0278:    Authorizing  the  General  Manager  of  Public  Utilities  to 

request  the  Controller  to  reallocate  $3,627,837  from 
various  Water  Enterprise  capital  projects  to  fund 
immediate,  short-term  needs  of  other  capital  projects 
previously  approved  by  the  Commission. 

1 3.  Requesting  a  supplemental  appropriation  in  the  amount  of  $1 .84  million  to 
accommodate  the  expansion  of  the  PUC  capital  projects  staff  at  875  Stevenson 
Street. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Makras,  to  adopt 
Item  13;  passed  (4-0)  unanimously. 

Resolution  No.  98-0279:    Authorizing  the  General  Manager  of  Public  Utilities  to 

request  the  Mayor  to  recommend  to  the  Board  of 
Supervisors  approval  for  a  supplemental  appropriation  in 
the  amount  of  $1.84  million  to  accommodate  the  expansion 
of  the  PUC  capital  projects  staff  at  875  Stevenson  Street. 
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14.     Rejecting  the  proposals  received  for  Clean  Water  Program  Contract  No.  CS-505,  San 
Francisco  Deep  Water  Outfalls  Improvements. 


Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  adopt  Item  14; 
passed  (4-0)  unanimously. 

Resolution  No.  98-0280:    Rejecting  the  proposals  received  for  Clean  Water  Program 

Contract  No.  CS-505,  San  Francisco  Deep  Water  Outfalls 
Improvements,  Engineering  Professional  Services,  and 
deferring  the  project  until  additional  funding  is  available. 


15.  Authorizing  the  Genera!  Manager  of  Public  Utilities  to  request  the  Mayor  to 
recommend  to  the  Board  of  Supervisors  approval  for  a  supplemental  appropriation  in 
the  amount  of  $1 ,348,040  from  Water  Enterprise  Unappropriated  Fund  Balance  to 
fund  the  spot  paving  activities  of  the  City  Distribution  Division. 

Item  15  was  removed  from  the  agenda  as  requested  by  staff. 

16.  Ratifying  the  Declaration  of  Emergency  made  by  the  President  of  the  Public  Utilities 
Commission  for  Clean  Water  Contract  No.  CW-168,  Oakhurst  Lane  Emergency  Sewer 
Replacement. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  adopt  Item  16; 
passed  (4-0)  unanimously. 

Resolution  No.  98-0281 :    Ratifying  the  Declaration  of  Emergency  made  by  the 

President  of  the  Public  Utilities  Commission  for  Clean 
Water  Contract  No.  CW-168,  Oakhurst  Lane  Emergency 
Sewer  Replacement;  and  requesting  the  Board  of 
Supervisors  to  approve  the  expenditure  of  funds  for 
emergency  work  to  repair  the  structurally  inadequate  sewer 
on  Oakhurst  Lane  from  Warren  Drive  to  Crestmont  Drive. 


16.a.  Authorizing  the  advertisement  of  a  Request  for  Proposals  for  a  developer  to  finance, 
design,  build  and  operate  a  cogeneration  facility  at  the  Southeast  Water  Pollution 
Control  Plant.  [Continued  from  the  meeting  of  October  27,  1998.] 

Lawrence  T.  Klein,  General  Manager,  Hetch  Hetchy  Water  &  Power,  gave  a 
presentation  of  the  different  alternatives  for  developing  a  cogeneration  facility  at  the 
Southeast  Water  Pollution  Control  Plant.  Those  alternatives  were:  1)  hiring  a  private 
developer  to  finance,  own  and  operate  the  cogeneration  facility  for  30  years  to 
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minimize  the  risk  to  the  City;  2)  hiring  a  private  developer  to  finance,  own  and  operate 
the  facility  with  the  City  having  the  opportunity  of  buying  out  the  developer  after  five 
years  at  the  end  of  the  California  Energy  Commission  (CEC)  program;  and  3)  having 
the  City  finance  and  operate  the  plant  through  municipal  lease  and  bond  issue.  The 
estimated  cost  of  building  a  cogeneration  facility  is  $4.8  million. 

Mr.  Klein  explained  that  the  advantages  of  going  with  Alternative  1  are  that  no  city 
funds  will  be  used,  there  will  be  no  risks  to  the  City,  and  the  developer  could  provide 
the  technical  expertise.  The  disadvantage  is  that  it  has  the  lowest  benefit  to  the  City. 
With  Alternative  2,  the  City  would  avoid  the  development  and  construction  risks,  and 
the  cost  of  acquisition  will  decline.  However,  the  cost  of  the  project  while  owned  by 
the  developer  would  be  higher  and  the  City  has  to  pay  extra  to  buy  the  project.  With 
Alternative  3,  the  financing  cost  is  lower,  there  is  no  income  tax  but  it  exposes  the  City 
to  development  and  operating  risks.  Mr.  Klein  stated  that  Alternative  3  is  not  an 
attractive  option  since  PUC  does  not  have  the  technical  expertise  or  funds  to  own  and 
operate  a  cogeneration  facility.  He  also  indicated  that  we  cannot  issue  bonds  on  a 
timely  basis  to  meet  CEC's  requirements  for  development  of  a  project  plan  by  April  1 , 
1999. 

Responding  to  Commissioner  Makras'  statement,  Mr.  Moran  said  that  staff  assumed 
that  a  private  partnership  makes  more  sense  in  terms  of  design/construction, 
financing,  and  risk  management  but  it  was  staffs  intent  for  the  City  to  own  and 
operate  the  facility. 

Commissioner  Makras  expressed  concerns  that  the  proposal  has  low  benefits  to  the 
City  and  high  profit  for  the  developer;  therefore,  he  was  voting  against  the  resolution. 

Commissioner  Normandy  expressed  support  in  proceeding  with  the  Request  for 
Proposal  to  study  the  situation  further  and  to  see  what  the  benefits  are  to  the  City 
without  the  promise  that  we  will  continue  with  it.  John  Roddy,  Deputy  City  Attorney, 
stated  that  the  way  the  resolution  was  written  the  City  has  no  contractual  obligations. 

Commissioner  Makras  pointed  out  that  he  did  not  have  a  problem  proceeding  with 
building  a  cogeneration  facility.  He  said  he  would  like  the  Department  of  Public  Works 
or  the  Clean  Water  Enterprise  to  apply  for  the  $1  million  CEC  grant  and  not  pass  off 
the  responsibility  to  a  private  developer.  He  said  he  would  like  to  explore  why  the  City 
cannot  build  or  operate  the  facility. 

Responding  to  Commissioner  Normandy's  query,  Mr.  Klein  stated  that  staff  would 
present  the  bids  to  the  Commission  where  the  PUC  would  have  the  chance  to  decide 
whether  it  is  worth  proceeding  with  the  project  and  whether  to  buy  it  out  at  the  price 
established.  He  stated  that  staff  will  explore  the  possibility  of  whether  the  City  as  an 
entity  could  apply  for  the  grant  as  suggested  by  Commissioner  Makras. 
Commissioner  Cook  suggested  that  the  General  Counsel  write  an  opinion  on  whether 
the  City  could  own  the  facility  or  not. 
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President  Caen  stated  that  she  would  support  the  item  as  long  as  it  is  not  described 
as  a  private  developer. 

Moved  by  Connmissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
16.a;  passed  (3-1).  Commissioner  Makras  voted  no. 

Resolution  No.  98-0282:    Authorizing  the  advertisement  of  a  Request  for  Proposals 

for  a  developer  to  finance,  design,  build  and  operate  a 
cogeneration  facility  at  the  Southeast  Water  Pollution 
Control  Plant. 


LEASES  AND  PERMITS 


17.     Authorizing  issuance  of  a  revocable  permit  to  Desert  Petroleum,  Incorporated. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Cook,  to  adopt  Item  17; 
passed  (4-0)  unanimously. 

Resolution  No.  98-0283:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  revocable  permit  with  Desert  Petroleum, 
Incorporated,  for  the  sole  purpose  of  obtaining  a  water 
sample  from  their  site  at  1 100  Broadway  on  Public  Utilities 
Commission  land  located  on  a  portion  of  the  former  Muni 
right  of  way.  Parcel  23,  located  in  Burlingame,  San  Mateo 
County. 


CONSTRUCTION  CONTRACTS 


Advertise 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Items 
No.  18  and  19;  passed  (4-0)  unanimously. 

18.  Resolution  No.  98-0284:    Approving  the  final  plans  and  specifications  and 

authorizing  advertisement  for  bids  for  Clean  Water 
Program  Contract  No.  CW-111,  Mason/Pine/Leavenworth 
Streets  and  Meacham  Place  Sewer  Replacement. 

19.  Resolution  No.  98-0285:    Approving  the  final  plans  and  specifications  and 

authorizing  advertisement  for  bids  for  Clean  Water 
Program  Contract  No.  CW-162,  Geary/Turk/Eddy/Elm 
Streets  Sewer  Replacement. 
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Award 


Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cool<,  to  adopt  Items 
No.  20  and  21;  passed  (4-0)  unanimously. 

20.  Resolution  No.  98-0286:    Awarding  Hetch  Hetchy  Contract  HH-872,  Moccasin 

Reservoir  Gate  Improvements,  in  the  amount  of  $488,900 
to  the  lowest  responsive  bidder,  Proven  Management,  Inc. 

21.  Resolution  No.  98-0287:    Awarding  Clean  Water  Program  Contract  No.  CW-143, 

Cayuga  Avenue/Dolores  Street/York  Street  Sewer 
Replacement  in  the  amount  of  $420,680  to  the  lowest 
responsive  and  responsible  bidder,  Harty  Pipelines,  Inc. 


Amend 

22.     Amending  Hetch  Hetchy  Water  &  Power  Contract  No.  HH-859,  Moccasin-Newark 
Transmission  Line  Tower  Painting  Phase  II. 

Commissioner  Makras  was  excused  at  2:40  p.m. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
22;  passed  (3-0)  unanimously. 

Resolution  No.  98-0288:    Amending  Hetch  Hetchy  Water  &  Power  Contract  No.  HH- 
859,  Moccasin-Newark  Transmission  Line  Tower  Painting 
Phase  II,  with  Midwest  Painting,  Inc.  increasing  the 
contract  amount  by  $70,000  and  extending  contract 
completion  date  from  October  1998  to  June  1,  1999. 


Close 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Items 
No.  23,  24  and  25;  passed  (3-0)  unanimously. 

23.     Resolution  No.  98-0289:    Accepting  the  work  performed  under  San  Francisco  Water 

Department  Contract  No.  WD-2172,  6-  and  8-Inch  Ductile 
Iron  Main  Installation  in  McCoppin,  Jessie,  Stevenson, 
Elgin  Park,  Pearl,  and  Brosnan  Streets;  approving  the  final 
payment  in  the  amount  of  $7,272.00  to  the  contractor,  E. 
Mitchell,  Inc.;  and  approving  final  modification  in  the  credit 
amount  of  $45,765.00. 
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24.  Resolution  No.  98-0290:    Accepting  the  work  performed  under  San  Francisco  Water 

Department  Contract  No.  WD-2190,  16-Inch  Ductile  Iron 
Main  Installation  in  San  Bruno  Avenue,  Paul  Avenue,  and 
Bayshore  Boulevard;  approving  the  final  payment  in  the 
amount  of  $1,400.00  to  the  contractor,  E.  Mitchell,  Inc.;  and 
approving  final  modification  in  the  credit  amount  of 
$44,567.65. 

25.  Resolution  No.  98-0291 :    Accepting  the  work  performed  under  San  Francisco  Water 

Department  Contract  No.  WD-2194,  6-  and  8-Inch  Ductile 
Iron  Main  Installation  in  Eleventh  Street,  Twelfth  Street, 
and  other  Streets  between  Howard  and  Bryant  Streets; 
approving  the  final  payment  in  the  amount  of  $500.00  to 
the  contractor,  E.  Mitchell,  Inc.;  and  approving  final 
modification  in  the  credit  amount  of  $5,324.40. 

PROFESSlbNAL  SERVICE  CONTRACTS 

Commissioner  Makras  returned  at  2:45  p.m. 
Advertise 

26.  Authorizing  the  issuance  of  a  Request  for  Proposals  (RFP)  to  perform  the  required 
environmental  evaluation  of  the  conversion  of  the  water  system's  residual  disinfectant 
from  chlorine  to  chloramine. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
26;  passed  (4-0)  unanimously. 

Resolution  No.  98-0292:    Authorizing  the  General  Manager  of  Public  Utilities  to  issue 

a  Request  for  Proposals  (RFP)  and  negotiate  and  execute 
a  cost  plus  fixed  fee  contract  with  a  consultant  firm/team  to 
be  selected  from  the  pool  of  qualified  environmental 
consulting  firms  to  perform  the  required  environmental 
evaluation  of  the  conversion  of  the  water  system's  residual 
disinfectant  from  chlorine  to  chloramine. 
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Award 


26.a.  Authorizing  tiie  Manager  of  tlie  Bureau  of  Environmental  Regulation  and 

Management  to  negotiate  and  award  a  professional  services  contract  with  Geoff 
Brosseau  to  implement  a  storm  water  pollution  prevention  program  with  a  first  year 
contract  amount  not  to  exceed  $1 00,000  and  a  total  contract  amount  not  to  exceed 
$400,000  over  three  years,  ending  June  30,  2001 .  (Continued  from  the  meeting  of 
October  13,  1998.  Proposed  for  continuance  to  November  24,  1998) 

Item  26  was  continued  to  November  24,  1998. 


CLOSED  SESSION 


27.     Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(b)(c) 
and  Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code 
Section  54956.8: 


Anticipated  Litigation: 
Property: 

Parties  Negotiating: 
Under  Negotiations: 


As  Plaintiff  and  as  Defendant 

500+  acres  of  San  Francisco  Water  Department  property 
on  Bernal  Avenue  in  Alameda  County. 
Nelson/Lymburn/Thompson/Malamut 
City  of  Pleasanton 
Terms  and  Conditions 


No  action  was  taken  on  Item  27. 


28.  Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 


Property: 

Parties  Negotiating: 
Contracting  Agency: 
Under  Negotiation: 


Bay  Bridge  Pump  Station 

CCSF-Dowd/Sullivan 

CalTrans 

Terms  and  Conditions 


No  action  was  taken  on  Item  28. 
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29.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(b)(c): 


Anticipated  Litigation:   CCSF  As  Plaintiff 

PG&E  As  Defendant 


No  action  was  taken  on  Item  29. 


30.  Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 


Property: 

Parties  Negotiating: 
Lessee: 

Under  Negotiation: 


Portions  of  Parcel  65  in  Sunol,  Alameda  County 
CCSF  -  Dowd/Sullivan/Milstein 
Mission  Valley  Rock/RMC  Lonestar 
Price  and  Terms 


No  action  was  taken  on  Item  30. 


31.  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 


There  were  none. 


32.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
above  as  Conference  with  Legal  Counsel. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  assert  the 
attorney-client  privilege;  passed  (4-0)  unanimously. 

The  Public  Utilities  Commission  went  into  Closed  Session  at  2:50  P.M.  to  discuss  the  above 
listed  Closed  Session  items: 

At  4:00  P.M.,  the  Public  Utilities  Commission  reconvened  in  an  open  session. 

33.  Announcement  following  Closed  Session. 

President  Caen  announced  the  actions  taken  during  the  Closed  Session. 
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34.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  not  to  disclose 
the  discussion  during  the  Closed  Session;  passed  (4-0)  unanimously. 

Thereupon,  the  meeting  was  adjourned:         4:03  P.M. 

Romaine  A.  Boidridge 
Secretary 


98-277 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0276 


WHEREAS,  The  Public  Utilities  Commission  has  been  reviewing  its  policies  for  contract- 
ing for  professional  services;  and 

WHEREAS,  The  Commission  has  developed  a  sense  of  how  such  contracting  should  be 
done;  and 

WHEREAS,  The  Commission  wishes  to  memorialize  its  thinking  as  policy;  and 

WHEREAS,  The  proposed  contract  policy  provides  the  baseline  for  the  Commission  and 
its  staff  to  develop  and  implement  new  procedures  over  time;  and 

WHEREAS,  The  proposed  policy  establishes  six  contract  types  and  three  decision  points; 
now,  therefore,  be  it 

RESOLVED,  That  the  Commission  hereby  approves  the  Contract  Policy  described  in  the 
companion  agenda  item. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  November  10,  1998 


Secretary,  Public  Utilities  Commission 


 98-0276 

AGENDA  ITEM 
Public  Utilities  Commission  lllil 

City  and  County  of  San  Francisco  JIM^^ 

DEPARTMENT    Utilities  Engineering  Bureau  AGENDA  NO.  Q 

MEETING  DATE  November  10, 1998 


SUMMARY  OF  PROPOSED  ACTION: 

Establishing  PUC  policy  with  respect  to  professional  services  contract- 
ing. 

DESCRIPTION  OF  PROPOSED  ACTION: 

The  Public  Utilities  Commission  utilizes  professional  service  contracts 
where  in  house  skills  or  staffing  levels  are  insufficient.  This  policy 
defines  standard  contract  types  and  establishes  a  standard,  progressive 
decision  making  process  for  entering  into  such  contracts. 

j    The  policy  defines  six  standard  contract  types: 
i    •  Standard 
I    •  As-Needed 
;    •  Phased 
j    •  Continuing 
i    •  Informal 
•  Emergency 

This  policy  also  establishes  and  defines  a  decision  making  process 

consisting  of  three  steps: 
j    •  Budget 
j    •    Approval  of  RFP 
I    •  Award 


APPROVALS: 


DEPARTMENT/ 
BUREAU 


UTILITIES  ENGR, 
BUREAU 


COMMISSION 
SECRETARY 


FINANCE 


GENERAL 
MANAGER 
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The  purpose  of  this  policy  is  to  establish  common  nomenclature  and 
expectations  for  professional  service  contracting  to  facilitate  commu- 
nication and  decision  making  by  the  Commission  and  PUC  staff.     It  is 
anticipated  that  the  Commission  will  elect  to  follow  different  policies 
from  time  to  time,   and  as  circumstances  dictate.     This  policy  does  not 
limit  the  PUC's  prerogatives  but  does  establish  the  base  from  which  new 
policies  can  be  set. 


CONTRACT  TYPES 
J.       STANDARD  PROFESSIONAL  SERVICES  CONTRACT 

This  is  the  most  straightforward  type  of  professional  services  con- 
tract.  Its  defining  characteristic  is  a  clear  scope  or  work  product,  a 
fixed  time  to  deliver  the  product,   and  a  firm  price. 

May  be  for  lump  sum,   unit  price,   time  and  materials,   cost  plus  fixed 
fee,   or  any  combination. 

Contracts  are  closed  after  completion  of  work   (deliverables  received 
and  accepted) ,   and  not  kept  open  for  add-on  work. 

Consultants  are  evaluated  for  performance  on  completion. 

Amendment  to  the  work  scope,   time  or  price  is  significant  and  will 
require  substantial  justification. 

II.     AS -NEEDED  PROFESSIONAL  SERVICES  CONTRACT 

This  type  of  contract  is  used  to  meet  unanticipated  skill  and  workload 
needs.     It  is  defined  by  skills  and  duration,  not  scope  or  work 
product. 

Contract  provides  a  very  general  scope  of  work  and  skills. 

Contracted  services  are  inclusive,   covering  a  broad  range  of  projects 
and  programs. 

Contract  term  may  be  mult i -year  with  overlapping  procurement  to  provide 
continuous  availability  of  a  wide  range  of  consultants. 
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Services  may  be  provided  by  a  pool  of  consultants,   a  single  consultant 
or  a  joint  venture. 

Most  common  As-Needed  services  include  engineering,  construction 
management,   architectural,   laboratory  and  environmental  services. 

Master  Agreements  carry  a  set  spending  authority.  Work  is  authorized  by 
issuing  Task  Orders  that  define  work  scope,   deliverables  and  price 
(much  like  a  small,   standard  contract) .  The  total  dollar  value  of  all 
Task  Orders  executed  from  each  Master  Agreement  cannot  exceed  the 
spending  authority. 

Specific  Task  Orders  may  include  lump  sum,  per  diem,   time  and  materials  ' 
or  other  combinations  of  cost  reimbursements,   depending  on  the  type  of 
service  requested. 

Where  there  is  a  pool  of  providers.   Task  Orders  may  be  assigned  by 
competitive  process. 

Amendments  that  increase  spending  authority  are  consistent  with  the  ' 
concept  that  the  required  work  is  unplanned  and  therefore  unknown  at  ' 
contract  inception.     An  amendment  that  extends  the  term  of  an  as  needed 
contract  would  be  unusual.  ! 

III.   PHASED  PROFESSIONAL  SERVICES  CONTRACTS 

This  type  of  contract  typically  has  a  clear  end  point  or  goal  but  lacks 
scope  or  approach  to  accomplish  the  goal.  The  first  phase  would  typi- 
cally be  a  study  to  determine  scope  and  approach  for  later  phases.     It  : 
may  also  be  the  first  of  several  phases  which  are  clear,  but  which  must  I 
be  considered  as  a  whole.  ! 

Used  for  large,   complex  projects  such  as  the  Hetch-Hetchy  Treatment 
Project,   The  Water  Supply  Master  Plan  and  the  Sunol  Valley  Water 
Treatment  Plant  Upgrade  Project. 

Subsequent  contract  phases  have  fully  developed  scopes,   require  PUC 
approval  and  may  or  may  not  require  a  new  RFP.     Whether  to  require  a 
new  RFP  depends  on  the  Commission's  judgement  of  the  value  of  consul- 
tant continuity  between  project  phases. 
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The  contract  should  be  phased  such  that  a     new  RFP  is  an  option  prior 
to  contracting  for     each  phase  whether  or  not  that  is  the  initial 
intent.  Contractor  performance  evaluations  should  be  concluded  at  each 
phase.     It  should  be  noted  that  RFP' s  take  substantially  longer  than 
contract  amendments.     Therefore,   the  RFP  decision  needs  to  be  brought 
to  the  PUC  and  decided  well  in  advance  of  the  expiration  of  the  prior 
phase. 

The  reason  for  using  a  phased  contract  is  to  provide  full  disclosure  of 
the  project  work  scope  during  the  initial  RFP.     The  first  phasB  may  be 
a  small  part  of  a  large  project.     Firms  choosing  to  propose  or  not 
propose  on  a  phased  contract  will  do  so  with  full  understanding  of  the 
project  scope. 

Generally  cost  plus  fixed  fee,   but  may  be  a  series  of  lump  sums  on 
deliverables . 

Amendments  or  additional  RFPs  are  required  in  order  to  implement  each 
successive  phase. 

XV.      CONTINUING  PROFESSIONAL  SERVICES  CONTRACTS 

This  type  of  contract  is  for  the  situation  where  continuity  of  a 
service  relationship  is  important.     Contracts  may  be  renewed  annually 
based  on  satisfactory  performance  but  would  not  extend  beyond  four 
years  without  a  new  RFP. 

Continuing  contracts  are  most  commonly  used  for  legal  counsel,  audi- 
tors,  financial  advisors,   lobbyists  and  other  specialty  services  where 
it  is  not  required  or  possible  to  obtain  such  services  through  direct 
employment . 

This  contract  type  may  cover  multi-year  programs,   periods  of  legisla- 
tive rule -making,   or  involved  legal  disputes  or  inquiry. 

Amendments  are  anticipated  within  the  four  year  limit. 
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V.  INFORMAL  PROFESSIONAL  SERVICES  CONTRACTS 

This  type  of  contract  is  for  small  contracts  where  a  formal  contracting 
process  would  be  more  expensive  than  the  contract  itself. 

Contract  amount  less  than  $50,000. 

Does  not  require  PUC  approval.  Human  Rights  Commission  rules  apply  to 
contracts  over  $10,000.00. 

Otherwise  similar  to  standard  professional  service  contracts.  - 

Amendments  are  rare  and  require  PUC  approval  if  the  resulting  value 
exceeds  $50,000. 

VI.  EMERGENCY  PROFESSIONAL  SERVICES  CONTRACTS 

Emergency  professional  service  contracts  are  issued  pursuant  to  a 
formal  emergency  declaration  and  must  be  in  support  of  work  needed  to 
avoid  or  eliminate  a  clear  and  immediate  threat  to  health  or  safety. 

Competitive  bidding  and  compliance  with  HRC  rules  is  done  to  the  extent 
possible . 

Amendments  are  processed  as  dictated  by  the  emerging  nature  of  the 
emergency . 


CONTRACT  DECISION  PROCESS 

The  Public  Utilities  Commission  reviews  and  approves  prospective 
contracts  at  three  key  points.     Each  decision  point  is  intended  to 
decide  specific  elements  of  the  contracting  process.     When  it  works 
well,   the  process  is  progressive;   that  is,   each  step  builds  on  prior 
steps.     For  example,   absent  changed  circ\imstances  the  decision  to  award 
should  not  have  to  revisit  prior  decisions  to  do  the  work  and  to 
utilize  a  specific  contract  type.     Changing  decisions  early  in  the 
process  is  expected.     Doing  so  late  in  the  process  is  expensive. 
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J.       BUDGET  or  CAPITAL  IMPROVEMENT  PROGRAM  APPROVAL 

Approves  doing  the  work,   allocating  an  amount  of  money  to  the  work  and 
approves  the  use  of  non-City  forces  pursuant  to  provisions  of  the 
Administrative  Code. 

This  step  is  like  any  other  budgeting  decision  in  that  it  sets  policy 
\    and  allocates  financial  resources  within  the  City's  budget  structure. 

This  step  is  unlike  other  budgeting  decisions  in  that  it  makes  a 
finding  that  the  use  of  professional  services  is  appropriate  in-  this 
circumstance  according  to  one  of  several  provisions  of  the  Administra- 
tive Code.     In  general  the  finding  is  that  outside  forces  are  necessary 
either  because  of  temporary  workload  or  the  need  for  services  not 
available  through  Civil  Service. 

This  step  is  also  unlike  other  budgeting  decisions  in  that  the  Commis- 
sion will  be  involved  prior  to  the  obligation  of  funds  for  contracts  in 
excess  of  $50,000.     In  this  sense  the  budgeting  decision  is  not  com- 
plete, final  or  irrevocable. 

II.     REQUEST  FOR  PROPOSAL  APPROVAL 

Directs  staff  to  solicit  proposals,   sets  work  scope  and  deliverables, 
establishes  the  type  of  contract  to  be  used,   defines  the  selection 
process,   establishes  MBE/WBE/LBE  goals,   and  establishes  the  procedure 
for  award. 

This  is  the  most  significant  step  in  the  contract  approval  process  in 
that  it  sets  the  terms  of  the  contract  and  its  award  and  because  it  is 
the  point  after  which  PUC  staff  and  prospective  consultants  expend 
significant  resources  in  response  to  the  Commission's  direction. 
Changes  in  direction  after  this  point  are  costly  both  in  terms  of  time 
and  money. 

The  time  between  preparing  a  budget  request  and  coming  to  the  Commis- 
sion with  an  RFP  is  usually  in  excess  of  one  year.     In  that  time  the 
request  becomes  much  more  specific.     Where  the  budget  approval  was  an 
allocation  of  resources  for  a  purpose,   the  RFP  approval  sets  the  terms 
for  how  the  rate  payer's  money  will  be  spent,   what  they  will  get  for 
it,   and  how  we  will  keep  the  process  accountable. 
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Work  scope  and  deliverables  should  be  specific  within  the  context  of 
the  type  of  contract  being  proposed   (e.g.,   an  as  needed  contract  would 
not  have  a  specific  scope  by  its  definition) . 

The  type  of  contract  will  be  one  of  the  types  described  above  or  will 
be  customized  in  order  to  meet  the  specific  needs  of  the  work  and  the 
Commission. 

The  selection  process  should  be  described  in  detail  including  the 
rating  process  and  criteria  to  be  used  and  the  composition  of  any 
selection  panel. 

MBE/WBE/LBE  goals  are  set  to  meet  the  Commission's  objectives  in 
consultation  with  the  Human  Rights  Commission  staff. 

The  usual  award  process  is  that  a  selection  panel  selects  a  contractor 
based  on  an  evaluation  of  proposals  according  to  an  established  set  of 
criteria.     The  Commission  approves  or  rejects  the  panel's  selection  and 
resolves  any  protests.     If  approved,   staff  proceeds  to  negotiate  and 
execute  a  contract  with  the  selected  contractor.     In  some  cases  the  PUC 
may  elect  to  have  the  selection  panel  recommend  all  or  the  most  quali- 
fied contractors,   with  or  without  ranking,   so  that  the  Commission  may 
make  the  final  selection.     There  are  a  great  number  of  variations 
possible  within  the  law  and  individual  selection  processes  may  be 
tailored  to  fit  specific  circumstances.     These  decisions  need  to  be 
made  before  the  RFP  is  issued  because  the  RFP  establishes  the  limits  of 
the  Commission's  subsequent  authority. 

III.   CONTRACT  AWARD 

j    Selects  or  approves  selection  of  a  contractor  and  directs  staff  to 
negotiate  and  complete  award  of  the  contract   (legally,   award  is  not 
complete  until  all  contract  doc\iments  are  finally  executed)  . 

In  the  "usual"  process  outlined  above,   the  PUC's  action  at  this  point 
would  be  to  certify  the  process:   to  make  sure  that  the  PUC's  policies 
and  directives  have  been  followed,   that  there  are  no  unresolved  pro- 
tests,  that  M/W/LBE  objectives  have  been  met,   that  there  are  no  anoma- 
lous scores,   and  that  the  selection  has  proceeded  as  outlined  in  the 
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RFP.     In  other  words,   the  PUC's  action  would  be  to  certify  process 
rather  than  to  set  direction. 

If  the  RFP  has  provided  otherwise,   the  PUC's  role  may  include  acting  as 
a  committee  of  the  whole  to  interview  all  proposers,   make  the  final 
selection  and  direct  staff  to  negotiate  and  finally  execute  a  contract. 

As  stated  above,   the  PUC's  authority  at  this  point  is  limited  by  law 
and  by  the  terms  of  the  RFP. 

It  should  also  be  noted  that  the  PUC  always  has  the  authority  to  not 
award  a  contract . 


CONTEXT  OF  THIS  ACTION: 


ATTACHMENTS: 

1.  Resolution 


Contact  Person: 


Phone: 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  98-0277 


WHEREAS,  The  Clean  Water  Enterprise's  1974  Master  Plan  was  completed  in  1997;  and 

WHEREAS,  The  Clean  Water  Enterprise  has  an  outstanding  need  for  rehabilitation  and 
upgrading  of  treatment  facilities  and  correction  of  flooding  and  structurally  inadequate  structures;  and 

WHEREAS,  Funding  for  the  Clean  Water  Enterprise's  Capital  Program  has  been  significantly 
constrained  due  to  the  passage  of  Proposition  "H"  in  1997;  and 

WHEREAS,  Funds  for  the  Clean  Water  Capital  Program  are  available  as  follows: 


leaving  the  Clean  Water  Enterprise  with  a  total  of  $49.1  million  available  to  continue  the  Capital 
Program;  and  now  therefore  be  it 

RESOLVED,  That  the  PUC  recognizes  the  constraints  of  capital  funding  for  the  Clean  Water 
Enterprise  and  the  need  to  protect  the  public  health  and  the  environment;  and  be  it  further 

RESOLVED,  That  the  PUC  directs  the  application  of  those  capital  funds  to  the  attached  list  of 
projects  as  being  the  highest  priority  for  the  Clean  Water  Enterprise  Capital  Program  for  1998-1999; 
and  be  it  further 

RESOLVED,  That  the  PUC  reserves  the  remaining  capital  funds  to  be  used  for  future  capital 
projects  at  the  discretion  of  the  PUC. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of  November  10,  1998. 


General  Obligation  Bonds 
Unrestricted  Revenue  Bonds 
1994  Sewer  Revenue  Bonds 
Restricted  Revenue  Bonds 


$4  million 
$24  million 
$7  million 


$14.1  million 


Secretary,  Public  Utilities  Commission 


TABLE  II    1 998-99  Capital  Projects 
A.  Flood  Control  /  Structurally  Inadequate  Sewer  Projects 


Descriptions 

Project  Cost 
($M) 

Third  Street  Sewers 

To  correct  flooding  along  the 
Third  Street  corridor 

5 

Sunnydale  Planning  and 
Design 

To  correct  flooding  in  the 
Little  Hollywood  area 

3 

Yosemite/Egbert  Sewer 

To  correct  flooding  in  the 
Bayview/Hunters  Point  area 

1.5 

5^^  Street  Flooding 

To  correct  flooding  at  south 
of  Market  area  along  5  near 
Harrison 

2 

Mid-Embarcadero  Roadway 

To  install  new  catch  basins 
and  alternative  treatment 
technology  for  stormwater 
control  to  prevent  future 
flooding 

0.6 

Structurally  Inadequate  Sewers 

To  correct/replace  sewers  of 
highest  priority  and  for 
which  there  is  adequate  funds 

4 

SUB-TOTAL 

16.1 

B.  Major  Rehabilitation  of  Existing  Facilities  Projects($18.1  million) 


Descriptions 

Project  Cost 
($M) 

North  Point  Treatment  Plant 
Tmnrovements  Phase  TTTa 

To  replace  odor  control 
eaiiinment  and  nerform 
concrete  repairs 

1.7 

North  Point  Treatment  Plant 
Tmnrovement";  Phase  TV  nre- 
design 

To  determine  need  and  cost 
tn  rphabilitate  and  relocate 
process  treatment  to  north 
side  of  plant 

0.2 

Distributed  Control  System 

To  complete  contract  for 
computerized  control  for 
Southeast  and  Bavside 
facilities 

0.3 

Channel  Pump  Station 
Variable  Speed  Control 
Improvements 

To  complete  contract  to 
refurbish  motors  and  to 
replace  motor  drives 

0.3 

Southeast  Booster  Pump 
Station 

Add  capacity  and  power  to 
ensure  that  full  capacity  of 
outfall  is  used  -  consistent 
with  NPDES  permits  and 
CDO 

10 

Illinois  Street  Sewer 
*  (Restricted  Bonds) 

To  provide  additional 
transport  and  storage  capacity 
m  order  to  ensure  that 
Mariposa  area  meets  NPDES 
requirements  for  treated  CSO 

1.1* 

250  MOD  at  Southeast 
Treatment  Plant 
*  (Restricted  Bonds) 

To  improve  treatment  quality 
and  reliability  to  ensure 
compliance  with  NPDES 
permits  and  CDO 

4.5* 

SUB-TOTAL 

18.1 

TOTAL  (A+B) 

34.2 

PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0278 


WHEREAS,  the  1998-99  CIP  for  the  PUC  includes  various  projects  which  immediate  funding  in 
the  amount  of  $3,627,837  in  order  to  meet  current  project  schedules  for  the  first  half  of  the  current  fiscal 
year;  and 

WHEREAS,  the  CIP  for  the  PUC  includes  various  projects  which  are  completed,  no  longer  needed 
or  revised  so  that  existing  funding  can  be  reduced;  and 

WHEREAS,  the  Controller  of  the  City  and  County  has  the  power  to  reallocate  funds  among 
existing  capital  improvement  projects;  now,  therefore,  be  it 

RESOLVED,  that  this  Commission  authorizes  the  PUC  General  Manager  to  request  the  Controller 
to  reallocate  funds  from  various  projects  identified  as  "funding  sources"  in  Attachment  II  to  the  projects 
identified  under  "use  of  funds"  in  Attachment  II  in  order  to  meet  the  funding  needs  for  those  projects  as 
identified  by  the  Utilities  Engineering  Bureau. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of 

NOV  1 0 1998 


Secretary,  Public  Utilities  Commission 


ATTACHMENT  II 
Water  Capital  Improvement  Projects 
Funding  Re-allocation 


11/4/98 


Available 


Project  Description  Funding 

FUNDING  SOURCES 

CUW10201  Calaveras  PL  Const,  &  S.A.  PS  Imp.  165,647 

CUW12201  Millbrae  North  Building  1,904,704 

CUW12401  BDPL  1  &  2  Expansion  Joint  48,417 

CUW14601  BDPL  #1&#2  Replace  Walkways  4,370 

CUW15301  Emerg.  Hypochlorite  Sts.  Disinfect  5,049 

CUW15501  SVWTP  Decant  Pump  VFD  Drives  27,804 

CUW1 5701  Hard  Wire  Pump  Stations  for  RTU's  52,751 

CUW1 9601  Bridge  Across  Turner  Dam  Spillway  1 50,000 

CUW20901  Demolish  Sunol  Aqueduct  (was  FUW562)  20,000 

CUW21401  Sharp  Park  Golf  Course  Reclamation  100,000 

CUW61001  36"  Steel  Main  at  Noe  Valley  82,095 

CUW64501  Hunters  Point  Water  Main  Replace  400,000 

CUW64601  Treasure  Island  System  Rehabilitation  400,000 

CUW64901  Enclose  Elec.  Pumps  at  San  Ant  PS  32,000 

CUW65001  East  Bay  Bridge  Pump  Station  Replace  200,000 

CUW65801  Rehabilitate  Hypochlorite  Stations   35,000 

Total  Sources  3,627,837 

USE  OF  FUNDS 

CUW21 101  Caustic  Soda-Fluoride  Chemical  Feed  (40,000) 

CUW60201  Renew  Water  Services  and  Meter  (1 ,450,330) 

CUW64201  Meter  Replacement  Program  (418,507) 

CUW66701  Chlorination  St  Flow  Meter  Replacement  (20,000) 

CUW67301  City  Reservoirs-Sample  Pump  Installation  (30,000) 

CUW67401  Potrero  Heights  Reservoir,  Chlorination  (20,000) 

CUW67501  Chlorination  Station  Refurbishment  (15,000) 

CUW87001  Replace  Water  Mains  (1,634,000) 

Total  Uses  (3,627,837) 


G;/Data/WaterA/Vcipreal 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0279 


WHEREAS,  the  capital  programs  of  the  PUC  require  the  expansion  of  the  PUC  capital  projects 
staff;  and 

WHEREAS,  the  Commission  has  previously  approved  a  lease  of  approximately  28,000  square  feet 
of  space  at  875  Stevenson  Street  to  accommodate  this  expansion;  and 

WHEREAS,  UEB  staff  have  prepared  preliminary  designs  and  cost  estimates  for  remodeling 
necessary  to  accommodate  the  expansion  of  PUC  staff  at  this  new  location;  and 

WHEREAS,  the  cost  estimate  for  this  remodeling  is  $1.84  million;  and 

WHEREAS,  the  PUC  did  not  include  funds  for  this  expansion  project  in  the  current  1998-99 
budget,  and 

WHEREAS,  sufficient  funds  exist  in  the  unappropriated  revenues  of  the  three  enterprises  of  the 
PUC  to  finance  this  expansion  project;  now  therefore  be  it 

RESOLVED,  that  the  Commission  authorizes  the  General  Manager  to  request  the  Mayor  to 
recommend  to  the  Board  of  Supervisors  a  supplemental  appropriation  request  in  the  amount  of  $1 .84 
million  for  the  purpose  of  funding  a  new  project  to  permit  the  expansion  of  the  capital  projects  staff  of  the 
PUC  at  875  Stevenson  Street. 


Agen875 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its  meeting  of 

NOV  1 0  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0280 


WHEREAS,  On  January  27,  1998,  the  Public  Utilities  Commission  approved  the  issuance  of  a 
Request  for  Proposal  (RFP)  for  Clean  Water  Program  Contract  No.  CS-505,  "San 
Francisco  Deep  Water  Outfalls  Improvements,  Engineering  Professional  Services";  and 

WHEREAS,  The  work  to  be  undertaken  requires  a  consultant  with  significant  expertise  in  outfall 
design  to  evaluate  the  deep  water  outfalls,  to  determine  operational  status  and  to 
optimize  performance;  and 

WHEREAS,  The  Utilities  Engineering  Bureau  has  issued  a  Request  for  Proposals  in  March  1998, 
received  three  proposals  on  May  20,  1998,  and  conducted  oral  interviews  on  June  30, 
1998;  and 

WHEREAS,  The  Utilities  Engineering  Bureau  has  transferred  the  available  funds  to  the  Third  Street 
Flooding  Control  Emergency  Project;  now,  therefore,  be  it 

RESOLVED,  That  the  Commission  hereby  rejects  all  proposals  received  on  May  20,  1998  for 
Contract  No.  CS-505,  "San  Francisco  Deep  Water  Outfalls  Improvements,  Engineering 
Professional  Services"  and  defers  the  project  until  new  funding  is  available. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission 
at  its  meeting  of      NOV  10  t998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

98-0281 


RESOLUTION  NO. 


WHEREAS,  On  February  10,1998,  PUC  Sewer  Operations  identified  an  emergency  condition  on 
Oakhurst  Lane  from  Crestmont  Drive  to  Warren  Drive;  and 

WHEREAS,  The  existing  sewer  had  collapsed,  and  immediate  repairs  were  required  in  order  to 
protect  the  health,  welfare,  and  property  of  the  Citizens  of  San  Francisco;  and 

WHEREAS,  DPW's  Bureau  of  Engineering  prepared  the  Plans  and  Specifications  for  Contract  No. 
C W- 1 68,  "Oakhurst  Lane  Emergency  Sewer  Replacement"  to  line  the  existing  1 2-inch  and  1 8-inch  diameter 
sewers  located  on  Oakhurst  Lane  between  Crestmont  Drive  and  Warren  drive;  and 

WHEREAS,  The  Contractor,  J.F.  Pacific  liners.  Inc.,  began  the  emergency  work  on  April  14,1998 
and  ended  on  July  3,1998. 

WHEREAS,  The  total  estimated  project  cost  is  $72,710,  of  which  $46,060  is  for  the  construction 
contract.  Funds  for  this  project  are  available  from  the  Repair  and  Replacement(Fiiid  5C/CPF/R&R,  FAMIS 
Project  No.  CENRNR958,  Job  Order  No.  1591N);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission,  in  accordance  with  the  provisions  of  Section  6.30  of  the 
Administrative  Code  of  the  City  and  County  of  San  Francisco,  hereby  ratifies  the  Declaration  of  Emergency; 
and  be  it 

FURTHER  RESOLVED,  That  this  Commissionhereby  requests  the  Board  of  Supervisors  to  Approve 
the  expenditure  of  funds  for  the  emergency  work  to  repair  the  structurally  inadequate  sewer  in  Oakhurst  Lane 
between  Crestmont  Drive  and  Warren  Drive. 


/  hereby  certify  that  the  foregoine  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  NOV  1(1199^    .  ^M^Q.  S^^flj^ 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  98-0282 


WHEREAS,  The  PUC  has  been  awarded  a  grant  for  $1,000,000  from  the  State  of  CaUfomia's  CaUfomia 
Energy  Commission  for  a  renewable  resource  project;  and 

WHEREAS,  The  PUC  must  select  a  developer  for  the  project  by  June  1999  in  order  to  receive  the  CEC 
grant;  and 

WHEREAS,  The  PUC  has  an  identified  renewable  resource  or  cogeneration  project  at  its  Southeast  Water 
Pollution  Control  Plant;  and 

WHEREAS,  The  Clean  Water  Program  can  benefit  by  a  reduction  in  the  cost  of  power;  now  therefore  be 
it; 

RESOLVED,  That  this  Commission  hereby  approves  the  advertisement  for  a  developer  to  finance,  design, 
build  and  operate  a  cogeneration  facility  at  the  Southeast  Water  Pollution  Control  Plant. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of   KlflV  1  0  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0283 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  San  Mateo  County;  and 

WHEREAS,  Desert  Petroleum  Incorporated  has  requested  to  enter  Into  an  agreement  to 
enter  former  Muni  Right  of  Way  Parcel  23,  to  use  a  GeoProbe  drilling  rig  to  obtain  a  water 
sample;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  agreement  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  permit  to  Desert  Petroleum  Incorporated,  as  Permittee, 
for  permission  to  enter  former  Muni  Right  of  Way  Parcel  23,  to  use  a  GeoProbe  drilling  rig  to 
obtain  a  water  sample  in  the  permit  area  on  SFWD  lands  located  in  San  Mateo  County,  as  set 
forth  in  the  permit  of  certain  real  property  under  the  jurisdiction  of  the  Public  Utilities  Commis- 
sion, as  shown  on  Drawing  No.  SFG-1 969-1,  commencing  upon  execution  following  authoriza- 
tion and  approval  of  the  PUC  and  expiring  (i)  one  (1)  month  from  the  commencement  date  or  (ii) 
upon  oral  or  written  notice  from  City  revoking  this  Permit  provided  that  the  Permittee  shall  pay 
$1 ,000.00  for  permit  fees;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  permit. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


NOV  1 0  1998 


meeting  of 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 
City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0284 


WHEREAS,  The  Clean  Water  Program  has  a  continuing  Sewer  Repair  and  Replacement 
Program  to  repair/replace  structurally  inadequate  sewer  facilities;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  Clean  Water  Contract  No.  CW- 
111,  "Mason/Pine/LeavenworthStreets  and  Meacham  Place  Sewer  Replacement",  to  replace  existing 
8-inch  diameter  and  3'x5'  brick  sewers  with  12-inch,  15-inch  and  24-inch  diameter  VCP  sewers  in 
Mason  Street  from  Eddy  to  Ellis  Streets,  Pine  Street  from  Hyde  to  Leavenworth  Streets,  Leavenworth 
Street  from  O'Farrell  to  Geary  Streets,  Meacham  Place  from  Post  Street  to  158'  Southerly;  and 

WHEREAS, The  Departmentof  City  Plarming  Office  of  Environmental  Review  has  determined 
that  the  Sewer  Repair  and  Replacement  Program  is  categorically  exempt  from  environmental  review 
under  the  State  Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  The  Engineer's  Estimate  for  this  Contract  is  $334,350.00;  and 

WHEREAS,  Funds  for  said  Contract  are  available  from  the  R&R  Fund,  under  Job  Order  No. 
1461N,  (Fund  5C/CPF/R«&R,  FAMIS  Project  No.  CENRNRR91440);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  final  plans  and  specifications  for 
Utilities  Engineering  Bureau  Contract  C  W- 1 1 1 ,  "Mason/Pine/Leavenworth  Streets  and  Meacham  Place 
Sewer  Replacemenf  and  authorizes  the  Bureau  of  Engineering  to  advertise  for  bids  for  said  contract. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  NOV  1 Q  1998  • 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0285 


WHEREAS,  The  Clean  Water  Program  has  a  continuing  Sewer  Repair  and  Replacement 
Program  to  repair/replace  structurally  inadequate  sewer  facilities;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  Clean  Water  Program 
Contract  No.  CW-162, "  Geary  /  Turk  /  Eddy  /  Elm  Streets  Sewer  Replacement",  to  replace  existing 
sewers  with  1 2-inch,  1 5-inch,  1 8-inch  and  2 1  -inch  diameter  VCP  sewers  in  Geary  Street  from  Lyon 
to  Broderick  Streets,  Eddy  Street  from  Pierce  to  Steiner  Streets  and  Turk  Street  from  Broderick  to 
Divisadero  Streets,  slipline  12-inch  diameter  "NO-DIG"  VCP  sewer  in  the  existing  3'  x  5'  brick 
sewer  on  Eddy  from  Steiner  to  Fillmore  Streets,  and  line  existing  1 5-inch  diameter  VCP  sewer  in 
Elm  Street  from  Scott  to  Pierce  Streets  with  either  Folded  PVC  Pipe  Liner  or  Cured-In-Place-Lino-- 
Pipe,  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has 
determined  that  the  Sewer  Repair  and  Replacement  Program  is  categorically  exempt  from 
environmental  review  under  the  State  Guidelines  implementing  the  California  Envirormiental 
Quality  Act;  and 

WHEREAS,  The  subcontracting  goals  of  23%  for  Local  Minority  Business  Enterprise  and 
8%  for  Local  Women  Business  Enterprise  have  been  established  for  this  Contract  by  the  HRC 
Contract  Compliance  Officer  assigned  to  monitor  Sewer  Repair  and  Replacement  Contracts. 

WHEREAS,  The  Engineer's  Estimate  for  this  Contract  is  $593,000.00;  and 

WHEREAS,  Funds  for  said  Contract  are  available  in  the  Repair  and  Replacement  Fund  under 
Job  Order  No.  1586N  (Fund  5C/CPF/R«&R,FAMIS  Project  No.  CENRNRR97140);now,  therefore, 
be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  final  plans  and  specifications  for 
Clean  Water  Program  Contract  No.  CW-162,  "Geary  /  Turk  /  Eddy  /  Elm  Streets  Sewer 
Replacement"  and  authorizes  the  advertisement  for  bids  for  said  contract. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


meeting  of 


NOV  1  n  1998 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0286 


WHEREAS,  Under  Hetch  Hetchy  Water  and  Power  Contract  HH-872,  Moccasin  Reservoir  Gate 
Improvements,  two  bids  were  received  in  the  amounts  of  $488,900.00  and  $517,000.00;  and 

WHEREAS,  The  HRC  Office  of  Contract  Compliance  recommends  that  the  contract  be  awarded 
to  Proven  Management,  Inc. ;  and 

WHEREAS,  Funds  are  available  in  Project  CUH855,  Moccasin  Reservoir  Gate  Improvements, 
now,  therefore,  be  it 

RESOLVED,  That  this  Commission  awards  Hetch  Hetchy  Contract  HH-872,  Moccasin  Reservoir 
Gate  Improvements,  in  the  amount  of  $488,900.00 ,  to  the  lowest  responsive  bidder.  Proven  Management, 
Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  NOV  10  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0287 


WHEREAS,  On  June  9,  1998,  the  Public  Utilities  Commission  approved  the  final  plans  and 
specifications  for  Clean  Water  Program  Contract  No.  CW-143  and  authorized  advertising  for  proposals 
to  replace  existing  sewers  with  12-inch  and  1 8-inch  diameter  VCP  sewers  in  Cayuga  Avenue  at  Ocean 
Avenue,  Dolores  Street  from  16"'  to  18""  Streets,  and  York  Street  from  21"  to  22"*^  Avenues;  and 

WHEREAS,  The  Contract  was  advertised  on  September  15,  1998;  and 

WHEREAS,  Seven  bids  were  received  and  opened  publicly  on  October  15,  1998;  and 

WHEREAS,  Staff  review  of  the  bid  for  responsiveness  and  application  of  bid  preferences 
resulted  in  the  establishment  of  Harty  Pipelines,  Inc.  as  the  lowest  responsive  and  responsible 
bidder;  and 

WHEREAS,  MBE  and  WBE  participationhas  been  approved  by  the  HRC  Contract  Compliance 
Officer  assigned  to  monitor  Clean  Water  Program  contracts;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has 
determined  that  the  Sewer  Repair  and  Replacement  program  is  categorically  exempt  from 
environmental  review  under  the  State  Guidelines  implementing  the  California  Environmental 
Quality  Act;  and 

WHEREAS,  Funds  for  said  Contract  are  available  under  the  Sewer  Repair  and  Replacement 
Fund  from  Job  Order  No.  1569N  (Fund  5C/CPF/R&R,  FAMIS  Project  No.  CENRNRR97640);  now, 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  award  of  Clean  Water  Program 
Contract  No.  CW-143,  "Cayuga  Avenue  /  Dolores  Street  /  York  Street  Sewer  Replacement "  in  the 
amount  of  $420,680.00  to  the  lowest  responsive  and  responsible  bidder  Harty  Pipelines,  Inc. 

I  hereby  certify  that  the  fore2oing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0288 


WHEREAS,  Under  PUG  Resolution  No.  97-0081  adopted  on  March  25,  1997,  the  PUG 
approved  the  final  plans  and  specifications  and  authorized  bid  call  for  Hetch  Hetchy  Water  and 
Power  Contract  No.  HH-859,  Moccasin-Newark  Transmission  Line  Tower  Painting  Phase  II; 
and 


WHEREAS,  Under  PUC  Resolution  No.  97-0202  adopted  on  July  8,  1997,  the  PUC 
awarded  the  HHW&P  Contract  No.  HH-859,  Moccasin-Newark  Transmission  Line  Tower 
Painting  Phase  II,  to  Midwest  Painting,  Inc.  in  the  amount  of  $310,000,000;  and 

WHEREAS,  A  contract  with  Midwest  Painting,  Inc.  was  certified  on  September  9,  1997 
with  a  contract  completion  date  of  August  8,  1998;  and 

WHEREAS,  This  Contract  Modification  No. 2  will  increase  the  contract  amount  from 
$310,000.00  to  $380,000.00  to  allow  for  painting  the  additional  39  towers;  and 

WHEREAS,  This  Contract  Modification  No. 2  will  extend  construction  completion  date 
from  August  8,  1998  and  after  the  winter  shutdown,  the  remaining  39  towers  will  be  painted  by 
June  1,  1999;  and 

WHEREAS,  Additional  funding  in  the  amount  of  $70,000.00  is  needed  to  fund  this 
modification;  now;  and 

WHEREAS,  Funding  for  this  work  is  available  in  Hetch  Hetchy  Water  &  Power's  FY  '98- 
'99  Operating  Budget;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Contract  Modification  No.2  which 
increases  the  City's  contract  amount  with  Midwest  Painting,  Inc.  from  $310,000.00  to 
$380,000.00  and  extends  the  construction  completion  date  to  June  1,  1999. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  NOV  10  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0289 


WHEREAS,  This  Commission  awarded  San  Francisco  Water  Department  Contract  No.  WD-2172, 
6-,  and  8-Inch  Ductile  Iron  Main  Installation  in  McCoppin  Street  between  Market  and  Otis  Streets;  in 
Jessie  Street  from  McCoppin  Street  to  South  End;  in  Stevenson  Street  between  McCoppin  and  14th 
Streets;  in  Pearl  Street  between  Market  Street  and  Duboce  Avenue;  in  Elgin  Park  between  McCoppin 
Street  and  Duboce  Avenue;  and  in  Brosnan  Street  between  Guerrero  and  Valencia  Streets  on  October  10 
1995,  by  Resolution  No.  95-0190;  and 

WHEREAS,  All  work  under  Contract  No.  WD-2172  has  been  performed  to  the  satisfaction  of  the 
San  Francisco  Water  Department;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  accepts  the  work  performed  under  San  Francisco  Water 
Departtment  Contract  No.  WD-2172,  6-,  and  8-Inch  Ductile  Iron  Main  Installation  in  McCoppin  Street 
between  Market  and  Otis  Streets,  in  Jessie  Streert  from  McCoppin  Street  to  South  End;  in  Stevenson 
Street  between  McCoppin  and  14th  Streets;  in  Pearl  Street  between  Market  Street  and  Duboce  Avenue;  in 
Elgin  Park  between  McCoppin  Street  and  Duboce  Avenue;  and  in  Brosnan  Street  between  Guerrero  and 
Valencia  Streets,  as  satisfactorily  completed;  approves  credit  Contract  Modification  No.  1  in  the  amount 
of  $45,765;  and  authorizes  final  payment  in  the  amount  of  $7,272  to  the  Contractor,  E.  Mitchell,  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  NOV  1  0  1998 


Secretary,  Public  Utilities  Commission 


i 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0290 


WHEREAS,  The  Commission  awarded  San  Francisco  Water  Department  Contract  No.  WD-2190, 
16-Inch  Ductile  Iron  Feeder  Main  Installation  in  San  Bruno  Avenue,  Paul  Avenue,  and  Bayshore 
Boulevard  on  October  22,  1996,  by  Resolution  No.  96-0245;  and 

WHEREAS,  All  work  under  Contract  No.  WD-2190,  has  been  performed  to  the  satisfaction  of  the 
San  Francisco  Water  Department;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  accepts  the  work  performed  under  San  Francisco  Water 
Department  Contract  No.  WD-2190,  16-Inch  Ductile  Iron  Feeder  Main  Installation  in  San  Bruno  Avenue, 
Paul  Avenue,  and  Bayshore  Boulevard,  as  satisfactorily  completed;  approves  final  credit  Modification  No. 
1  in  the  amount  of  $44,567.65;  and  authorizes  final  payment  in  the  amount  of  $1,400.00  to  the  Contractor, 
E.  Mitchell,  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  NOV  1  0  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0291 


WHEREAS,  This  Commission  awarded  San  Francisco  Water  Department  Contract  No.  WD- 
2194,  6  and  8-Inch  Ductile  Iron  Main  Installation  in  1 1th  Street,  12th  Street  and  other  Streets  between 
Howard  and  Bryant  Streets  on  May  13,  1997,  by  Resolution  No.  97-0141;  and 

WHEREAS,  All  work  under  Contract  No.  WD-2194  has  been  performed  to  the  satisfaction  of  the 
San  Francisco  Water  Department;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  the  work  performed  under  San  Francisco 
Water  Department  Contract  No.  WD-2194,  6  and  8-Inch  Ductile  Iron  Main  Installation  in  1 1th  Street, 
12th  Street  and  other  Streets  between  Howard  Street  and  Bryant  Street,  as  satisfactorily  completed; 
approves  Credit  Contract  Modification  No.  1 ;  approves  extension  of  time  of  5  calendar  days  for 
unavoidable  delays;  and  authorizes  final  payment  in  the  amount  of  $500  to  the  Contractor,  E.  Mitchell, 
Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

^'^'i^sof   NOV  1  0  1998  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0292 


WHEREAS,  The  San  Francisco  Public  Utilities  Commission  (SFPUC)  must  continue  to 
reliably  supply  drinking  water  which  meets  existing  and  anticipated  state  and  federal  drinking  water 
regulations;  and 

WHEREAS,  Converting  the  SFPUC  residual  disinfectant  from  chlorine  to  chloramine  is 
necessary  to  maintain  compliance  with  the  proposed  Stage  1  Disinfectant/Disinfection  Byproduct 
Rule;  and 

WHEREAS,  Implementing  chloramination  will  require  new  facilities  to  store  and  feed  chlorine 
and  ammonia,  along  with  facilities  to  remove  chlorine  and  ammonia  prior  to  discharges  to  the 
environment;  and 

WHEREAS,  The  Hetch  Hetchy  Water  Treatment  Project  (HHWTP)  Preliminary  Engineering 
Report,  dated  August  1996,  identified  three  treatment  alternatives  for  implementing  chloramination 
and  proposed  project  facilities  at  sites  including  Moccasin,  Rock  River,  Oakdale  Portal,  Tesla  Portal, 
Alameda  East,  Alameda  West,  and  Pulgas;  and 

WHEREAS,  The  proposed  projects  in  the  HHWTP  must  undergo  environmental  review  as 
required  by  the  California  Environmental  Quality  Act  (CEQA)  and  Chapter  31  of  the  San  Francisco 
Administrative  Code  as  administered  by  the  Major  Environmental  Analysis  Section  of  the  San 
Francisco  Planning  Department  before  construction  can  be  undertaken;  and 

WHEREAS,  A  pool  of  consultants  has  been  created  to  provide  environmental  evaluation 
services  for  the  preparation  of  environmental  impact  reports  and  environmental  impact  statements  to 
comply  with  the  requirements  of  CEQA  and  the  National  Environmental  Policy  Act  and  use  of  this 
consultant  pool  and  an  abbreviated  Request  for  Proposals  (RFP)  process  will  result  in  significant  cost 
savings  and  shorten  the  time  required  to  execute  a  contract;  and 

WHEREAS,  Funds  are  available  for  this  environmental  evaluation  in  HHWTP  account 
number  CUW143/Index  Code  501431;  and  now  therefore  be  it 

RESOLVED,  That  the  SFPUC  authorizes  the  General  Manager  of  the  Public  Utilities 
Commission  to  issue  a  RFP  to  the  member  firms  in  the  environmental  evaluation  consultation  services 
pool  to  solicit  proposals  to  prepare  the  required  environmental  impact  report  for  the  HHWTP;  and  be 
it  further 
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RESOLVED,  That  this  Commission  authorizes  the  General  Manager  of  the  PubHc  Utihties 
Commission  to  negotiate  and  execute  a  contract  for  the  preparation  of  the  required  environmental 
evaluation  documents  for  the  HHWTP  in  a  contract  amount  not  to  exceed  $1,000,000. 


a'- 
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/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  NOV  1  0  1998 


Secretary,  Public  Utilities  Commission 


MINUTES 

PUBLIC  UTILITIES  COMMISSION 
CITY  AND  COUNTY  OF  SAN  FRANCISCO 


Wmie  L.  Brown,  Jr. 
MAYOR 


SPECIAL  MEETING 

November  24, 1998 
2:00  P.M. 
Room  402 
1155  Market  Street,  Fourth  Floor 


COMMISSIONERS 

Ann  Moller  Caen,  President 
Robert  K.  Werbe,  Vice  President 
E.  Dennis  Normandy 
Victor  G.  Makras 
Frank  L.  Cook 


DEPARTMENTS 

Water  Department 

City  Distribution  Division 
Water  Supply  &  Treatment 

Hetch  Hetchy 

Clean  Water  Program 
Water  Pollution  Control 


BUREAUS 

Commercial  Land  Management 
Customer  Service 

Environmental  Regulation  and  Management 
Finance 

Management  Information  Systems 

Personnel  and  Training 

System  Planning  and  Regulatory  Compliance 

Utilities  Engineering  Bureau 

Water  Quality 


Anson  B.  Moran 
GENERAL  MANAGER 


Romaine  A.  Boldridge 
SECRETARY 


98-278 


Call  to  Order: 


2:08  P.M. 


Roll  Call:  Present  -  President  Ann  Moller  Caen,  Commissioner  E.  Dennis 

Normandy,  Commissioner  Frank  L.  Cook 

Vice  President  Robert  K.  Werbe  and  Commissioner  Victor  G. 
Makras  were  excused. 

Approval  of  Minutes 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  approve 
the  Minutes  of  the  Regular  Meeting  of  November  11,  1998;  passed  (3-0)  unanimously. 


Communications 
No  action  was  taken. 


Introduction  of  Old/Ongoing  Business  by  Commissioners 

Commissioner  Normandy  asked  the  status  of  the  issue  raised  at  the  last  PUC  meeting 
by  two  homeowners  regarding  the  City's  pipeline  right  of  way.  Lot  18  Block  3088  in 
San  Francisco.  Mr.  Moran  responded  that  staff  was  working  with  the  two  homeowners 
to  come  up  with  ways  of  accessing  the  said  property  either  by  way  of  a  permit,  lease 
or  easement. 

Commissioner  Cook  commented  that  he  drove  by  the  property  and  he  thought  that  the 
situation  was  not  as  bad  as  described.  Mr.  Moran  noted  that  he  too  visited  the 
property  and  he  observed  that  part  of  the  property  was  well  tended  and  the  second 
part  was  in  poor  shape  but  well  fenced. 

Commissioner  Normandy  suggested  that  staff  report  to  the  Commission  at  a  future 
meeting. 


Introduction  of  New  Business  by  Commissioners 

Commissioner  Normandy  suggested  that  staff  develop  a  phased-in  plan  for  the 
application  of  the  new  PUC  logo  to  vehicles.  Commissioner  Normandy  stated  that 
staff  has  started  modifying  PUC's  letterhead  and  newsletter  and  is  working  on  new 
identification  cards  for  PUC  employees. 
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Report  of  the  General  Manager 
a.       Lead  Fixtures 

Manoucher  Boozarpour  from  the  Water  Quality  Bureau  gave  a  presentation 
about  possible  actions  for  reducing  lead  exposure  at  the  consumers'  tap.  The 
actions  he  proposed  were  to  enhance  public  education,  to  seek  a  mandate  for 
lower  lead  content  fixtures,  and  to  implement  a  faucet  replacement  program. 
Mr.  Boozarpour  stated  that  PUC  is  already  pro  active  in  public  outreach. 
Mandating  lower  lead  content  fixtures  is  not  necessary  since  Proposition  65  will 
require  that  by  Year  2000,  such  requirements  would  only  target  new 
construction  and  remodeled  houses.  He  indicated  that  a  better  approach  was 
to  do  a  faucet  replacement  program  that  targets  the  replacement  of  kitchen 
faucets  or  any  faucet  leaching  lead. 

Mr.  Boozarpour  noted  that  staff  needs  direction  from  the  Commission  regarding 
the  criteria  for  faucet  replacement,  distribution  of  the  faucets,  the  initial  size  of 
the  program  and  whether  the  PUC  will  provide  the  faucets  free  or  subsidize  the 
cost. 

Commissioner  Normandy  suggested  that  staff  structure  the  program  using  the 
same  concept  as  the  Toilet  Rebate  program.  He  noted  that  if  the  project  were 
not  going  to  take  too  much  staff  time  and  money,  staff  should  pursue  it. 

President  Caen  directed  staff  to  proceed  to  develop  a  faucet  replacement 
program  and  return  to  the  Commission  with  a  recommendation  as  to  the  type  of 
program  they  wish  to  implement.  She  also  directed  staff  to  continue  its  public 
education  efforts. 

Commissioner  Cook  suggested  that  staff  provide  an  estimate  of  cost  so  that  it 
could  be  incorporated  in  the  budget  process. 

Public  comments  on  matters  that  were  not  on  today's  agenda. 
There  were  no  comments. 
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REGULAR 


Authorization  to  proceed  to  obtain  approvals  for  the  implementation  of  the  "Feasibility 
Evaluation  of  Alternatives  to  Raise  Lake  Merced". 

Robert  Maddow,  representing  the  Olympic  Club,  the  San  Francisco  Golf  Club,  and  the 
Lake  Merced  Golf  &  Country  Club,  commented  that  the  golf  clubs  did  not  oppose  the 
two  alternatives  being  presented.  However,  they  hope  that  Alternative  1  involving  use 
of  imported  surface  water  would  have  a  limited  life  span  as  they  believe  that  surface 
water  should  be  used  for  conjunctive  use  of  the  westside  groundwater  basin  rather 
than  replenishing  the  lake.  Mr.  Maddow  expressed  concerns  with  the  first  paragraph, 
third  sentence  of  the  resolution  "In  recent  years,  water  levels  in  the  Lake  have 
decreased  because  ...  and  increases  in  local  groundwater  pumping."  He  said  the 
sentence  suggested  that  groundwater  pumping  by  the  golf  courses  was  the  direct 
cause  of  the  decline  in  water  level  of  Lake  Merced  contrary  to  the  studies  done  by  the 
PUC  consultant  and  staff.  The  study  showed  that  the  primary  controlling  factor 
related  to  the  decreasing  water  level  of  Lake  Merced  are  precipitations,  evaporation 
and  to  a  lesser  degree  groundwater  pumping.  He  suggested  that  the  resolution  be 
modified  to  accurately  reflect  the  consultant's  findings  by  changing  ".  .  .  local 
groundwater  pumping"  to  ".  .  .  to  a  lesser  degree  some  increases  in  groundwater 
pumping  from  the  westside  basin." 

Mr.  Moran  stated  that  he  had  no  objection  to  the  changes  suggested.  He  said  the 
consultant's  study  showed  that  groundwater  pumping  in  the  basin  continues  to  be  a 
factor  in  the  decreasing  water  level  in  Lake  Merced  but  it  is  not  the  predominant  factor. 

Commissioner  Normandy  suggested  amending  the  third  sentence  of  the  first 
paragraph,  to  read:  "In  recent  years,  water  levels  in  the  lake  have  decreased  because 
of.  .  .  and  increases  in  gmnndwate^.r  pumping  from  the  Westside  Basin." 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
9  as  amended;  passed  (3-0)  unanimously. 

Resolution  No.  98-0293:    Authorizing  staff  to  proceed  to  obtain  approvals  for  the 

implementation  of  the  "Feasibility  Evaluation  of  Alternatives 
to  Raise  Lake  Merced",  Alternative  No.  1  (Add  SFPUC 
Imported  Surface  Water  Directly  to  the  Lake),  and 
Alternative  No.  7  (Divert  Storm  Water  from  Vista  Grande 
Canal  to  the  Lake). 
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LEASES  AND  PERMITS 


Authorizing  a  permit  to  Newark  Evangelical  Free  Church,  for  parking  and  landscaping 
purposes. 

Garrett  Dowd,  Manager,  Bureau  of  Commercial  Land  Management,  stated  that  the 
Newark  Evangelical  Free  Church,  which  is  a  nonprofit  group,  was  not  being  charged 
a  permit  fee  but  they  would  reimburse  the  City  for  100%  of  the  real  property  taxes. 
Commissioner  Cook  stated  that  he  was  not  in  favor  of  authorizing  the  permit  without  a 
fee.  Commissioner  Normandy  expressed  concerns  about  the  department's  policy  and 
the  overall  practice.  He  stated  that  the  Commission  would  like  to  help  non  profit 
organizations  to  the  extent  that  it  does  not  negatively  affect  PUC.  Mr.  Dowd  stated 
that  there  is  no  formal  policy  covering  issuance  of  permits  to  non  profit  organizations. 
Mr.  Moran  stated  that  past  practice  had  been  to  accommodate  non  profit 
organizations. 

Mr.  Bill  Schindler,  Building  Committee  Chairman  for  Newark  Evangelical  Free  Church, 
commented  that  the  City's  property  was  critical  as  the  City  of  Fremont  required  them 
to  provide  additional  parking  spaces  and  there  was  no  other  property  they  could  use 
within  the  City  of  Fremont  for  this  purpose.  He  stated  that  they  were  willing  to  pay  a 
fee. 

Mr.  Dowd  noted  that  the  previous  permittee  paid  an  annual  fee  of  $4,500  and  today's 
fair  market  value  is  higher  than  $4,500.  Commissioner  Normandy  stated  that  he 
would  not  want  to  charge  the  fair  market  value  absent  the  fact  that  there  is  no  policy  at 
the  moment.  Mr.  Schindler  suggested  a  fee  of  $2,250,  one  half  the  amount  paid  by 
the  previous  tenant.  Commissioner  Cook  said  he  could  support  an  annual  fee  of 
$2,000. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
10  as  amended;  passed  (3-0)  unanimously. 

Resolution  No.  98-0294:    Authorizing  the  General  Manager  of  Public  Utilities  to 

execute  a  permit  to  Newark  Evangelical  Free  Church,  for 
parking  and  landscaping  purposes  on  Parcels  1244(1), 
1244(2)  and  a  portion  of  Parcels  1611(1),  1247,  1248,  and 
1249  of  Bay  Division  Pipeline  Nos.  1  and  2  right  of  way  in 
Newark,  California  at  an  annual  permit  fee  of  $2,000. 
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CONSTRUCTION  CONTRACTS 


Advertise 

1 1 .     Authorizing  advertisement  for  bids  for  Clean  Water  Program  Contract  No.  CW-1 98. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy  to  adopt  Item 
1 1 ;  passed  (3-0)  unanimously. 

Resolution  No.  98-0295:    Approving  the  final  plans  and  specifications  and 

authorizing  advertisement  for  bids  for  Clean  Water 
Program  Contract  No.  CW-1 98,  Southeast  Water  Pollution 
Control  Plant  250  MGD  Cleanup  -  Phase  1. 


Award 

12.  Awarding  Clean  Water  Program  Contract  No.  CW-1 35. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
12;  passed  (3-0)  unanimously. 

Resolution  No.  98-0296:    Awarding  Clean  Water  Program  Contract  No.  CW-.135, 

Channel  Street  Pump  Station  Sluice  Gate  Replacement,  to 
Pan  Marine  Constructors,  Inc.  in  the  amount  of  $136,689. 

13.  Awarding  San  Francisco  Water  Department  Contract  WD-2216;  and  rejecting  the  bid 
submitted  by  Willie  Electric,  Inc. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
13;  passed  (3-0)  unanimously. 

Resolution  No.  98-0297:    Awarding  San  Francisco  Water  Department  Contract  WD- 

2216,  8-Inch  Ductile  Iron  Main  Installation  in  24'^  Stre.et 
between  Potrero  Avenue  and  Vermont  Street,  and  in  25'^ 
Street  between  Mission  and  Harrison  Streets,  to  the  lowest 
responsive  and  responsible  bidder,  E.  Mitchell,  Inc.  in  the 
amount  of  $334,430;  and  rejecting  the  bid  submitted  by 
Willie  Electric,  Inc. 
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Amend 


14.     Approving  Contract  Modification  No.  1  to  Clean  Water  Progrann  Contract  No.  CW-121 . 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
14;  passed  (3-0)  unanimously. 

Resolution  No.  98-0298:    Approving  Contract  Modification  No.  1  to  Clean  Water 

Program  Contract  No.  CW-121 ,  Pine/California/Delancey 
Street  Sewer  Replacement,  in  the  amount  of  $42,500  for  a 
contract  total  of  $486,240  and  extending  contract 
completion  date  by  60  calendar  days. 


Close 

15      Accepting  the  work  performed  under  Clean  Water  Program  Contract  No.  1405N, 
Natoma/Green  Streets  Sewer  Replacement,  as  satisfactorily  completed,  approving 
contract  modification  in  the  debit  amount  of  $10,033;  and  authorizing  final  payment  of 
$10,913  to  the  contractor,  Harty  Pipelines. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
15;  passed  (3-0)  unanimously. 

16.     Accepting  the  work  performed  under  the  San  Francisco  Water  Department  Contract 
No.  WD-2198,  Town  of  Sunol  Water  System  Improvements. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
16;  passed  (3-0)  unanimously. 

Resolution  No  98-0300:    Accepting  the  work  performed  under  the  San  Francisco 

Water  Department  Contract  No.  WD-2198,  Town  of  Sunol 
Water  System  Improvements,  as  satisfactorily  completed; 
approving  contract  modification  in  the  debit  amount  of 
$15,012.22;  extending  contract  completion  time  by  202 
calendar  days;  releasing  retention  in  the  amount  of 
$500.00;  and  authorizing  final  payment  of  $1 5,51 2.22  to 
the  contractor,  Mendelian  Construction,  Inc. 
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PROFESSIONAL  SERVICES  CONTRACTS 


President  Caen  took  Items  1 7  and  1 8  out  of  order  for  discussion  after  tlie  Closed  Session. 
Amend 

19.     Extending  the  professional  services  agreement  with  CH2M  Hill,  Inc./Olivia  Chen 
Consultants,  Inc. 

Moved  by  Commissioner  Caen,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
19;  passed  (3-0)  unanimously. 

Resolution  No.  98-0302:    Amending  the  professional  services  agreement  with  CH2M 

Hill,  Inc./Olivia  Chen  Consultants,  Inc.  to  assist  with  the 
Information  Collection  Rule  project  extending  the 
completion  date  to  December  31,  2000,  at  no  additional 
cost. 


************************ 

Commissioner  Normandy  commended  Andrew  DeGraca  for  taking  the  lead  in  the 
implementation  of  the  Identification  Card  Program.  He  requested  Mr.  DeGraca  to  make  a 
brief  presentation  to  the  Commission  regarding  the  extent  of  the  program  at  a  future  meeting. 


************************ 

Mr.  Moran  stated  that  he  was  proposing  approval  of  Item  22  and  Item  24  based  on  the 
recommendation  by  the  Human  Rights  Commission  representative  that  the  consultants  for 
these  projects  met  the  sole  source  qualification  for  the  type  of  expertise  PUC  was  seeking. 
He  recommended  that  Items  20,  21  and  23  be  continued  to  the  next  PUC  meeting  scheduled 
on  December  15,  1998. 


20.     Amending  the  professional  services  agreement  to  continue  an  existing  relationship 
with  Ellison  and  Schneider  to  provide  legal  services,  increasing  the  contract  amount 
by  $450,000  and  extending  the  contract  term  to  December  31 ,  1999. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  continue 
Item  20  to  the  special  PUC  meeting  on  December  15,  1998;  passed  (3-0) 
unanimously. 
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Amending  the  professional  services  agreement  to  continue  an  existing  relationship 
with  JRP  Historical  Consulting  Services  to  provide  professional  historical  consulting 
and  archiving  services,  increasing  the  contract  funding  by  $20,000  and  extending  the 
contract  term  to  December  31 ,  1999. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  continue 
Item  21  to  the  special  PUC  meeting  on  December  15,  1998;  passed  (3-0) 
unanimously. 

Amending  the  professional  services  agreement  with  Dr.  Peter  Moyle. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
22;  passed  (3-0)  unanimously. 

Resolution  No.  98-0303:    Amending  the  professional  services  agreement  to  continue 

an  existing  relationship  with  Dr.  Peter  Moyle  to  provide  as 
needed  professional  services  related  to  fisheries,  extending 
the  contract  term  to  December  31 ,  1999  at  no  additional 
cost. 


Amending  the  professional  services  agreement  to  continue  an  existing  relationship 
with  Murray,  Burns,  and  Kienlen  to  provide  professional  engineering  services, 
extending  the  contract  term  to  December  31 ,  1999  at  no  additional  cost. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  continue 
Item  23  to  the  special  PUC  meeting  on  December  15,  1998;  passed  (3-0) 
unanimously. 

Amending  the  professional  services  agreement  with  Ronald  Yoshiyama. 

Commissioner  Cook  reiterated  the  Commission's  direction  to  put  all  expiring  and 
extended  contracts  out  for  bids.  Commissioner  Normandy  stated  that  since  HRC 
qualified  the  consultant  as  sole  source,  he  would  support  approval  of  the  resolution. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
24;  passed  (3-0)  unanimously. 

Resolution  No.  98-0204:    Amending  the  professional  services  agreement  to  continue 

an  existing  relationship  with  Ronald  Yoshiyama  to  provide 
fishery  consulting  services,  increasing  the  contract  funding 
by  $26,000. 
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CLOSED  SESSION 


Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(b)(c) 
and  Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code 
Section  54956.8: 

Anticipated  Litigation:  As  Plaintiff  and  as  Defendant 

Property:  500+  acres  of  San  Francisco  Water  Department  property  on 

Bernal  Avenue  in  Alameda  County. 
Parties  Negotiating:  Nelson/Lymburn/Thompson/Malamut 

City  of  Pleasanton 
Under  Negotiations:    Terms  and  Conditions 

No  action  was  taken. 


Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 

Property:  Phelan  and  Ocean  Avenue  (Balboa  Reservoir)  owned  by 

SFWD 

Parties  Negotiating:     CCSF  -  Dowd/Moran 

City  College  of  San  Francisco 
Under  Negotiation:      Terms  and  Conditions 

No  action  was  taken. 


Conference  with  Real  Property  Negotiator  -  Pursuant  to  Government  Code  Section 
54956.8: 

Property:  Griffith  and  Fitch  Streets  Blocks  4794  and  4805  (Griffith  Street 

Pump  Station  excess)  owned  by  Clean  Water  Program 
Parties  Negotiating:  Various 
Under  Negotiation:      Terms  and  Conditions 

No  action  was  taken. 


Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
There  were  none. 


98-287 


29.     Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
above  as  Conference  with  Legal  Counsel. 


Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  assert  the 
attorney-client  privilege;  passed  (3-0)  unanimously. 

The  Public  Utilities  Commission  met  in  Closed  Session  at  3:20  P.M.  to  discuss  the  above 
listed  Closed  Session  items. 

At  4:00  P.M.,  the  Public  Utilities  Commission  reconvened  in  an  open  session. 


30.     Announcement  following  Closed  Session. 

President  Caen  announced  the  actions  taken  during  the  Closed  Session. 


31.     Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  not  to 
disclose  the  discussion  during  the  Closed  Session;  passed  (3-0)  unanimously. 


PROFESSIONAL  SERVICE  CONTRACTS 


Advertise 

17.     Authorizing  the  General  Manager  of  Hetch  Hetchy  Water  &  Power  to  solicit  proposals 
from  qualified  firms  to  provide  as-needed  energy  engineering  services  to  support 
Hetch  Hetchy/Bureau  of  Energy  Conservation  programs,  for  a  total  cost  not  to  exceed 
$920,000  over  four  years.  (Continued  from  the  meeting  of  September  29,  1998.) 

John  Deakin,  Manager  of  the  Bureau  of  Energy  Conservation,  gave  a  presentation 
regarding  the  various  programs  conducted  by  the  bureau  and  the  services  they 
provide  to  general  fund  departments. 

Mr.  Deakin  addressed  the  economic  benefits  of  the  energy  engineering  services 
contract.  He  stated  that  the  consultant's  services  would  generate  $5  million  in  energy 
savings.  The  project  would  yield  33%  return  on  investments  over  three  years.  The 
General  fund  would  save  $3  million  in  energy  costs  and  $1.3  million  in  maintenance 
savings  from  completed  energy  projects. 
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The  services  of  the  consultant  would  include  retrofitting  of  existing  buildings,  assisting 
the  Department  of  Public  Works  for  energy  efficiency  design  for  new  construction 
projects,  developing  new  programs,  developing  guidelines  and  assisting  staff  in 
conducting  workshops. 

President  Caen  expressed  concerns  that  there  may  be  a  duplication  of  work  between 
building  architects  and  the  Bureau  of  Energy  Conservation.  She  stated  that  it  should 
be  the  architect's  responsibility  to  come  up  with  energy  efficient  buildings  and  not  the 
PUC.  She  also  expressed  interest  in  a  performance-based  contract  for  this  type  of 
work  to  achieve  more  savings.  She  suggested  continuance  of  the  item  for  staff  to 
respond  to  questions  regarding  the  scope  of  work  and  the  best  way  of  bidding  the 
contract  out.  She  requested  that  staff  prepare  a  comparison  between  the  contract  as 
proposed  versus  a  performance-based  contract  and  show  the  difference  in  dollar 
amounts. 

Terry  O'Sullivan  of  the  Bureau  of  Energy  Conservation  responded  that  staff  had 
investigated  this  matter  and  found  that  the  optimal  mechanism  for  the  City  was  not 
performance  contracting  but  a  bundled  approach  where  they  would  bundle  audit 
design  and  construction  management  services  under  a  single  contract.  Staff  did  not 
decide  to  go  with  performance  contracting  as  it  involves  a  lot  of  additional  fees  and 
profit  for  project  management  and  oversight  functions.  He  said  the  Bureau  of  Energy 
Conservation  could  provide  these  functions  at  a  much  cheaper  price.  He  added  that 
staff  is  considering  performance  contracting  in  developing  new  programs  for 
enterprise  departments.  Ms.  Christine  Vance,  from  the  Bureau  of  Energy 
Conservation,  noted  that  they  did  not  recommend  performance  contracting  for  this 
contract  as  staff  had  an  assurance  of  what  the  savings  would  be  from  the  project. 

Commissioner  Normandy  concurred  with  continuing  the  item  to  address  the  concerns 
of  President  Caen.  He  requested  staff  to  provide  back  up  information  to  the  statement 
written  in  the  agenda  item  that  "Investment  in  this  program  have  had  an  80%  return  on 
investment  during  the  last  three  years." 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  continue 
Item  17  to  the  call  of  the  Chair;  passed  (3-0)  unanimously. 


Award 

18.     Awarding  a  professional  services  contract  to  Geoff  Brosseau  to  implement  a  storm 
water  pollution  prevention  program.  (Continued  from  the  meeting  of  November  10, 
1998) 

Daniel  Rourke  of  the  Bureau  of  Environmental  Regulation  Management  (BERM)  gave 
a  presentation  regarding  the  values  of  the  Storm  Water  Pollution  Prevention  Program. 
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Mr.  Rourke  responded  to  the  Commission's  concerns  regarding  possible  duplication  of 
work  between  the  Department  of  Public  Health  (DPH)  and  BERM.  He  stated  that 
DPH  focuses  on  the  proper  registration,  storage  and  disposal  of  hazardous  waste  and 
they  do  not  cover  storm  water  contamination.  BERM  focuses  on  operations  or 
processes  that  contribute  to  storm  water  contamination.  He  said  90%  of  BERM's 
focus  is  not  covered  by  DPH  and  60%  of  businesses  targeted  by  BERM  are  not 
covered  by  DPH.  He  added  that  BERM  samples  and  analyzes  storm  water 
discharges  while  DPH  does  not. 

Mr.  Rourke  noted  that  the  contract  deliverables  for  this  project  involve  business  audits 
and  on-site  assistance,  expert  assistance  in  storm  water  regulations,  evaluation  of 
alternative  storm  water  treatment,  and  identifying  and  evaluating  storm  water  projects. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
18;  passed  (3-0)  unanimously. 

Resolution  No.  98-0301:    Authorizing  the  Manager  of  the  Bureau  of  Environmental 

Regulation  and  Management  to  negotiate  and  award  a 
professional  services  contract  with  Geoff  Brosseau  to 
implement  a  storm  water  pollution  prevention  program  with 
a  first  year  contract  amount  not  to  exceed  $100,000  and  a 
total  contract  amount  not  to  exceed  $400,000  over  three 
years,  ending  June  30,  2001. 


Thereupon,  the  meeting  was  adjourned:         4:43  P.M. 


Romaine  A.  Boldridge 
Secretary 
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PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0293 


WHEREAS,  Lake  Merced  is  an  important,  potential  water  resource  for  San  Francisco.  It  is 
also  a  significant  natural  resource.  In  recent  years,  water  levels  in  the  Lake  have  decreased  because  of 
drought,  reduction  in  surface  water  runoff  entering  the  Lake,  and  increases  in  groundwater  pumping 
from  the  Westside  Basin.  Decreased  water  levels  have  had  a  negative  impact  on  the  Lake  as  a  SFPUC 
water  resource;  and 

WHEREAS,  In  response  to  SFPUC  policy  direction  as  well  as  community  concern,  the 
Lake  Merced  Comprehensive  Management  Plan  (CMP)  (Revised  Draft,  April,  1998)  was  developed  to 
provide  a  blueprint  for  the  cooperative,  coordinated  management  of  Lake  Merced  for  the  protection 
and  enhancement  of  all  the  Lake's  beneficial  uses.  The  "Feasibility  Evaluation  of  Alternatives  to  Raise 
Lake  Merced"  (Draft,  October  19,  1998)  was  prepared  in  support  of  Lake  Merced  CMP  Action  WRS- 
1 .4,  "Develop  and  Evaluate  Alternatives  for  Increasing  Lake  Level";  and 

WHEREAS,  The  findings  of  the  report  "Feasibility  Evaluation  of  Alternatives  to  Raise 
Lake  Merced"  (Draft,  October  19,  1998)  were  that  two  Alternatives  could  be  effectively  and  cost- 
efficiently  implemented  to  actively  raise  and  then  maintain  the  level  of  Lake  Merced  within  a  targeted 
range.  These  Alternatives  are  No.  1  "Add  Imported  Surface  Water  to  the  Lake"  and  No.  7  "Divert 
Storm  Water  from  the  Vista  Grande  Canal  to  the  Lake";  and 

WHEREAS,  On  October  27,  1998  a  presentafion  of  the  "Feasibility  Evaluation  of  Alterna- 
tives to  Raise  Lake  Merced"  (Draft,  October  19,  1998)  was  made  to  the  SFPUC.  As  a  consequence,  the 
Commission  directed  staff  to  prepare  a  Resolution  authorizing  implementation  of  Alternative  No.  1  (Add 
SFPUC  Imported  Surface  Water  Directly  to  the  Lake)  and  Alternative  No.  7  (Divert  Storm  Water  From 
Vista  Grande  Canal  to  the  Lake);  and 

WHEREAS,  Authorization  to  proceed  to  obtain  approvals  for  the  implementation  of 
Alternative  Nos.  1  and  7  is  the  first  step  in  a  comprehensive  management  approach  to  raising  the  water 
level  of  Lake  Merced.  Alternative  No.  7  re-establishes  drainage  to  the  Lake  from  a  portion  of  its 
historic  watershed.  Additional  evaluation  of  the  optimum  range  of  water  level  will  be  conducted  as 
part  of  Lake  Merced  CMP  Acfion  WRS-1.4;  and 

WHEREAS,  The  implementation  of  these  Alternatives  will  require  modification  at  the  Lake 
Merced  Pump  Station  and  the  construction  of  storm  water  treatment  facilities  near  the  southwest  perimeter 
of  Lake  Merced;  and 

WHEREAS,  The  fimding  for  the  implementation  of  the  Lake  Merced  Water  Level  Manage- 
ment Project  will  be  included  in  1999/2000  CIP  budget;  now,  therefore,  be  it 
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RESOLVED,  That  the  SFPUC  authorizes  staff  to  proceed  to  obtain  approvals  for  the 
implementation  of  the  "Feasibility  Evaluation  of  Alternatives  to  Raise  Lake  Merced,"  (Draft, 
October  19,  1998)  Alternative  No.  1  (Add  SFPUC  Imported  Surface  Water  Directly  to  the  Lake)  and 
Alternative  No.  7  (Divert  Storm  Water  from  Vista  Grande  Canal  to  the  Lake). 
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I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  NOV  241998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0294 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  Alameda  County;  and 

WHEREAS,  The  Newark  Evangelical  Free  Church,  a  non-profit  organization,  has 
requested  to  enter  into  an  agreement  for  parking  and  landscaping;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  agreement  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  permit  to  the  Newark  Evangelical  Free  Church,  as 
Permittee,  for  parking  and  landscaping  within  the  Permit  Area  located  on  Parcels  1244(1), 
1244(2),  1246  and  a  portion  of  Parcels  1611(1),  1247,  1248,  and  1249  of  Bay  Division  Pipeline 
Nos.  1  and  2  right  of  way  located  in  Newark,  California,  as  set  forth  in  the  Permit  of  certain  real 
property  under  the  jurisdiction  of  the  Public  Utilities  Commission,  as  shown  on  SFPUC  Drawing 
No.  B-4713,  commencing  upon  execution  following  authorization  and  approval  of  the  PUC  and 
expiring  upon  oral  or  written  notice  from  City  revoking  this  Permit  provided  that  the  Permittee 
shall  pay  a  permit  processing  fee  of  $750.00,  an  annual  permit  fee  of  $2,000.00  per  year,  and 
reimburse  the  City  for  100%  of  the  real  property  taxes  assessed  on  the  Permit  area;  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  permit. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
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Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0295 


WHEREAS,  The  Clean  Water  Program  has  a  continuing  Capital  Improvement  Program  to 
upgrade  major  facilities  used  in  the  handling  and  treatment  of  wastewater  throughout  the  City;  and 

WHEREAS,  Plans  and  Specifications  have  been  completed  for  Clean  Water  Program  Contract 
Specification  No.  CW-198,  "Southeast  Water  Pollution  Control  Plant  250  MOD  Clean-up,  Phase  1",  to 
make  various  facility  improvements  to  the  Southeast  Water  Pollution  Control  Plant  and  Bruce  Flynn 
Pump  Station;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has  determined 
that  this  Capital  Improvement  Project  is  categorically  exempt  from  environmental  review  under  the  state 
Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  The  Engineer's  Estimate  for  said  contract  is  $4,050,124;  and 

WHEREAS,  Funds  for  said  contract  are  available  from  the  1991  Restricted  Sewer  Revenue 
Bonds,  Fund  5C/CPF/91X;  now  therefore,  be  it 

RESOLVED;  That  this  Commission  hereby  approves  the  final  plans  and  specifications  for  Clean 
Water  Program  Contract  Specification  No.  CW-198,  and  authorizes  the  Utilities  Engineering  Bureau  to 
advertise  for  bids  of  said  contract. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  November  24.  1998. 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  98*0296 


WHEREAS,  On  December  16,  1997,  per  Resolution  No.  97-0333,  the  Public  Utilities  Commission 
approved  the  final  plans  and  specifications  for  Clean  Water  Program  Contract  No.  CW-135  and  authorized 
advertising  for  proposals  to  replace  existing  sluice  gates  at  the  Channel  Street  Pump  Stations;  and 

WHEREAS,  The  Contract  was  advertised  on  August  25,  1998;  and 

WHEREAS,  Three  bids  were  received  and  opened  publicly  on  September  24,  1998;  and 

WHEREAS,  Staff  review  of  the  bid  for  responsiveness  and  application  of  bid  preferences  resulted  in  the 
establishment  of  Pan  Marine  Constructors,  Inc.  as  the  lowest  responsive  and  responsible  bidder;  and 

WHEREAS,  MBE  and  WBE  participation  has  been  approved  by  the  HRC  Contract  Compliance  Officer 
assigned  to  monitor  Clean  Water  Program  contracts;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has  determined  that  the 
Sewer  Repair  and  Replacement  program  is  categorically  exempt  from  environmental  review  under  the  State 
Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  Funds  for  said  Contract  are  available  under  the  Repair  &.  Replacement  Fund  from  Job 
Order  No.  1441N  (Fund  5C/CPF/R&R,FAMIS  Project  No.  CENRNR90840);now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  award  of  Clean  Water  Program  Contract  No. 
CW-135,  "Channel  Street  Pump  Station  Sluice  Gates  Replacement"  in  the  amount  of  $136,689.00  to  the  lowest 
responsive  and  responsible  bidder  Pan  Marine  Constructors,  Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its  meeting  of 


NOV  24  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98~0297 


WHEREAS,  The  Department  of  City  Planning  has  determined  that  the  Water  Main  Replacement 
Program  is  categorically  exempt  from  environmental  review  as  a  Class  1(b)  Project  under  the  State 
Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  Funds  for  San  Francisco  Water  Department  Contract  WD-2216,  8-Inch  Ductile  Iron 
Main  Installation  in  24""  Street  between  Potrero  Avenue  and  Vermont  Street;  and  in  25""  Street  between 
Mission  and  Harrison  Streets,  are  available  under  the  multi-year  capital  project  CW-870  Main  Replace- 
ment Program  (in  City),  Famis  Index  Code  538748;  and 

WHEREAS,  The  Public  Utilities  Commission  authorized  bid  call  on  November  18,  1997  by 
Resolution  No.  97-0309;  and 

WHEREAS,  Four  bids  were  received  and  opened  publicly  on  January  8,  1998;  and 

WHEREAS,  The  PUC  staff,  in  conjunction  with  the  City  Risk  Manager  and  Deputy  City 
Attorney,  have  evaluated  the  bid  bond  submitted  by  the  low  bidder,  Willie  Electric  Inc.,  and  have 
determined  that  it  is  defective,  and  that  the  bid  must  be  rejected  as  being  non-responsive;  and 

WHEREAS,  The  PUC  Staff  and  HRC  Staff  determined  the  lowest  responsive  and  responsible 
bidder  to  be  the  second  low  bidder,  E.  Mitchell,  Inc.,  whose  bid  is  $334,430.00;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  rejects  the  bid  submitted  by  Willie  Electric,  Inc.,  the 
low  bidder,  as  being  non-responsive  and  awards  San  Francisco  Water  Department  Contract  WD-2216,  8- 
Inch  Ductile  Iron  Main  Installation  in  24*  Street  between  Potrero  Avenue  and  Vermont  Street,  and  in  25* 
Street  between  Mission  and  Harrison  Streets  to  the  lowest  responsive  and  responsible  bidder,  E.  Mitchell, 
Inc.,  in  the  bid  amount  of  $334,430.00(net). 


/hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of   NOV  24  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  9  8  ~  0  2  9  8 


WHEREAS,  Control  of  odors  in  the  sewers  is  a  priority  of  the  Clean  Water  Program,  and  the  need 
to  control  odors  at  Brannan  Street  and  the  Embarcadero  has  been  identified  by  the  Water  Pollution  Control 
Division;  and 

WHEREAS,  A  site  has  been  found  on  City  Property  at  the  dead-end  of  Freelon  Street  to  build  a 
chemical  addition  facility;  and 

WHEREAS,  City  Personnel  can  perform  all  of  the  installation  work  except  the  high  density 
polyethylene  (HDPE)  pipe  in  Freelon  Street  from  the  Dead-End  northeast  to  Fourth  Street;  and 

WHEREAS,  Clean  Water  Program  Contract  No.  CW-121 ,  "Pine/Califomia/Delancey  Street  Sewer 
Replacement,  "  involves  sewer  work  in  the  South  of  Market  area  and  can  accommodate  the  HDPE  pipe 
installation  under  Contract  Modification  No.  1 ;  and 

WHEREAS,  Contract  Modification  No.  1  for  $42,500.00  will  bring  the  total  contract  amount  to 
$486,240.00,  and  the  accompanying  time  extension  of  60  calendar  days  will  bring  the  total  contract  time 
allowance  to  150  calendar  days;  and 

AVHEREAS,  Funds  for  the  Contract  Modification  are  available  from  the  R&R  Fund  under  Job  Order 
No.  7474E  (Fund  5C/CPF/R&R,  FAMIS  Project  No.  CENRNRR75540);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Contract  Modification  No.  1  for  Clean  Water 
Program  Contract  No.  CW-121,  "Pine/Califomia/Delancey  Street  Sewer  Replacement,"  in  the  amount  of 
$42,500.00  for  a  contract  total  of  $486,240.00,  and  for  a  time  extension  of  60  calendar  days  for  a  total  time 
allowance  of  150  calendar  days. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  NOV  24  1998  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 
RESOLUTION  NO.  98*0299 


WHEREAS,  The  Clean  Water  Program  has  a  continuing  sewer  repair  and  replacement  program  to 
repair/replace  structurally  inadequate  sewer  facilities;  and 

WHEREAS,  Construction  has  been  completed  for  Clean  Water  Program  Contract  No.  1405N, 
"Natoma/Green  Streets  Sewer  Replacement,"  to  replace  the  existing  sewers  in  Natoma  Street  from  7th  Street 
to  Russ  Street  and  Green  Street  from  Columbus  Street  to  Powell  Street;  and 

WHEREAS,  The  Department  of  City  Plaiming  Office  of  Envirormiental  Review  has  determined  that 
the  Repair  and  Replacement  Program  is  categorically  exempt  from  environmental  review  under  the  State 
Guidelines  implementing  the  California  Environmental  Quality  Act,  and  no  hazardous  materials  were 
encountered  during  construction;  and 

WHEREAS,  The  original  contract  amount  to  Harty  Pipelines  was  $208,205.00  and  Contract 
Modification  No.  1  (Final)  to  cover  Change  Order  No.  1  and  to  adjust  for  actual  quantities  used  during 
construction  is  in  the  debit  amount  of  $  1 0,033 .00,  thereby  bringing  the  final  contract  amount  to  $2 1 8,23  8. OO, 
and 

WHEREAS,  MBE  and  WBE  participation  has  been  approved  by  the  HRC  Contract  Compliance 
Officer  assigned  to  monitor  Sewer  Repair  and  Replacement  contracts;  and 

WHEREAS,  Funds  for  said  Contract  are  available  from  the  1994  Sewer  Bond  Fund  (Fund 
5C/CPF/95A,  FAMIS  Project  No.  CENSR4SI4540);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission,  hereby  accepts  the  work  performed  under  Clean  Water  Program 
Contract  No.  1405N  as  satisfactorily  complete,  approves  Contract  Modification  No.  1  (Final)  in  the  debit 
amount  of  $10,033.00  for  a  new  total  of  $218,238.00,  and  authorizes  Final  Payment  in  the  amount  of 
$10,913.00  to  the  Contractor,  Harty  Pipelines. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of          NOV  24 1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  98*0300 


RESOLVED,  That  this  Commission  accepts  the  contract  work  performed  under  San 
Francisco  Water  Department  Contract  No.  WD-2198,  Town  of  Sunol  Water  system 
Improvements,  as  complete;  approves  Contract  Modification  No.  2  (Final)  in  the  debit 
amount  of  $15,  012.22  and  contract  time  extension  of  202  calendar  days;  approves  release 
of  retention  in  the  amount  of  $500.00;  and  authorize  final  payment  in  the  amount  of 
$15,512.22  to  Mendelian  Construction,  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of 

NOV  24 1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO, 


WHEREAS,  The  City  is  mandated  in  their  Oceanside  NPDES  permit  to  comply  with  the 
Environmental  Protection  Agency's  Combined  Sewer  Overflow  policy  which  includes  developing  and 
implementing  a  storm  water  pollution  prevention  program.  This  policy  includes  keeping  toxicants  ofl" 
street  surfaces  and  away  from  rain  water  to  reduce  the  toxicants  washed  into  sewers  during  storms, 
conducting  technical  and  public  educational  outreach  programs,  researching  additional  storm  water 
controls  and  evaluating  the  effectiveness  of  storm  water  pollution  prevention  programs.  Similar  permit 
language  exist  in  the  City's  Southeast  NPDES  permit. 

WHEREAS,  Funding  is  available  in  BERM's  1998-99  operating  budget,  for  outside  consultants 
to  provide  these  professional  services. 

WHEREAS,  The  PUC  approved  BERM's  request  to  advertise  a  Request  for  Proposal  (RFP)  for 
consultant  services  to  implement  a  storm  water  pollution  prevention  program  during  the  August  11,  1998 
PUC  meeting,  resolution  #  98-0204. 

WHEREAS,  The  scope  of  work  will  include  conducting  voluntary  storm  water  pollution 
prevention  audits  for  targeted  commercial  businesses,  tracking  and  evaluating  audit  results,  developing 
and  implementing  storm  water  technical  outreach  campaigns,  characterizing  alternative  storm  water 
source  reduction  practices,  evaluating  new  development  storm  water  infrastructure  needs  and  maintaining 
the  WPPP's  program  Geographic  Information  Systems  (GIS)  storm  water  database. 

WHEREAS,  There  is  a  need  for  the  expertise  of  professionals  skilled  in  the  development  and 
implementation  of  storm  water  pollution  prevention  strategies. 

WHEREAS,  Geoff  Brosseau  is  a  qualified  consultant,  chosen  through  PUC  approved  selection 
criteria  and  meets  the  HRC  recommended  20%  Minority  Owned  Business  and  20%  Woman  Owned 
Business  participation  goal  for  this  project. 

RESOLVED,  That  this  Commission  hereby  authorizes  the  PUC's  Bureau  of  Environmental 
Regulation  and  Management's  Manager  to  negotiate  and  award  a  standard  professional  contract  with 
Geoff  Brosseau,  with  an  annual  contract  value  amount  not  to  exceed  $100,000  the  first  year,  and  a  total 
contract  value  not  to  exceed  $400,000  over  three  years,  ending  June  30,  2001. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  NOV  241998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0302 


WHEREAS,  Under  Resolution  No.  95-0164,  adopted  on  September  15,  1995,  the  Public  Utilities 
Commission  (SFPUC)  authorized  the  Water  Quality  Bureau  Manager  to  enter  into  a  Professional  Services 
Agreement  with  CH2M  Hill,  Inc. /Olivia  Chen  Consultants,  Inc.  a  Joint  Venture  (CH2M  Hill/OCC)  to 
assist  the  Water  Quality  Bureau  (WQB)  for  compliance  with  the  United  States  Environmental  Protection 
Agency  (EPA)  mandated  Information  Collection  Rule  (ICR);  and 

WHEREAS,  After  various  delays,  the  EPA  finalized  the  ICR  in  June  1996;  and 

WHEREAS,  The  SFPUC  issued  notice  to  proceed  to  CH2M  Hill/OCC  in  July  1996;  and 

WHEREAS,  The  EPA  delayed  initiation  of  the  18-month  intensive  monitoring  period  until  July 
1997  and  the  monitoring  will  be  completed  in  December  1998;  and 

WHEREAS,  The  detailed  system  operations  and  water  quality  data  collected,  analyzed  and  reported 
to  USEPA  on  a  monthly  basis  takes  over  3  months  to  prepare;  and 

WHEREAS,  EPA  has  identified  the  SFPUC  to  participate  in  a  new  12-month  supplemental  survey 
starting  in  1999;  and 

WHEREAS,  The  EPA  may  mandate  additional  mformation  until  December  31,  2000;  and 

WHEREAS,  Funding  to  complete  this  project  is  available  in  WQB's  FY  98/99  Operating  Budget 
in  Index  Code  401031;  and 

WHEREAS,  Under  the  original  Agreement,  CH2M  Hill/OCC  successfully  completed  the  work 
as  specified  in  the  guidelines  and  protocols  for  the  ICR;  and 

WHEREAS,  The  extension  of  the  Agreement  is  required  to  allow  for  continued  technical  support 
from  CH2M  Hill/OCC;  and  be  it 

RESOLVED,  That  the  Manager  of  the  Water  Quality  Bureau  is  hereby  authorize  to  execute  the 
Amendment  No.  1  to  the  Professional  Services  Agreement  with  CH2M  Hill,  Inc./  Olivia  Chen  Consultants, 
Inc.  for  the  Information  Collection  Rule  project  to  extend  the  completion  date  to  December  31,  2000,  at 
no  additional  cost. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  NOV  21 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0303 


WHEREAS,  Hetch  Hetchy's  ability  to  meet  its  water  delivery  obligations  may  be 
affected  by  water  supply  impacts  on  fisheries;  and 

WHEREAS,  Staff  requires  assistance  in  interpreting  fisheries  data  in  connection 
with  the  Bay-Delta  Hearings;  and 

WHEREAS,  By  Public  Utilities  Commission's  Resolution  No.  90-0033,  the 
Commission  entered  into  an  Agreement  with  Peter  Moyle,  Ph.D.,  ("Consultant")  to  provide  as 
needed  professional  services  on  matters  related  to  the  Bay-Delta  Hearings,  water  supply 
impacts  on  fisheries,  and  to  advise  the  San  Francisco  Water  Department  on  fishery  related 
matters  in  the  San  Francisco  Bay  Area  watersheds;  and 

WHEREAS,  A  one-year  time  extension  is  needed  to  continue  these  services  for 
another  year;  now,  therefore,  be  it 

RESOLVED,  That  the  Commission  does  hereby  agree  to  extend  the  contract  term 
of  the  Peter  Moyle  agreement  to  December  31,  1999;  and  be  it 

FURTHER  RESOLVED,  That  the  Commission  hereby  authorizes  the  General 
Manager  of  the  Public  Utilities  Commission  to  execute  the  Seventh  Amendment  to  this 
Agreement. 


H011415 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

^^'tirigof   NOV  24  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  98-0304 


WHEREAS,  The  Commission  and  Dr.  Ronald  Yoshiyama  entered  into  tliat  certain 
Agreement  dated  Marcli  10,  1992,  whereby  Consultant  would  perform  temporary  services  to 
assist  Hetch  Hetchy  Water  and  Power,  the  San  Francisco  Water  Department,  and  the  San 
Francisco  City  Attorney's  Office  on  matters  related  to  fisheries  in  preparation  for  the  Bay-Delta 
hearings  and  other  matters  related  to  water  operations  and  fisheries;  and 

WHEREAS,  The  service  of  Dr.  Yoshiyama  is  essential  to  the  protection  of  the  City's 
water  supply  and  due  to  the  confidential  and  sensitive  nature  of  this  work  the  Commission  has 
determined  that  this  contract  should  not  be  rebid  until  such  time  as  Dr.  Yoshiyama's  service  is 
no  longer  needed;  and 

WHEREAS,  Additional  funding  is  needed  for  the  continued  services  of  Dr.  Yoshiyama 
FY98/99  and  FY  99/00;  and 

WHEREAS,  Funding  for  this  contract  is  available  in  Hetch  Hetchy  Water  and  Power 
operating  budget;  now,  therefore,  be  it 

RESOLVED,  That  the  Public  Utilities  Commission  hereby  agrees  to  the  Eighth  Amend- 
ment increasing  the  contract  total  by  $26,000,  for  a  contract  total  not  to  exceed  $122,000;  and, 
be  it 

FURTHER  RESOLVED,  That  the  Commission  hereby  authorizes  the  General  Manager 
of  the  Public  Utilities  Commission  to  execute  the  Eighth  Amendment  to  Agreement  with  Dr. 
Ronald  Yoshiyama. 


H011421 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  NOV  24  I^^Pft 


Secretary,  Public  Utilities  Commission 


MINUTES 

PUBLIC  UTILITIES  COMMISSION 
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Willie  L.  Brown,  Jr. 
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DEPARTMENTS 

Water  Department 

City  Distribution  Division 
Water  Supply  &  Treatment 

Hetch  Hetchy 

Clean  Water  Program 
Water  Pollution  Control 


1.  Call  to  Order:         1:04  P.M. 

2.  Roll  Call:  Present  -  President  Ann  Moller  Caen,  Commissioner  E.  Dennis 

Normandy,  Commissioner  Victor  G.  Makras,  Commissioner  Frank 
L.  Cook 

Excused  -  Vice  President  Robert  K.  Werbe 


3.      Approval  of  Minutes 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  approve 
the  Minutes  of  the  Regular  Meeting  of  November  24,  1998;  passed  (4-0)  unanimously. 


4.  Communications 

No  action  was  taken. 


5.       Introduction  of  Old/Ongoing  Business  by  Commissioners 

Commissioner  Normandy  requested  staff  to  provide  a  status  report  in  February  1999 
regarding  the  525  Golden  Gate  building.  He  would  like  to  know  whether  a 
Commission  meeting  room  and  parking  spaces  in  the  building  were  being  considered 
in  the  plans. 

Regarding  Item  No.  1  on  the  Ongoing  Business  List,  Requesting  an  Agenda  Item 
affirming  PUC's  intent  to  meet  its  debt  obligations,  Commissioner  Makras  noted  that 
the  memorandum  received  from  the  City  Attorney  suffices  the  Commission's 
commitment  to  its  bondholders. 

Commissioner  Makras  requested  staff  to  give  a  presentation  to  the  Commission,  at 
the  earliest  possible  date,  regarding  alternatives  to  the  private  sprinkler  system. 

Commissioner  Makras  referred  to  Mr.  Moran's  memo  of  November  9  regarding  UEB 
Manager's  Appointment,  which  included  the  following  statement "/  also  would  like  to 
express  my  appreciation  to  Everett  Hintze,  who  once  again  stepped  in  to  provide 
consistency  and  leadership  during  a  time  of  transition."  Commissioner  Makras 
expressed  concurrence  with  the  statement.  He  and  the  Commission  also  expressed 
appreciation  to  Mr.  Hintze  for  his  hard  work  for  the  PUC. 

President  Caen  directed  staff  to  schedule  on  the  PUC  agenda  a  discussion  regarding 
the  analysis  of  10-hour  and  8-hour  shift  and  overtime  versus  filling  of  vacant  positions. 
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Introduction  of  New  Business  by  Commissioners 


Commissioner  Makras  directed  staff  to  explore  the  opportunity  for  the  PUC  to  operate 
the  East  Palo  Alto  Public  Water  District  for  revenue  enhancement.  He  stated  that  a 
newspaper  article  on  December  7,  1998  indicated  that  this  water  district  may  be 
privatized. 

Commissioner  Normandy  requested  staff  and  the  City  Attomey  to  take  necessary 
steps  to  make  sure  that  the  PUC  and  the  utility  industry  are  represented  in  any  of  the 
decisions  that  will  be  made  by  the  new  water  policy  team  of  the  new  govemor. 

Commissioner  Normandy  requested  staff  to  review  the  various  citizen's  advisory 
committees,  related  to  the  Department  of  Public  Works/Clean  Water  Program  and 
provide  a  summary  of  the  various  groups  that  serves  as  citizen  advisory  committee  to 
the  PUC  focusing  on  their  mandates,  composition,  duties  and  responsibilities  of  each 
Committee. 

Commissioner  Normandy  requested  staff  to  provide  a  written  report  on  the  sewer 
repair  work  being  done  at  Polk  Street  between  Jackson  Street  and  Washington  Street 
as  a  number  of  residents  raised  an  issue  about  the  effectiveness  of  staffs  approach  to 
the  situation. 

President  Caen  inquired  regarding  MTBE  reports.  Andrew  De  Graca  Manager  of  the 
Water  Quality  Bureau,  responded  that  we  were  not  having  MTBE  proWems  in  our 
reservoirs  because  there  are  no  recreational  activities  in  our  watershed. 
Commissioner  Normandy  commented  that  this  validates  the  position  the  Commission 
has  taken  that  surface  water  reservoirs  are  not  for  recreation. 


Report  of  the  General  Manager 

Anson  B  Moran,  General  Manager  of  Public  Utilities,  introduced  Michael  Quan  who 
was  recently  appointed  as  Manager  of  the  Utilities  Engineenng  Bureau. 

a.      Power  Outage 

Carolyn  H  Olsen,  Assistant  General  Manager  for  Operations,  reported  on  the 
power  outage  that  occurred  on  December  8.  1 998.    There  were  no  severe 
main  breaks.  The  Sunol  Water  Treatment  Plant  and  the  Harry  Tracy  Water 
Treatment  Plant  remained  in  operation  while  the  water  ozone  facility  was  down. 
The  City  Distribution  Division  was  impacted  but  staff  was  able  to  connect 
standby  power  to  pump  stations  that  were  down. 
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Ms.  Olsen  noted  that  this  event  led  to  the  need  for  emergency  P'^nning  fo 
administrative  staff  at  the  1 1 55  Market  Street  building  and  defmmg  staff  s  roles 
in  an  emergency.  She  said  staff  is  working  on  a  general  plan  for  PUC  that 
addresses  all  PUC  needs  and  that  plan  would  be  presented  next  month. 

President  Makras  directed  staff  to  review  the  terms  of  the  City's  contract  with 
PG&E  and  investigate  whether  PG&E  may  have  defaulted  as  a  result  of  the 
power  outage. 


Budget  Schedule 

Mr  Moran  reported  that  the  first  budget  meeting  was  scheduled  for  January  19 
1 999  He  stated  that  it  is  anticipated  that  the  budget  will  be  adopted  on 
February  9,  1999.  Mr.  Moran  asked  to  schedule  the  first  Tuesday  in  February 
for  another  budget  session. 


Combined  Charities 


John  Mullane  PUC's  Coordinator  for  the  Combined  Chanties  Campaign 
reported  that  PUC  exceeded  this  year's  goal  of  $80,000  and  increased 
employee  participation  by  35%.  President  Caen  presented  a  check  to.  Patty 
Fado  of  the  Mayor's  Office  in  the  amount  of  $80,267  representing  the  total 
amount  donated  by  PUC  employees  to  the  Combined  Chanties  Campaign. 


Digester  Update 

Jon  Loiacono  of  the  Bureau  of  Water  Pollution  Control,  gave  a  presentation 
using  electronic  media,  and  responded  to  questions  posed  by  Commissioriers 
at  the  previous  meeting  to  look  at  alternative  sites  for  the  digesters,  to  explore 
more  visual  mitigation  measures,  to  evaluate  and  compare  the  tall  and  low  egg- 
shaped  digesters  and  to  look  at  generic  remote  options. 

With  regard  to  alternative  sites,  Mr.  Loiacono  reported  that  staff  looked  at  the 
Dryer  Building,  Central  Shops,  Circosta  Iron  &  Metal  Shop  and  the  existing 
Southeast  Water  Pollution  Control  Plant  as  altemative  locations  for  the 
digester.  He  said  the  Circosta  site  could  not  support  the  digesters  since  the 
site  is  landfill  and  the  zoning  height  limit  for  the  area  is  only  80  feet.  He  said 
staff  was  not  recommending  the  Circosta  Shop  and  the  Central  Shop  sites  due 
to  high  costs  and  significant  visual  impacts.  Circosta  Shop  is  estimated  to  cost 
$146  million  and  Central  Shops  $143  million. 
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e. 


Commission's  approval  of  the  facility  plan. 

■   ■       M^rmanHv  rpnuested  that  the  Commission  inquire  whether  the 

L^i^r  r ur, ..... 


Public  comments  on  matters  that  were  not  on  today's  agenda. 

a.      Mr.  Nello  Prato,  representing  the  Fort  — ''^.^^I'^rrrigatr^^^ 

Commission  to  exempt  them  from  P^Ving  for  *e  water  used  ton 
purposes.  Mr.  John  Mullane,  Manager  Customer  Semce  Bure^^^^^ 
the  existing  policy  provides  free  ^^f'J°''°^^^l^^^ZiUe  name  of  a 
on  properties  owned  by  '^^^.C;^  e'^Tha^^^^^^^^      was  an 

City  department.  Commissioner  Makras  s^^^^^^^^^^         P  ^  ^^^^ 

appropriate  policy  to  uphold.  He  ="9f^f^°'„fcaen  noted  that  the  Fort  Mason 
appropriate  billing  is  for  th,s  9«^2er  o^fte  PU^  PUC  7^    not  have  any 

garden. 

b.      David  G.  Finkelsteln,  Attorney  'or  Garden  Chapel  Funeral  D^c<-|^-9uested 

;^^:^°as:r:d'=^^^^^^^^^ 

nature  of  their  business. 

Richard  Nuftsger,  -lef  OP-«n|  O^^^^^^^^ 

urged  the  Commission  to  offer  the  lease  oi  mc     k  j 

before  the  bid  goes  out  to  the  public. 
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Jim  Datzman,  Mayor  of  South  San  Francisco,  requested  extension  of  the  lease 
at  fair  market  value. 


Anne  Seennan, 
the 


.e  .e........  Friends  of  the  Visitation  Valley  Parks.^^^^^^^^^^^  support  of 

. Visitation  Greenway  Project  proposed  for  the  Re.s  Tract  and  the 
jurisdictional  transfer  of  the  lot  to  Recreation  and  Park. 

Greenway  project. 

commissioner  Caen  directed  staff  to  schedule  this  matter  on  the  agenda  for 
the  next  meeting. 


REGULAR 


Authorizing  a  supplemental  appropriation  request  to  fund  the  spot  paving  activities  of 
the  City  Distribution  Division. 

commissioner  Normandy  suggested  a  reporting  system  to  monitor  completed  paving 
work  and  whether  it  was  satisfactorily  completed. 

Moved  by  Commissioner  Makras.  seconded  by  Commissioner  Normandy,  to  adopt 
Item  9;  passed  (4-0)  unanimously. 

o     .     n      QR  n-^OB-    Authorizing  the  General  Manager  of  Public  Utilities  to 
Resolution  No.  98-0305.    Au^jz.  g  ^  ^^^^^  ^^^^^     Supervisors  a 

supplemental  appropriation  request  in  the  amount  of 
$877,260  to  fund  the  spot  paving  activities  of  the  City 
Distribution  Division. 

Approving  the  flnancing  documents  for  a  PUC  commercial  paper  program  to  finance 
short-term  construction  for  water  enterprise  projects. 

Commissioner  Cook  moved  to  adopt  Item  10.  Commissioner  Makras  seconded, 
commissioner  Makras  inquired  whetherth^  agend^^^^^^^^^ 

rates. 
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commissioner  Makras  requested  affirmatior,  from  staff 

reouired  for  approval  by  the  Commission  liave  been  submitted.  Mr  Carmichael 
Sated  tha°  the  Finance  staff,  the  City  Attorney  and  the  bond  counsel  have  rev^wed  all 
d— those  v^ere  presented  to  the  Commission.  C^-s-onerMakra^ 
suggested  that  staff  return  to  the  Commission  if  any  changes  have  to  be  made  to 
these  documents  after  the  Commission  approves  them. 

Commissioner  Makras  stated  that  he  v,as  not  in  favor «  jmmerc^l  P«P«^.P^°9;f 
as  it  v^ould  have  negative  economic  effects  if  the  interest  rates  go  up.  He  said  witn 
today  slowest  historical  point  of  interest  rates,  we  should  lock-,n  a  longer  debt  term 
and  refinance  later. 

Commissioner  Normandy  suggested  continuance  of  the  item  to  address 
Commissioner  Makras'  concerns  and  to  establish  a      ^'^"^^^^^^  '"^^^^^ 
Commission  to  make  a  decision.  Commissioner  Cook  and  Commissioner  Makras 

withdrew  their  motion. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Makras,  to  continue 
Item  10  to  the  call  of  the  Chair;  passed  (4-0)  unanimously. 


Authorizing  issuance  of  a  Request  for  Proposals  for  unden|vriting  services  in 
connection  with  the  issuance  of  authorized  water  revenue  bonds. 

Mr  Carmichael  reported  that  the  agenda  item  would  allow  staff  to  create  a  pool  of 
LeitSers  who  would  work  on  refunding  opportunities  for  water  and  sewer  debts 
The  t^am^?  underwriters  would  not  preclude  the  department  from  having  competitive 
sales,  refinancing  or  selling  new  debt  authorized  by  the  voters. 

commissioner  Makras  stated  that  he  favored  the  idea  of  creating  a  POol  but  or,  a 
..hnrtPr  time  basis  Commissioner  Normandy  suggested  amending  the  resoiuiion  lo 
d?op  the7e^m  "as  needed"  in  the  first  resolved  clause.  He  also  suggested  conducing 
an  annuaTreview  of  the  selected  pool  of  underwriters.  Commissioner  Cook  seconded. 

commissioner  Normandy  clarified  his  understanding  that  !^he  P"^^ 

through  competitive  bidding  based  on  certain  critena  and  f    ^^at  f  there  are  ^ 

projects  that  would  require  the  expertise  of  the  members  of  ^^3°  •  ^  f 

the  abilitv  to  negotiate  the  best  price.  Mr.  Carmichael  nodded  positively.  He  stated 

that  if  he  market  isTour  favor  we  could  go  out  and  do  a  purely  competitive  bid 

process  "uli  not  preclude  us  from  doing  that  so  that  we  can  open  the  market 

to  everybody  instead  of  the  pool  already  created. 


98-297 


Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
11  as  amended;  passed  (4-0)  unanimously. 

Resolution  No  98-0306:    Authorizing  the  Finance  Director  to  issue  a  Request  for 
Resolution  no.  proposals  for  undenwriting  services  in  connection  with  the 

issuance  of  authorized  water  revenue  bonds  in  the  amount 
of  $304  million  and  refinancing  existing  water  and 
wastewater  debt. 


PROFESSIONAL  SERVICE  CONTRACTS 

Advertise 

33.  Authorizing  the  General  Manager  of  Public  Utilities  advertise  a  Reque^^^^^^^^^^^ 
Proposals  for  program  management  services  in  support  of  the  PUC  s  Capital 
Improvement  Program. 

Mary  Williams.  Utilities  Engineering  Bureau 

Sn  to  $200  million  in  cost  savings  and  four  to  six  years  of  time  savings. 

7Mla  Jones  of  the  Human  Rights  Commission  discussed  HRC's  Program  in  Diversity 
and  the  G  ants  Sta^^^^^^  Mod'el.  She  suggested  that  the  Program  Management  Project 
use  he  same  concept  of  a  Diversity  Program  to  encourage  participation  of  local 
rusinessr  contSrs.  v^orkers.  suppliers,  vendors  and  other  City  departments.  She 
Sd  ?hat  the  Giants  8  adium  Project  included  brought  about  40%  minority  and 
w^men  ow^ed  b«articipa«    in  the  design  and  construction  of  the  pro,ect. 

commissioner  Normandy  commented  P~i«^'"-J|?;^  iTmted 

=ro-^;:T;ar^^^^^^^^^^ 

contract  would  be  terminated, 
the  RFP. 
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Public  Comments: 


Kathleen  Price  Vice  President  of  San  Francisco  International  Federation  of  Local 
Enaineers  Local  21)  requested  that  the  Commission  postpone  its  action  until  after 
S  21  had  dl?cuss^    ?he  matter  with  PUC  staff.  She  commented  that  the  type  of 
work  described  in  the  RFP  is  regularly  done  by  members  of  Local  21. 

Linda  Jofoku.  Senior  Union  Representative.  Local  21,  also  ^^^^^^^^ed  continua^^ 
the  item  She  stated  that  Local  21  should  have  been  notified  about  the  RFP  as  this 
was  a  classification  issue.  She  expressed  concerns  that  the  project  deters 
advancement  of  in-house  staff  and  woman  engineers. 

Commissioner  Normandy  stated  that  the  Commission  ^^f^^^"^'^'^^^*°^^^^ 
brought  by  the  speakers  regarding  opportunities  for  growth.  He  said  the  phHosophy  of 
the  project  was  to  augment  resources  by  bringing  in  the  private  sector,  to  tram  and 
promote  staff  growth  He  said  that  there  would  be  opportunities  to  advance  our  staff 
when  we  begin  to  phase  out  the  program  management  group. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Makras,  to  adopt 
Item  33  as  amended;  passed  (4-0)  unanimously. 

Resolution  No  98-0307:    Authorizing  the  General  Manager  of  Public  Ufilities  to 
Kesoiution  ino.  ^^^^^^  ^  Request  for  Proposals  for  program  management 

services  in  support  of  the  PUC's  $3.5  billion  capital 
improvement  program  and  return  to  the  Commission  for 
authorization  to  advertise. 


REGULAR 


Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Items  13. 
14  and  15;  passed  (4-0)  unanimously. 


13.     Resolution  No.  98-0308: 


14.     Resolution  No.  98-0309: 


Ratifying  the  Declaration  of  Emergency  made  by  the 
President  of  the  Public  Ufilifies  Commission  for  Clean 
Water  Contract  No.  CW-190E,  Naglee  Avenue  Emergency 
Sewer  Replacement,  and  requesting  the  Board  of 
Supervisors'  approval  of  expenditure  of  funds  for 
emergency  work. 

Ratifying  the  Declaration  of  Emergency  made  by  the 
President  of  the  Public  Utilifies  Commission  for  Clean 
Water  Contract  No.  CW-197E,  Brannan  Street  Emergency 
Side  Sewer  Replacement,  and  requesfing  the  Board  of 
Supervisors'  approval  of  expenditure  of  funds  for 
emergency  work. 
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15      Resolution  No.  98-0310:    Ratifying  the  Declaration  of  Emergency  made  by  the 
1  b.     Kesoiuiion  president  of  the  Public  Utilities  Commission  for  Clean 

Water  Contract  No.  CW-1 99E,  Clay/Joice  Streets 
Emergency  Sewer  Replacement,  and  requesting  the  Board 
of  Supervisors'  approval  of  expenditure  of  funds  for 
emergency  work. 


LEASES  AND  PERMITS 


Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook  to  adopt  Items  16. 
17,  18  and  19;  passed  (4-0)  unanimously. 


16.     Resolution  No.  98-031 1 : 


17.     Resolution  No.  98-0312: 


18.     Resolution  No.  98-0313: 


19.     Resolution  No.  98-0314: 


Authorizing  the  General  Manager  of  Public  Utilities  to 
request  the  Director  of  Property  to  prepare  and  submit  the 
necessary  legislation  to  the  Board  of  Supervisors  to 
accommodate  the  jurisdictional  transfer  of  seven  parcels  of 
land  located  along  the  south  side  of  Cesar  Chavez  Street 
between  Mississippi  Street  and  3^^  Street,  to  the 
Department  of  Parking  &  Traffic  for  the  widening  of  Cesar 
Chavez  Street  at  historical  cost  of  $275,500. 

Authorizing  the  General  Manager  of  Public  Utilities  to 
request  the  Director  of  Property  to  prepare  and  submit  the 
necessary  legislation  to  the  Board  of  Supervisors  to 
accommodate  the  vacation  and  sale  of  a  sewer  easement 
comprising  approximately  100  sq.  ft.,  located  at  Bluxome 
5"^  and  Townsend  Streets  (Block  3786.  Lot  17).  by  way  of  a 
quitclaim  deed  to  394  Townsend  Associates.  LLC  for 
$2,500.00. 

Authorizing  the  General  Manager  of  Public  Utilities  to 
execute  a  lease  with  Analog  Devices.  Inc.,  for 
approximately  0.48  acres  of  PUC  land  located  on  a  portion 
of  Parcel  156A  of  Bay  Division  Pipeline  Nos.  3  and  4  nght 
of  way  in  Sunnyvale.  Califomia.  for  parking  purposes  at  an 
annual  rental  rate  of  $22,580. 

Authorizing  the  General  Manager  of  Public  Utilities  to 
execute  a  lease  with  Bianchi  Joint  Venture.  Paul 
Enterprises  and  Pace  Partners,  for  approximately  0.53 
acres  of  PUC  land  located  on  a  portion  of  Bay  Division 
Pipeline  No.  3,  Parcel  173  in  Sunnyvale,  California,  for 
access,  parking  and  landscaping  purposes  at  an  annual 
base  rate  of  $11,496. 
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20  Authorizing  the  General  Manager  of  Public  Utilities  to  execute  a  40-year  lease 
agreement  with  Hansen  PSC,  Inc..  for  approximately  .542  acres  of  PUC  land  located 
on  a  portion  of  Parcel  2007(1)  of  Bay  Division  Pipeline  Nos.  1  and  2  right  of  way  in 
Menio  Park,  California,  for  parking,  landscaping,  crossover  and  access  to  tenant  s 
adjacent  land  and  building,  at  an  annual  rental  rate  of  $22,092. 

Item  20  was  continued. 

21  Authorizing  the  General  Manager  of  Public  Utilities  to  execute  a  permit  with  Mahikari 
of  America  San  Francisco  DOJO,  a  non  profit  organization,  for  landscaping,  vehicular 
and  pedestrian  cross  over  to  adjoining  land  and  building  of  permittee  on  a  portion  of 
Parcel  57A  of  San  Francisco  lands,  adjacent  to  1 1 55  Junipero  Serra  Boulevard  in  San 
Francisco. 

Robert  Valverde,  of  Sukyo  Mahikari,  urged  the  Commission  to  assess  a  lower  permit 
fee. 

Commissioner  Makras  expressed  concern  about  providing  equity  to  all  non  profit 
organizations  in  the  assessment  of  fees  for  permits  and  leases.  Gary  Dowd,  Manager 
of  the  Bureau  of  Commercial  Land  Management,  stated  that  there  being  no  policy  in 
place  he  recommended  a  $200  fee  for  this  permit  based  on  the  recent  action  of  the 
Commission  and  what  would  be  a  reasonable  fee  in  this  case.  He  said  that  a.policy 
would  be  drafted  by  staff  for  discussion  by  the  Commission. 

Commissioner  Normandy  suggested  continuing  the  item  until  the  Commission  had 
discussion  regarding  a  policy  for  charging  fees  to  non  profit  organizations. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Caen,  to  continue 
Item  21  to  January  12,  1999;  passed  (4-0)  unanimously. 

CONSTRUCTION  CONTRACTS 

Award 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Normandy,  to  adopt  Items  22 
and  23;  passed  (4-0)  unanimously. 

22      Resolution  No  98-031 5:    Awarding  Clean  Water  Program  Contract  No.  CW-1 1 1 , 

Mason/Pine/Leavenworth  Streets  and  Meacham  Place 
Sewer  Replacement,  in  the  amount  of  $314,000  to  K.  J. 
Woods  Construction,  Inc. 
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23. 


Resolution  No.  98-0316: 


Awarding  Clean  Water  Program  Contract  No.  CW-129, 
Broadway/Bryant/Sonoma  Streets  Sewer  Replacement,  in 
the  amount  of  $241,182  to  Uniacke  Construction,  Inc. 


Amend 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Normandy,  to  adopt 
Item  24;  passed  (4-0)  unanimously. 

24      Resolution  No.  98-0317:    Amending  Clean  Water  Program  Contract  No.  CW-139, 

Channel  Pump  Station  Variable  Speed  Control 
Improvements  Project,  in  the  amount  of  $109,536;  and 
approving  a  time  extension  of  35  calendar  days. 

At  4:05  p.m.,  the  meeting  was  recessed.  At  4:15  p.m.  the  meeting  reconvened. 
Commissioner  Makras  was  excused. 


Close 


Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
25;  passed  (3-0)  unanimously. 

25      Resolution  No  98-031 8:    Accepting  the  work  performed  under  San  Francisco  Water 

Department  Contract  No.  WD-2126,  6-Inch  Ductile  Iron 
Main  Installation  in  Spruce,  Cook,  Blake,  Collins  and 
Woods  Streets  between  Anza  Street  and  Euclid  Avenue  as 
completed;  approving  Contract  Modification  No.1  in  the 
credit  amount  of  $49,923.27;  changing  the  contract 
performance  time  from  125  calendar  days  to  229  calendar 
days;  assessing  liquidated  damages  of  $35,500  for  71 
calendar  days  of  avoidable  delays;  and  approving  final 
payment  in  the  amount  of  $40,136.78  to  the  contractor, 
Marinship  Construction  Services,  Inc. 
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Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
26;  passed  (3-0)  unanimously. 

26  Resolution  No  98-031 9:    Accepting  the  work  performed  under  San  Francisco  Water 

Department  Contract  No.  WD-21 54,  Cement  Mortar  Line 
54-Inch  Pipeline  in  Junipero  Serra  Boulevard  from 
Holloway  Avenue  to  Sloat  Boulevard  as  completed; 
extending  the  contract  completion  date  to  June  23,  1998 
for  unavoidable  delays;  increasing  the  contract  amount  by 
a  debit  amount  of  $62,890.52;  and  approving  final  payment 
in  the  amount  of  $207,743.02  to  the  contractor,  J.  Fletcher 
Creamer  &  Sons,  Inc.  and  Marinship  Construction,  Inc..  a 
joint  venture. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Item 
27;  passed  (3-0)  unanimously. 

27  Resolution  No  98-0320:    Accepting  the  work  performed  under  San  Francisco  Water 

Department  Contract  No.  WD-21 62,  8-Inch  Ductile  Iron 
Main  Installation  in  Monterey  Boulevard  between  St.  Elmo 
and  San  Anselmo  Streets  and  in  Mangels  Avenue  between 
Congo  and  Detroit  Streets  as  completed;  extending  the 
contract  completion  date  by  one  calendar  day  for  rain 
caused  delay;  approving  a  credit  modification  in  the 
amount  of  $65,847.00;  and  approving  final  payment  in  the 
amount  of  $2,530.00  to  the  contractor,  Marinship 
Construction,  Inc. 


Commissioner  Makras  returned  at  4:20  p.m. 


Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  adopt  Items  28, 
29,  30,  31,  and  32;  passed  (4-0)  unanimously. 

28      Resolution  No.  98-0321 :    Accepting  the  work  performed  under  San  Francisco  Water 

Department  Contract  No.  WD-21 03,  16-Inch  Ductile  Iron 

Feeder  Main  Installation  in  Valencia  Street  between  Market 
Street  and  16'*^  Street,  as  satisfactorily  completed; 
approving  credit  contract  modification  No.  1  in  the  amount 
of  $25,793.42;  approving  time  extension  of  32  calendar 
days  for  unavoidable  delays;  and  authorizing  final  payment 
in  the  amount  of  $2,500  to  the  contractor,  P  &  J  Utility  Co. 
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29.     Resolution  No.  98-0322: 


30.     Resolution  No.  98-0323: 


31.     Resolution  No.  98-0324: 


32.     Resolution  No.  98-0235: 


Accepting  the  work  performed  under  San  Francisco  Water 
Department  Contract  No.  WD-2121,  8-Inch  Ductile  Iron 
Feeder  Main  Installation  in  Bayshore  between  Oakdale 
Street  and  Industrial  Street,  as  satisfactorily  completed; 
approving  credit  contract  modification  No.  1  in  the  amount 
of  $49,525;  and  authorizing  final  payment  in  the  amount  of 
$2,303  to  the  contractor,  P  &  J  Utility  Co. 

Accepting  the  work  performed  under  Clean  Water  Program 
Contract  Specification  No.  1165N,  North  Point  Water 
Pollution  Control  Plant  Improvements  -  Phase  1  as 
completed;  approving  contract  modification  in  the  amount 
of  $31 ,573;  and  approving  final  payment  in  the  amount  of 
$50,329  to  the  contractor,  Schram  Construction,  Inc. 

Accepting  the  work  performed  under  Clean  Water  Program 
Contract  Specification  No.  1186N,  North  Shore  Pump 
Station  Reliability  Improvements  as  completed;  approving 
contract  modification  No.  4  in  the  amount  of  $82,500;  and 
approving  final  payment  in  the  amount  of  $50,000  to  the 
contractor,  Schram  Construction,  Inc. 

Accepting  the  work  performed  under  Clean  Water  Program 
Contract  Specification  No.  1221 N,  Lyon/Sacramento/Post 
Streets  Sewer  Replacement  as  completed;  approving 
contract  modification  in  the  credit  amount  of  $30,715; 
approving  final  payment  in  the  amount  of  $14,258.13  to  the 
contractor,  K.  J.  Woods  Construction,  Inc.;  and  approving 
an  81 -day  time  extension  for  contract  completion. 


The  Commission  returned  to  Item  12  of  the  Regular  Agenda. 


12.     Presentation  on  San  Francisco  Integrated  Water  Resource  Plan. 

Mary  Williams  gave  a  presentation  using  electronic  media  regarding  the  results  of  the 
initial  study  of  the  San  Francisco  Integrated  Water  Resource  Plan  and  how  these 
results  could  help  in  decision  making.  The  Integrated  Water  Resource  Plan 
addresses  San  Francisco's  future  needs  for  water  and  available  water  supply  sources. 

Jeff  Keshel  Vice  President  at  Montgomery  Watson,  consultant  for  the  project, 
commented  that  the  PUC  water  system  would  be  deficient  in  dry  years  in  the  future 
and  the  Integrated  Water  Resource  Plan  addresses  ways  to  fill  up  those  deficiencies. 
Mr  Keshel  discussed  various  water  resource  options  that  are  available  to  San 
Francisco.  Those  options  were  buying  water  as  needed,  purchasing  additional  water 
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but  we  need  to  construct  additional  pipeline  facilities,  and  constructing  new  storage 
facilities  Local  resources  include  ultra  low  flow  toilet  program,  landscape  audits,  nev 
groundwater  development  in  the  westside,  low  flow  washing  machines,  recycled 
water,  and  ultra  low-flow  toilets  in  hotels. 

Staff  intends  to  return  to  the  Commission  in  February  or  March  to  present  these 
options. 

Commissioner  Makras  suggested  that  staff  explore  the  possibility  of  a  policy 
recommendation  to  the  Board  of  Supervisors  to  implement,  by  way  of  an  ordinance, 
replacement  of  all  toilets  and  showers  in  San  Francisco  over  a  period  of  10-20  years 
and  implement  other  water  conservation  programs. 


PROFESSIONAL  SERVICE  CONTRACTS 

Advertise 

34      Authorizing  issuance  of  Request  for  Statement  of  Qualifications  to  create  an 

engineering  services  consulting  pool  for  the  City  Distribution  Division's  Reservoirs  and 
Tanks  Capital  Projects. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Makras,  to  adopt 
Item  34;  passed  (4-0)  unanimously. 

Resolution  No.  98-0326:    Authorizing  the  Manager  of  the  Utilities  Engineering  Bureau 

to  advertise  and  request  statements  of  qualification  from 
engineering  consulting  firms  to  create  a  consulting  pool  to 
provide  as-needed  specialty  engineering  services  for  the 
City  Distribution  Division's  Reservoirs  and  Tanks  Capital 
Projects  for  a  period  of  four  years  with  a  total  spending 
authority  of  $10,000,000. 


35      Authorizing  the  General  Manager  of  Public  Utilities  to  issue  a  Request  for  Proposals 
and  negotiate  and  execute  a  cost  plus  fixed  fee  contract  with  a  consultant  to  be 
selected  from  a  pool  of  qualified  environmental  consulting  firms  to  prepare  the 
required  Initial  Study  and  Environmental  Impact  Report  for  the  Alameda  Creek 
Fisheries  Enhancement  Project  at  a  cost  not  to  exceed  $500,000. 

Item  35  was  removed  from  the  agenda. 


98-305 


Item  Nos.  36,  37,  and  38  were  postponed  until  after  the  Closed  Session. 


39.     Amending  the  professional  services  agreement  with  Geomatrix  Consultants,  Inc.  to 
provide  geotechnical  and  specialized  engineering  services  for  the  seismic  upgrade  of 
BDPL  Nos.  1  and  2  at  the  Hayward  Fault  crossing;  extending  the  contract  completion 
date  from  December  1, 1998  to  May  31,  1999;  and  increasing  the  contract  amount  by 
$35,000. 

Item  39  was  removed  from  the  agenda. 

CLOSED  SESSION 


40.     Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section 
54956.9(b)(c)  and  Conference  with  Real  Property  Negotiator  -  Pursuant  to 
Government  Code  Section  54956.8: 

Anticipated  Litigation:  As  Plaintiff  and  as  Defendant 

Property:  500+  acres  of  San  Francisco  Water  Department  property  on 

Bernal  Avenue  in  Alameda  County. 
Parties  Negotiating:  Nelson/Lymburn/Thompson/Malamut 

City  of  Pleasanton 
Under  Negotiations:    Terms  and  Conditions 

No  action  was  taken. 


40.a.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 

Existing  Litigation:      Bay  Delta  Hearings  before  the  State  Water  Resources  Control 

Board 

No  action  was  taken. 


40.b.  Conference  with  Legal  Counsel  -  Pursuant  to  Government  Code  Section  54956.9(a): 
Existing  Litigation:      Anthony  v.  CCSF,  San  Joaquin  County  No.  CV004214. 
No  action  was  taken. 
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41 .  Public  Comments  on  matters  to  be  discussed  in  Closed  Session. 
There  were  none. 

42.  Motion  on  whether  to  assert  the  attorney-client  privilege  regarding  the  matters  listed 
above  as  Conference  with  Legal  Counsel. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  to  assert  the 
attorney-client  privilege;  passed  (4-0)  unanimously. 

The  Public  Utilities  Commission  met  in  Closed  Session  at  4:42  P.M.  to  discuss  the  above 
listed  Closed  Session  items: 

At  7:00  P.M.,  the  Public  Utilities  Commission  reconvened  in  an  open  session. 

43.  Announcement  following  Closed  Session. 

President  Caen  announced  the  actions  taken  during  the  Closed  Session. 

44.  Motion  regarding  whether  to  disclose  the  discussions  during  Closed  Session. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook,  not  to 
disclose  the  discussion  during  the  Closed  Session;  passed  (4-0)  unanimously. 

The  Commission  returned  to  the  Regular  Agenda. 
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PROFESSIONAL  SERVICES  CONTRACT 


Amend 

36.     Amending  the  professional  services  agreement  with  Ellison  and  Schneider  to  provide 
legal  services.  (Continued  from  the  meeting  of  November  24,  1998.) 

Mr.  Moran  stated  that  the  City  Attorney's  Office  recommended  proceeding  with  this 
contract  on  a  sole  source  basis. 

Moved  by  Commissioner  Makras,  seconded  by  Commissioner  Normandy,  to  adopt 
Item  36;  passed  (4-0)  unanimously. 

Resolution  No.  98-0327:    Amending  the  professional  services  agreement  to  continue 

an  existing  relationship  with  Ellison  and  Schneider  to 
provide  legal  services,  increasing  the  contract  amount  by 
$450,000  and  extending  the  contract  term  to  December  31, 
1999. 


37.     Amending  the  professional  services  agreement  to  continue  an  existing  relationship 
with  JRP  Historical  Consulting  Services  to  provide  professional  historical  consulting 
and  archiving  services,  increasing  the  contract  funding  by  $20,000  and  extending  the 
contract  term  to  December  31 ,  1999.  (Continued  from  the  meeting  of  November  24, 
1998.) 

Mr.  Moran  stated  that  the  City  Attorney  recommended  continuing  the  contract  on  a 
sole  source  basis.  However,  staff  was  recommending  extension  of  the  contract  until 
the  second  meeting  of  the  Commission  in  January  to  give  time  for  staff  to  discuss 
subcontracting  opportunities  with  the  consultant. 

Moved  by  Commissioner  Normandy,  seconded  by  Commissioner  Cook  to  continue 
Item  37  to  January  26,  1999;  passed  (4-0)  unanimously. 

Resolution  No.  98-0329:    Authorizing  an  extension  of  the  professional  services  ■ 

agreement  with  JRP  Historical  Consulting  Services  to 
cover  the  work  to  be  performed  during  January  1999. 


98-308 


38.     Amending  the  professional  services  agreement  to  continue  an  existing  relationship 
with  Murray,  Burns,  and  Kienlen  to  provide  professional  engineering  services, 
extending  the  contract  term  to  December  31,  1999  at  no  additional  cost.  (Continued 
from  the  meeting  of  November  24,  1998.) 

Mr.  Moran  stated  that  the  City  Attorney  also  recommended  continuance  of  this 
contract  on  a  sole  source  basis. 

Moved  by  Commissioner  Cook,  seconded  by  Commissioner  Normandy,  to  adopt  Item 
38;  passed  (4-0)  unanimously. 

Resolution  No.  98-0328:    Amending  the  professional  services  agreement  to  continue 

an  existing  relationship  with  Murray,  Burns,  and  Kienlen  to 
provide  professional  engineering  services,  extending  the 
contract  term  to  December  31 ,  1999  at  no  additional  cost. 


Thereupon,  the  meeting  was  adjourned:         7:05  P.M. 


Romaine  A.  Boldridge 
Secretary 


98-309 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 


RESOLUTION  NO. 


WHEREAS,  The  PUC  City  Distribution  Division  (CDD)  repairs  and  installs  water  facilities  under 
the  streets  of  the  City;  and 

WHEREAS,  It  is  necessary  to  restore  the  streets  when  they  have  finished  their  work;  and 

WHEREAS,  This  work  has  been  reassigned  to  the  Department  of  Public  Works  (DPW)  for  the 
current  fiscal  year  under  a  Memorandum  of  Understanding  (MOU)  between  PUC  and  DPW;  and 

WHEREAS,  More  jobs,  larger  work  and  disposal  of  cutback  has  increased  costs;  and 

WHEREAS,  There  is  a  need  to  supplement  the  existing  work  order  to  DPW  by  $877,260  to 
reflect  how  the  money  will  be  spent;  now,  therefore  be  it 

RESOLVED,  That  this  Commission  requests  the  Mayor  to  recommend  to  the  Board  of 
Supervisors  a  supplemental  appropriation  in  the  amount  of  $877,260  for  the  Water  Enterprise  to  fund  the 
spot  paving  work  for  the  remainder  of  the  fiscal  year.  Funding  is  available  in  the  Department's 
Unappropriated  Fund  Balance. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


meeting  of 


DEC  1 5  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0306 


WHEREAS,  the  PUC  has  voter  authorization  to  issue  $304  million  in  water  revenue  bonds;  and 

WHEREAS,  the  PUC  has  approximately  $240  million  in  outstanding  water  revenue  bonds  and 
approximately  $450  million  in  outstanding  sewer  revenue  bonds;  and 

WHEREAS,  the  PUC  has  received  several  unsolicited  proposals  for  refunding  existing  revenue 
bonds  which  suggest  that  the  PUC  could  receive  a  substantial  financial  benefit  from  such  refundings;  and 

WHEREAS,  the  issuance  of  any  new  debt  or  refunding  debt  requires  the  services  of  underwriters; 

and 

WHEREAS,  this  Commission  has  determined  that  underwriter  services  can  be  made  available  to 
the  advantage  of  the  PUC  through  a  pre-qualified  as-needed  pool;  now,  therefore,  be  it 

RESOLVED,  that  this  Conmiission  approves  the  concept  of  developing  an  as-needed  pool  of 
underwriters  to  provide  underwriting  services  to  the  PUC  for  the  issuance  of  long-term  debt  over  the  next 
four  years  provided,  however,  that  the  Commission  is  not  precluded  from  selecting  underwriters  from 
outside  of  the  pool  for  specific  debt  issuandes;  and  be  it  further 

RESOLVED,  that  this  Commission  authorizes  the  Finance  Director  to  issue  an  RFP  for  Under- 
writing Services  which  will  establish  this  pool,  subject  to  final  Commission  approval,  through  a 
competitive  process;  and  be  it  further 

RESOLVED,  that  this  Commission  approves  a  negotiated  process  for  the  selection  of  specific 
underwriters  for  specific  debt  issuances  based  on  the  proposals  submitted  by  the  underwriter(s),  the 
specific  qualifications  of  the  underwriter(s),  the  financial  terms  and  conditions  of  the  debt  issuance 
proposal,  the  long-term  financial  benefit  to  the  PUC  of  the  debt  issuance  proposal  and  the  fulfillment  of 
the  Commission's  policy  on  MBE/WBE  participation  in  PUC  contracts. 

Agenundr.wpd 

I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at 
its  meeting  of 

DEC  15  1998 


4Mj 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0307 


WHEREAS,  The  $3.5  billion  capital  improvement  program  of  the  San  Francisco  Public  Utilities 
Commission  (SFPUC)  is  important  to  the  economy  and  quality  of  life  in  San  Francisco  and  the  entire  Bay 
Area,  representing  a  significant  investment  by  SFPUC  customers  in  their  future;  and 

WHEREAS,  This  large  capital  improvement  program  presents  a  major  challenge  to  the  SFPUC, 
because  it  is  a  leap  in  scale  and  complexity  over  previous  programs  performed  by  SFPUC  staff  in  the 
Utilities  Engineering  Bureau;  and 

WHEREAS,  The  SFPUC  has  considered  the  benefits  and  costs  of  program  management  services 
to  assist  the  Utilities  Engineering  Bureau  in  its  performance  of  the  SFPUC  capital  program;  and 

WHEREAS,  The  SFPUC  found  that  program  management  services  have  been  successful  for  large 
water  and  wastewater  programs,  and  would  be  useful  on  the  SFPUC  capital  program  to  augment  staff, 
provide  expertise,  streamline  project  delivery,  and  provide  management  tools;  and 

WHEREAS,  The  SFPUC  intends  program  management  consultant  services  to  benefit  SFPUC 
system  customers  and  their  communities,  improve  overall  SFPUC  system  reliability,  achieve  cost  savings 
to  minimize  impacts  on  ratepayers,  and  build  the  expertise  of  SFPUC  staff;  and 

WHEREAS,  The  SFPUC  capital  program  offers  an  unprecedented  opportunity  to  make  a 
difference  for  local  minority-  and  women-owned  businesses  (MBE/WBE)  and  for  minorities  and  women 
in  the  greater  San  Francisco  community;  and 

WHEREAS,  In  partnership  with  the  San  Francisco  Human  Rights  Commission,  the  SFPUC  is 
developing  a  Program  in  Diversity  to  develop  new  business  opportunities  for  MBE/WBE  firms,  prepare 
long-  term  unemployed  San  Francisco  residents  for  the  workforce,  and  provide  apprenticeships  in  crafts, 
trades  and  professional  services;  now,  therefore,  be  it 

RESOLVED,  That  the  San  Francisco  Public  Utilities  Commission  authorizes  its  staff  to  prepare 
a  Request  for  Proposals  for  program  management  services  in  support  of  its  $3.5  billion  capital 
improvement  program,  and  to  return  to  the  Commission  for  authorization  to  advertise. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

^''ti^sof   DEC  15  19.QR 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0308 


WHEREAS,  On  June  16,  1998,  PUC  Sewer  Operations  identified  an  emergency  condition  on 
Naglee  Avenue  from  Alemany  Boulevard  to  Cayuga  Avenue;  and 

WHEREAS,  The  existing  sewer  had  collapsed,  and  immediate  replacement  was  required  in  order 
to  protect  the  health,  welfare,  and  property  of  the  Citizens  of  San  Francisco;  and 

WHEREAS,  DPW's  Bureau  of  Engineeringpreparedthe  Plans  and  Specifications  for  Contract  No. 
CW-1 90E,  "Naglee  Avenue  Emergency  Sewer  Replacemenf  to  replace  the  existing  sewer  with  1 1 6  linear 
feet  of  1 8-inch  diameter  polyethylene  pipe  sewer  in  Naglee  Avenue  from  Alemany  Boulevard  to  Cayuga 
Avenue;  and 

WHEREAS,  the  Contractor,  D'arcy  &  Harty  Construction  began  the  emergency  work  on  June  26, 
1998  and  completed  it  on  July  5,  1998;  and 

WHEREAS,  Because  this  was  an  emergency  contract,  HRC  subcontracting  goals  were  not 
established  by  the  HRC  Contract  Compliance  Officer  assigned  to  monitor  the  Clean  Water  Repair  and 
Replacement  Program;  and 

WHEREAS,  The  cost  of  the  project  is  estimated  to  be  $69,659.00,  of  which  $51,009.00  is  for  the 
construction  contract.  Funds  are  available  from  the  R&R  Fund  (Fund  5C/CPF/R&R,  FAMIS  Project  No. 
CENRNRR982,  Job  Order  No.  161  ON);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission,  in  accordance  with  the  provisions  of  Section  6.30  of  the 
Administrative  Code  of  the  City  and  County  of  San  Francisco,  hereby  ratifies  the  Declaration  of 
Emergency;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  requests  the  Board  of  Supervisors  to 
Approve  the  expenditure  of  funds  for  the  emergency  work  to  repair  the  structurally  inadequate  sewer  in 
Naglee  Avenue  from  Alemany  Boulevard  to  Cayuga  Avenue. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  PFG  15  1998  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0309 


WHEREAS,  On  June  26,  1998,  PUC  Sewer  Operations  identified  an  emergency  condition  on 
Brannan  Street  from  Collin  P.  Kelly  Jr.  Street  to  Second  Street;  and 

WHEREAS,  The  existing  sewer  had  collapsed,  and  immediate  repair  was  required  in  order  to 
protect  the  health,  welfare,  and  property  of  the  Citizens  of  San  Francisco;  and 

WHEREAS ,  DP  W' s  Bureau  of  Engineering  prepared  the  Plans  and  Specifications  for  Contract  No. 
CW-197E,  "Brannan  Street  Emergency  Side  Sewer  Replacement"  to  repair  the  existing  8-inch  diameter 
vitrified  clay  pipe  (VCP)  sewer  with  224  linear  feet  of  12-inch  diameter  VCP  sewer  in  Braiman  Street 
from  Collin  P.  Kelly  Jr.  Street  to  Second  Street;  and 

WHEREAS,  the  Contractor,  Troy ' s  /  Trinet  Joint  Venture  began  the  emergency  work  on  July  1 4, 
1998  and  completed  it  on  August  3,  1998;  and 

WHEREAS,  Because  this  was  an  emergency  contract,  HRC  subcontracting  goals  were  not 
established  by  the  HRC  Contract  Compliance  Officer  assigned  to  monitor  the  Clean  Water  Repair  and 
Replacement  Program;  and 

WHEREAS,  The  cost  of  the  project  is  estimated  to  be  $  1 04,687.00,  of  which  $80,037.00  is  for  the 
construction  contract.  Funds  are  available  from  the  1 994  Sewer  Bond  (Fund  5C/CPF/95A,  FAMIS  Project 
No.  CENSR4SI42,  Job  Order  No.  1617N);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission,  in  accordance  with  the  provisions  of  Section  6.30  of  the 
Administrative  Code  of  the  City  and  County  of  San  Francisco,  hereby  ratifies  the  Declaration  of 
Emergency;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  requests  the  Board  of  Supervisors  to 
Approve  the  expenditure  of  funds  for  the  emergency  work  to  repair  the  structurally  inadequate  sewer  in 
Brannan  Street  from  Collin  P.  Kelly  Jr.  Street  to  Second  Street. 

/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


meeting  of 


DEC  1  ^  IMft 


mmission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0310 


WHEREAS,  On  July  17,1998,  PUC  Sewer  Operations  identified  an  emergency  condition  on  Clay 
Street  from  Stockton  to  Powell  Streets  and  Joice  Street  from  Sacramento  to  Clay  Streets;  and 

WHEREAS,  The  existing  sewer  had  collapsed,  and  immediate  replacement  was  required  in  order 
to  protect  the  health,  welfare,  and  property  of  the  Citizens  of  San  Francisco;  and 

WHEREAS,  DPW's  Bureau  of  Engineering  prepared  the  Plans  and  Specifications  for  Contract  No. 
CW-199E,  "Clay/Joice  Streets  Emergency  Sewer  Replacement"  to  replace  the  existing  sewers  with  504 
linear  feet  of  1 8"  diameter  and  256  linear  feet  of  1 2"  diameter  VCP  sewers  in  Clay  Street  from  Stockton 
to  Powell  Streets  and  Joice  Street  from  Sacramento  to  Clay  Streets;  and 

WHEREAS,  The  Contractor,  Troy's  /  Trinet  Joint  Venture  began  the  emergency  work  on  August 
3,  1998  and  completed  it  on  September  1,  1998;  and 

WHEREAS,  Because  this  was  an  emergency  contract,  HRC  subcontracting  goals  were  not 
established  by  the  HRC  Contract  Compliance  Officer  assigned  to  monitor  the  Clean  Water  Repair  and 
Replacement  Program;  and 

WHEREAS,  The  cost  of  the  project  is  estimated  to  be  $255,415.00,  of  which  $207,765.00  is  for 
the  construction  contract.  Funds  are  available  from  the  R&R  Fund  (Fund  5C/CPF/R&R,  FAMIS  Project 
No.  CENRNRR988,  Job  Order  No.  1618N);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission,  in  accordance  with  the  provisions  of  Section  6.30  of  the 
Administrative  Code  of  the  City  and  County  of  San  Francisco,  hereby  ratifies  the  Declaration  of 
Emergency;  and  be  it 

FURTHER  RESOLVED,  That  this  Commission  hereby  requests  the  Board  of  Supervisors  to 
Approve  the  expenditure  of  funds  for  the  emergency  work  to  replace  the  structurally  inadequate  sewers 
in  Clay  Street  from  Stockton  to  Powell  Streets  and  Joice  Street  from  Sacramento  to  Clay  Streets. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  DEC  1 5  1998  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0311 


WHEREAS,  The  City  and  County  of  San  Francisco  currently  owns  certain  real  propery 
under  the  jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  (SFPUC);  and 

WHEREAS,  The  Department  of  Parking  and  Traffic  (DPT)  has  developed  plans  to  widen 
Cesar  Chavez  Street  between  Mississippi  Street  and  a  point  just  east  of  S'''  Street;  and 

WHEREAS,  Seven  parcels  of  property  totaling  42,233  square  feet  in  size,  under  the 
jurisdiction  of  the  PUC  are  required  for  the  project;  and 

WHEREAS,  Staff  of  both  PUC  and  DPT  have  agreed  in  concept  to  the  transfer  of  seven 
parcels  of  land,  under  the  jurisdiction  of  the  PUC  at  historical  cost;  and 

WHEREAS,  The  Real  Estate  Department  has  determined  the  historical  cost  of  the  seven 
parcels  of  land  to  be  $275,500;  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  Public 
Utilities  Commission  to  request  the  Director  of  Property  to  prepare  and  submit  the  necessary 
legislation  to  the  Board  of  Supervisors  to  accommodate  the  jurisdictional  transfer  of  the  seven 
parcels  of  land  to  DPT. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


meeting  of   DEC  15  1998   

Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0312 


WHEREAS,  The  City  and  County  of  San  Francisco  (City)  is  proposing  the  vacation  of  a 
sewer  easement  of  approximately  1 00  sq.  ft.  under  the  jurisdiction  of  the  Public  Utilities 
Commission  (PUC)  and  to  quitclaim  same  to  394  Townsend  Associates,  LLC;  and 

WHEREAS,  The  City  has  no  present  or  future  use  for  the  easement;  and 

WHEREAS,  The  City  has  agreed  to  vacate  and  quitclaim  the  easement  to  394  Townsend 
Associates,  LLC;  and 

WHEREAS,  By  letter  dated  August  28,  1998,  the  Department  of  City  Planning  has  stated 
that  the  proposed  vacation  of  the  existing  easement  is  in  conformity  with  the  General  Plan  and 
consistent  with  the  Eight  Priority  Policies  of  Planning  Code  Section  101.1;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  agreement  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  and 

WHEREAS,  The  Purchase  price  of  the  easement  shall  be  $2,500;  and 

WHEREAS,  The  Real  Estate  Department's  processing  fees  shall  be  $3,500.00;  now 
therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  authorizes  the  General  Manager  of  the  Public 
Utilities  Commission  to  request  the  Director  of  Property  to  prepare  and  submit  the  necessary 
legislation  to  the  Board  of  Supervisors  to  accommodate  the  vacation  and  sale  of  a  sewer 
easement  by  way  of  a  quitclaim  deed  to  394  Townsend  Associates,  LLC  for  the  sum  of 
$2,500.00  provided  394  Townsend  Associates,  LLC  shall  also  pay  a  $3,500.00  processing  fee 
to  the  Real  Estate  Department. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  DEC 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0313 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Commission  in  Santa  Clara  County;  and 

WHEREAS,  Analog  Devices,  Inc.  has  requested  to  enter  into  an  agreement  for  parking; 

and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  agreement  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  lease  of  approximately  0.48  acres  of  land  to  Analog 
Devices,  Inc.,  as  lessee,  for  the  purpose  of  parking  within  the  Lease  Area  located  in  Sunnyvale, 
Santa  Clara  County,  as  set  forth  in  the  Lease  of  certain  real  property  under  the  jurisdiction  of 
the  Public  Utilities  Commission,  as  shown  on  SFPUC  Drawing  No.  B-4486-1  of  the  Lease, 
commencing  on  December  15,  1998  and  expiring  on  March  31,  2005,  provided  that  the  Lessee 
shall  pay  an  initial  rental  rate  of  $22,580.00  per  year,  payable  in  monthly  installments  of 
$1,881.67,  with  annual  (CPI)  adjustments;  and  be  it, 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  lease. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

^''ti^gof   DEC 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0314 


WHEREAS,  The  City  and  County  of  San  Francisco  owns  certain  real  property  under  the 
jurisdiction  of  the  San  Francisco  Public  Utilities  Connnnission  in  Alameda  County;  and 

WHEREAS,  Bianchi  Joint  Venture,  Paul  Enterprises  and  Pace  Partners  has  requested  to 
enter  into  an  agreement  to  use  the  Lease  Area  for  a  parking  lot,  ingress  and  egress  and 
landscaping;  and 

WHEREAS,  BERM  has  determined,  and  completed  a  certification,  that  the  project 
described  by  the  proposed  agreement  is  categorically  exempt  from  the  requirements  of  the 
California  Environmental  Quality  Act;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  terms  and  conditions  and 
authorizes  the  execution  of  that  certain  five  (5)  year  Lease  of  approximately  0.53  acres  of  land 
to  Bianchi  Joint  Venture,  Paul  Enterprises  and  Pace  Partners,  as  Lessee,  for  the  purpose  of  a 
parking  lot,  landscaping  and  ingress  and  egress  to  and  from  adjacent  buildings  and  driveways 
in  the  Lease  Area  located  in  Santa  Clara  County,  as  set  forth  in  that  certain  real  property  under 
the  jurisdiction  of  the  Public  Utilities  Commission,  as  shown  on  Exhibit  B  of  the  Lease,  com- 
mencing upon  authorization  and  approval  of  the  Lease  by  the  PUC  and  expiring  five  (5)  years 
from  the  commencement  date  provided  that  the  Permittee  shall  pay  an  annual  rental  rate  of 
$1 1 ,496.00  or  $958.00  a  month  and  be  it 

FURTHER  RESOLVED,  That  all  actions  authorized  by  this  resolution  and  heretofore 
taken  by  any  City  official  in  connection  with  such  Agreement  are  hereby  ratified,  approved  and 
confirmed  by  this  Commission;  and  be  it 

FURTHER  RESOLVED,  That  upon  approval  by  this  Commission,  the  General  Manager 
of  Public  Utilities  is  hereby  authorized  and  directed  to  execute  said  permit. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  DEC  1 5  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0315 


WHEREAS,  The  Public  Utilities  Commission  approved  the  final  plans  and  specificationsfor  Clean 
Water  Program  Contract  No.  C  W- 1 1 1  and  authorized  advertising  for  proposals  to  replace  existing  sewers 
with  10-inch,  12-inch,  15-inch  and  24-inch  diameter  VCP  sewers  in  Mason  Street  from  Eddy  to  Ellis 
Streets,  Pine  Street  from  Hyde  to  Leavenworth  Streets,  Leavenworth  Street  from  O '  Farrell  to  Geary  Streets 
and  Meacham  Place  from  Post  Street  to  158  feet  Southerly;  and 

WHEREAS,  The  Contract  was  advertised  on  October  3,  1998;  and 

WHEREAS,  Six  (6)  bids  were  received  and  opened  publicly  on  November  5,  1998;  and 

WHEREAS,  Staff  review  of  the  bid  for  responsiveness  and  application  of  bid  preferences  resulted 
in  the  establishment  of  K.  J.  Woods  Construction,  Inc.  as  the  lowest  responsive  and  responsible  bidder; 
and 

WHEREAS,  MBE  and  WBE  participation  has  been  approved  by  the  HRC  Contract  Compliance 
Officer  assigned  to  monitor  Clean  Water  Program  contracts;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has  determined 
that  the  Sewer  Repair  and  Replacement  Program  is  categorically  exempt  from  envirorunental  review  under 
the  State  Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  Funds  for  said  Contract  are  available  from  the  Repair  and  Replacement  Fund  under 
Job  Order  No.  1461N  (Fund  5C/CPF/R&R,  FAMIS  Project  No.  CENRNRR91440);  now,  therefore,  be 
it 

RESOLVED,  That  this  Commission  hereby  approves  the  award  of  Clean  Water  Program  Contract 
No.  C  W-  111,  "Mason/  Pine/  Leavenworth  Streets  and  Meacham  Place  Sewer  Replacemenf  in  the  amount 
of  $314,000.00  to  the  lowest  responsive  and  responsible  bidder,  K.  J.  Woods  Construction,  Inc. 


/  hereby  certify  that  the  fpregpirm  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  DEC  IB  1998  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0316 


WHEREAS,  On  August  25,  1998,  the  Public  Utilities  Commission  approved  the  final  plans 
and  specifications  for  Clean  Water  Program  Contract  No.  CW-129  and  authorized  advertising  for 
proposals  to  replace  existing  sewers  with  1 2-inch  and  24-inch  diaineter  VCP  sewers  in  Broadway  from 
Himmelmann  Place  to  Florence  Street,  Broadway  from  Cyrus  Place  to  300  feet  east  of  Hyde  Street, 
Bryant  Street  from  1 S'""  Street  to  1 9th  Street,  and  Sonoma  Street  from  Green  Street  to  Union  Street  and 
to  replace  the  street  pavement  on  Sonoma  Street  from  Green  Street  to  Union  Street;  and 

WHEREAS,  The  Contract  was  advertised  on  September  15,  1998;  and 

WHEREAS,  Five  bids  were  received  and  opened  publicly  on  October  15,  1998;  and 

WHEREAS,  Staff  review  of  the  bid  for  responsiveness  and  application  of  bid  preferences 
resulted  in  the  establishment  of  Uniacke  Construction,  Inc.  as  the  lowest  responsive  and  responsible 
bidder;  and 

WHEREAS,  MBE  and  WBE  participation  has  been  approved  by  the  HRC  Contract 
Compliance  Officer  assigned  to  monitor  Clean  Water  Program  contracts;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has 
determined  that  the  Sewer  Repair  and  Replacement  program  is  categorically  exempt  from 
environmental  review  under  the  State  Guidelines  implementing  the  California  Environmental 
Quality  Act;  and 

WHEREAS,  $226,710.00  for  the  sewer  work  portion  of  the  Contract  are  available  from  the 
R&R  Funds  from  Job  Order  No.  1562N  (Fund  5C/CPF/R&R.  FAMIS  Project  No.  CENRNRR94140) 
and  $14,472.00  for  the  street  renovation  work  are  available  from  the  Department  of  Public 
Works/Bureau  of  Engineering  Capital  Projects-Transportation  Funds  (3C/SIF/UNA^  now,  therefore, 
be  it 

RESOLVED,  That  this  Commission  hereby  approves  the  award  of  Clean  Water  Program 
Contract  No.  CW-129,  "Broadway/Bryant/Sonoma  Streets  Sewer  Replacement"  in  the  amount  of 
$24 1 , 1 82.00  to  the  lowest  responsive  and  responsible  bidder  Uniacke  Construction,  Inc. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of       DEC  1 5  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 


City  and  County  of  San  Francisco 


RESOLUTION  NO. 


9B-0317 


WHEREAS,  The  Clean  Water  Program  has  a  continuing  Capital  Improvement  Program  to 
upgrade  major  facilities  used  in  the  handling  and  treatment  of  wastewater  throughout  the  City;  and 

WHEREAS,  The  Commission  awarded  Clean  Water  Program  Contract  CW-139,  "Channel 
Pump  Station  Variable  Speed  Control  Improvements"  to  Millard  Tong  Construction  Co.  on  March 
24,  1998  by  Resolution  No.  98-0063;  and 

WHEREAS,  The  combination  of  existing  pump  motors  and  the  newly  installed  Variable 
Frequency  Drives  (VFDs)  resulted  in  excessive  noise  and  vibration  during  pump  startup;  and 

WHEREAS,  Upon  removal  of  the  pump  motors  for  inspection,  the  Contractor  and  the 
City's  construction  staff  discovered  that  the  motor  rotors  were  substantially  different  than  that 
which  is  indicated  in  the  original  motor  rotor  design;  and 

WHEREAS,  To  eliminate  the  incompatibility  with  the  new  VFDs,  the  four  (4)  motor  rotors 
must  be  re-engineered  at  a  total  cost  of  $109,536  and  an  additional  35  calendar  days  over  the 
original  contract  amount  and  time;  and 

WHEREAS,  As  a  result,  the  contract  cost  and  duration  under  Contract  CW-139  for  the 
refurbishing/replacement  of  the  Channel  Pump  Station  pump  motors  and  motor  drives  greatly 
exceeded  the  amount  upon  which  the  contract  was  bid  and  awarded;  and 

WHEREAS,  Funding  is  available  from  the  1 994  Sewer  Revenue  Bonds  (FAMIS  Index  Code: 
CWP600PU2UNA,  CENSR4MR7140,  Job  Order  No.  1 171N);  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Contract  Modification  No.  2  in  the 
amount  of  $  1 09,536.00  and  time  extension  of  3  5  calendar  days  to  Clean  Water  Program  Contract  CW- 
139,  Channel  Pump  Station  Variable  Speed  Control  Improvements. 


I  hereby  certify  that  the  foregomp  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of         ULO  1  Q  ijjo 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO,  98-0318 


WHEREAS,  This  Commission  awarded  San  Francisco  Water  Department  Contract  WD-2126  6- 
Inch  Ductile  Iron  Main  Installation  in  Spruce,  Cook,  Blake,  Collins  and  Woods  streets  between  Anza 
Street  and  Euclid  Avenue  to  Marinship  Construction  Services,  Inc.,  41  Dorman  Ave.,  Ste.  3,  San 
Francisco,  CA  94124,  in  the  amount  of  $536,175.00  on  June  25,  1996,  by  Resolution  No.  96-0132;  and 

WHEREAS,  Funds  for  Contract  WD-2126  are  available  in  Project  CUW  87034  Index  Code 
538734; and 

WHEREAS,  Said  Contract  was  certified  by  the  Controller  on  July  7,  1996,  and  the  first  Contract 
day  was  established  as  August  26,  1996,  with  all  work  specified  to  be  completed  within  125  calendar 
days,  on  or  before  December  28,  1996;  and 

WHEREAS,  All  work  was  actually  completed  on  April  11,  1997,  which  was  104  calendar  days 
over  and  above  the  time  specified  in  the  Contract;  and 

WHEREAS,  As  part  of  the  negotiated  agreement  between  the  Engineer  and  the  Contractor,  the 
Engineer  agreed  to  extend  the  time  for  completion  of  the  Contract  to  April  11,1 997,  to  cover  7 1  days  of 
avoidable  delays  resulting  from  difficulties  the  Contractor  encountered  to  pass  the  pressure  testing  of  the 
main,  and  unavoidable  delays  resulting  from  the  extremely  wet  season  which  was  experienced  during  the 
winter  of  1996-1997;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Contract  Modification  No.  1  in  the  credit 
amount  of  $49,923.27  for  a  revised  net  Contract  amount  of  $486,251.73,  and  changing  the  Contract 
performance  time  from  125  calendar  days  to  229  calendar  days,  thereby  establishing  the  Contract 
Completion  date  at  April  11,  1997;  accepts  as  complete  the  work  performed  under  San  Francisco  Water 
Department  Contract  WD-2126  6-  Inch  Ductile  Iron  Main  Installation  in  Spruce,  Cook,  Blake,  Collins  and 
Woods  streets  between  Anza  Street  and  Euclid  Avenue;  assesses  liquidated  damages  of  $35,500.00  for  71 
calendar  days  of  avoidable  delays;  and  authorizes  final  payment  in  the  amount  of  $40,136.78  to  the 
Contractor,  Marinship  Construction  Services,  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  DEC  15  1998  


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0319 


WHEREAS,  This  Commission  awarded  San  Francisco  Water  Department  Contract  No. 
WD-2154  Cement  Mortar  Line  54  Inch  PipeHne  in  Junipero  Serra  Boulevard  from  Holloway  Avenue 
to  Sloat  Boulevard  to  J.  Fletcher  Creamer  &  Sons,  Inc.,  and  Marinship  Construction,  Inc.,  A  Joint 
Venture,  on  October  22,  1996  by  PUC  Resolution  No.  96-0244  in  the  amount  of  $806,866.00;  and 

WHEREAS,  The  Contract  provided  that  all  work  be  completed  within  150  calendar  days  upon 
notification  of  the  first  Contract  date  by  the  Engineer,  and  a  Notice  to  Proceed  establishing  January  6, 
1997  as  the  first  Contract  day,  specifying  all  work  to  be  completed  on  or  before  June  4,  1997;  and 

WHEREAS,  Unseasonable  heavy  rains  during  the  early  months  of  1997  and  the  winter  of 
1997-1998  resulted  in  the  Water  Department  not  being  able  to  make  the  pipeline  available  to  the 
Contractor  as  originally  planned,  thereby  requiring  the  Engineer  to  suspend  work  for  one  year  until 
January  12,  1998,  and  making  scheduling  by  the  Contractor  of  construction  activities  virtually 
impossible,  resulting  in  delays  that  were  unavoidable  for  the  Contractor;  and 

WHEREAS,  Work  under  Contract  WD-2154  was  actually  completed  on  June  23,  1998; 

WHEREAS,  Funds  for  this  Contract  are  available  in  Project  CUW618  Famis  Index  Code 
536181;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  approves  Contract  Modification  No.  1  to  San 
Francisco  Water  Department  Contract  No.  WD-2154  extending  the  Contract  completion  date  of  the 
Contract  to  June  23,  1998  for  unavoidable  delays  and  increasing  the  Contract  amount  by  a  debit 
amount  of  $62,890.52  for  a  revised  Contract  amount  of  $869,756.52;  accepts  the  work  as  complete; 
and  approves  final  payment  to  the  Contractor,  J.  Fletcher  Creamer  &  Sons,  Inc.,  and  Marinship 
Construction,  Inc.,  A  Joint  Venture  in  the  amount  of  $207,743.02. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  DEC  151998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0320 


WHEREAS,  This  Commission  awarded  San  Francisco  Water  Department  Contract  WD-2162 
8-  Inch  Ductile  Iron  Main  Installation  in  Monterey  Boulevard  between  St.  Elmo  and  San  Anselmo 
Streets  and  in  Mangels  Avenue  between  Congo  and  Detroit  Street,  to  Marinship  Construction  Services, 
Inc.,  41  Dorman  Ave.,  Ste.  3,  San  Francisco,  CA  94124,  in  the  amount  of  $478,415.00,  on  February 
13,  1996,  by  PUC  Resolution  No.  96-0030;  and 

WHEREAS,  Said  Contract  was  certified  by  the  Controller  on  March  20,  1996,  and  a  Notice  to 
Proceed  letter  was  sent  to  the  Contractor  on  March  25,  1996,  establishing  April  8,  1996  as  the  first 
Contract  day  and  specifying  that  all  work  was  to  be  completed  within  120  calendar  days,  on  or  before 
August  5,  1998;  and 

WHEREAS,  The  Contractor  competed  all  work  on  August  6,  1998  with  one  day  of  unavoidable 
delay  due  to  rain;  and 

WHEREAS,  Funds  for  this  Contract  are  available  in  Project  CUW87008  Famis  Index  Code 
508708;  now,  therefore  be  it 

RESOLVED,  That  his  Commission  hereby  approves  Contract  Modification  No.  1  to  San 
Francisco  Water  Department  Contract  No.  WD-2162  8-  Inch  Ductile  Iron  Main  Installation  in 
Monterey  Boulevard  between  St.  Elmo  and  San  Anselmo  Streets  and  in  Mangels  Avenue  between 
Congo  and  Detroit  Streets  extending  the  Contract  completion  date  by  one  calendar  day  for  rain  caused 
delay,  and  approving  a  credit  modification  in  the  amount  of  $65,847.00  for  a  revised  final  Contract 
amount  of  $412,568.00;  accepts  the  work  under  said  Contract  as  complete,  and  authorizes  final 
payment  in  the  amount  of  $2,530.00  to  the  Contractor,  Marinship  Construction  Services,  Inc. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

^'^'i^sof   DEC  15  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0321 


WHEREAS,   The  Commission  awarded  San  Francisco  Water  Department  Contract  No.  WD- 
2103,  16-Inch  Ductile  Iron  Feeder  Main  Installation  in  Valencia  Street  between  Market  Street  and  16th 
Street  on  October  10,  1995,  by  Resolution  No.  95-0189  to  P«S:J  Utility  Co;  and 

WHEREAS,  Funding  for  this  Contract  is  available  in  Project  No.  CUW850,  Index  Code  No. 
508505; and 

WHEREAS,  All  work  under  Contract  No.  WD-2103  has  been  performed  to  the  satisfaction  of  the 
San  Francisco  Water  Department;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  the  work  performed  under  San  Francisco 
Water  Department  Contract  No.  WD-2103,  16-Inch  Ductile  Iron  Feeder  Main  Installation  in  Valencia 
Street  between  Market  Street  and  16th  Street,  as  satisfactorily  completed;  approves  credit  Contract 
Modification  No.  1  in  the  amount  of  $25,793.42;  approves  extension  of  time  of  32  calendar  days  for 
unavoidable  delays;  and  authorizes  final  payment  in  the  amount  of  $2,500.00  to  the  Contractor,  P  &  J 
Utility  Co. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  DEC  151998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


98-0322 


WHEREAS,  This  Commission  awarded  San  Francisco  Water  Department  Contract  No.  WD-2121, 
8-Inch  Ductile  Iron  Main  Installation  in  Bayshore  Boulevard  between  Oakdale  Street  and  Industrial  Street 
on  June  25,  1996  by  Resolution  No.  96-0133;  and 

WHEREAS,  Funds  for  this  Contract  are  available  in  Project  CUW87067,  Famis  Index  Code 
538727; and 

WHEREAS,  All  work  under  Contract  No.  WD-2121  has  been  performed  to  the  satisfaction  of  the 
San  Francisco  Water  Department;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  the  work  performed  under  San  Francisco 
Water  Department  Contract  No.  WD-2121,  8-Inch  Ductile  Iron  Main  Installation  in  Bayshore  between 
Oakdale  Street  and  Industrial  Street,  as  satisfactorily  completed;  approves  credit  Contract  Modification 
No.  1  in  the  amount  of  $49,525.00  and  authorizes  final  payment  in  the  amount  of  $2,303.00  to  the 
Contractor,  P  &  J  Utility  Co. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  DEC  1  5  1998 


Secretary,  Public  Utilities  Commission 


WHEREAS,  The  CWP  has  a  continuing  Capital  Improvement  Program  to  upgrade  major  facilities 
used  in  the  handling  and  treatment  of  wastewater  throughout  the  City;  and 

WHEREAS,  Construction  has  been  completed  for  Contract  Specification  No.  1 165N,  "North  Point 
Water  Pollution  Control  Plant  Improvements  -  Phase  1 ,"  to  improve  the  operation  and  reliability  of  this 
aging  wastewater  treatment  plant;  and 

WHEREAS,  The  Department  of  City  Planning  Office  of  Environmental  Review  has  determined  that 
this  Capital  Improvement  project  is  categorically  exempt  from  environmental  review  under  the  state 
Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  The  original  contract  amount  to  Schram  Construction, Inc.  was  $2,555,700  and  Contract 
Modification  No.  1  was  for  an  additional  amount  of  $94,702  with  zero  time  extensions;  and 

WHEREAS,  Contract  Modification  No.  2  (Final)  was  for  an  additional  amount  of  $3 1 ,573  with  zero 
time  extensions;  thereby,  bringing  the  final  contract  amount  to  $2,681,975;  and 

WHEREAS,  The  contract  was  completed  in  the  required  duration  of  196  calendar  days;  and 

WHEREAS,  MBE  and  WBE  subcontracting  participation  has  been  accepted  by  the  HRC  Contract 
Compliance  Officer  assigned  to  monitor  Clean  Water  Program  contracts;  and 

WHEREAS,  Funds  for  said  Contract  are  available  from  the  1 994  Sewer  Bonds  (FAMIS  Index  Code: 
DPWEACPF0878,  Project  No.  CENSR4MR6540,  Job  Order  No.  1 165N);  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  the  work  performed  under  Clean  Water  Program 
Contract  Specification  No.  1 165N,  "North  Point  Water  Pollution  Control  Plant  Improvements  -  Phase  1"  as 
satisfactorily  complete,  approves  Contract  Modification  No.  2  (Final)  in  the  increased  amount  of  $31,573, 
and  authorizes  final  payment  in  the  amount  of  $50,329  (of  which  $25,000  is  to  be  released  from  escrow)  to 
the  Contractor,  Schram  Construction,  Inc. 


resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.  98-0324 


WHEREAS,  The  Clean  Water  Program  has  a  continuing  Capital  Improvement  Program  to  upgrade 
major  facilities  used  in  the  handling  and  treatment  of  wastewater  throughout  the  City;  and 

WHEREAS,  Construction  has  been  completed  for  Contract  Specification  No.  1 1 86N,  "North  Shore 
Pump  Station  Reliability  Improvements,"  to  improve  the  operation  and  reliability  of  the  pump  station;  and 

WHEREAS,  The  Department  of  City  Plarming  Office  of  Environmental  Review  has  determined  that 
this  Capital  Improvements  Project  is  categorically  exempt  from  environmental  review  under  the  State 
Guidelines  implementing  the  California  Environmental  Quality  Act;  and 

WHEREAS,  The  original  contract  amount  to  Schram  Contruction,  Inc.  was  $  1 ,4 1 9,000  and  Contract 
Modification  No.  1  was  for  an  additional  $69,545  and  for  a  time  extension  of  161  calendar  days;  and 

WHEREAS,  Contract  Modification  No.  2  was  for  an  additional  amount  of  $400,000  and  no  time 
extensions  for  emergency  repairs  due  to  the  August  1 997  flooding  of  the  pump  station;  and 

WHEREAS,  Contract  Modification  No.  3  was  for  an  additional  amount  of  $505,293  without 
accounting  for  time  extensions  for  permanent  repairs  due  to  the  August  1997  pump  station  flooding;  and 

WHEREAS,  Contract  ModificationNo.  4  (Final)  was  for  an  addifional  amount  of  $82,500  and  a  time 
extension  of  165  calendar  days,  which  accounted  for  the  final  costs  and  delays  due  to  the  August  1997  pump 
station  flooding;  thereby  bringing  the  final  contract  amount  to  $2,476,338  and  the  total  allowed  contract  time 
to  508  calendar  days;  and 

WHEREAS,  MBE  and  WBE  subcontracting  participation  has  been  accepted  by  the  HRC  Contract 
Compliance  Officer  assigned  to  monitor  Clean  Water  Program  contracts;  and 

WHEREAS,  Funds  for  said  Contract  are  available  from  the  1994  Sewer  Bond  Fund  (FAMIS  Index 
Code:  DPWEACPF0878,  CENSR4MR8640,  Job  Order  No.  1 186N);  now  therefore,  be  it 

RESOLVED,  That  this  Commission  hereby  accepts  the  work  performed  under  Clean  Water  Program 
Contract  SpecificationNo.  1 186N,  "North  Shore  Pump  Station  Reliability  Improvements,"  as  satisfactorily 
complete,  approves  Contract  ModificationNo.  4  (Final)  for  an  additional  amount  of  $82,500,  and  authorizes 
final  payment  in  the  amount  of  $50,000  (of  which  $25,000  is  to  be  released  from  escrow)  to  the  Contractor, 
Schram  Construction.  Inc. 

I  hereby  certify  that  the  foregoing  resolution  was  adopted iy  the  Public  Utilities  Commission  at  its 


meeting  of 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

98-0325 


RESOLUTION  NO. 


WHEREAS,  The  Clean  Water  Program  has  a  continuing  sewer  repair  and  replacement  program  to 
repair/replace  structurally  inadequate  sewer  facilities;  and 

WHEREAS,  Construction  has  been  completed  for  Contract  Specification  No.  122  IN,  "Lyon  / 
Sacramento  /  Post  Streets  Sewer  Replacement,"  to  replace  the  existing  VCP  sewer  with  1,216  linear  feet  of 
12-inch  diameter  VCP  and  44  linear  feet  of  12-inch  diameter  VCP  by  sliplining;  and 

WHEREAS,  The  Department  of  City  Plarming  Office  of  Environmental  Review  has  determined  that 
the  Repair  and  Replacement  Program  is  categorically  exempt  from  environmental  review  under  the  State 
Guidelines  implementing  the  California  Environmental  Quality  Act,  and  no  hazardous  materials  were 
encountered  during  construction;  and 

WHEREAS,  The  original  contract  amount  to  K.J.  Woods  Construction,  Inc.  was  $264,000.00  and 
Contract  Modification  No.  1  (Final)  to  adjust  for  actual  quantities  used  during  construction  is  in  the  credit 
amount  of  $30,715.00,  thereby  bringing  the  final  contract  to  $233,285.00;  and 

WHEREAS,  The  MBE/WBE  subcontracting  for  this  contract  has  been  approved  by  the  HRC  Contract 
Compliance  Officer  assigned  to  monitor  the  Repair  and  Replacement  Program;  and 

WHEREAS,  Funds  for  said  Contract  are  available  from  the  R&R  Fund  (Fund  5C/CPF/R&R,  FAMIS 
Project  No.  CENRNRR85240);  now,  therefore,  be  it 

RESOLVED,  That  this  Commission,  hereby  accepts  the  work  performed  under  Utilities  Engineerirg 
Bureau  Contract  No.  1221Nas  satisfactorily  complete;  approves  Contract  Modification  No.  1  (Final)  in  the 
credit  amount  of  $30,715.00,  authorizes  final  payment  in  the  amount  of  $14,285.13  to  the  Contractor,  K.J. 
Woods  Construction,  Inc.,  and  approves  a  81 -day  time  extension  for  contract  completion. 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities 
Commission  at  its  meeting  of          DEC  15  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO.  98-0326 


WHEREAS,  The  SF  PUG  requires  as-needed  consultant  assistance  to  augment  staff 
resources  In  order  to  complete  City  Distribution  Division  Reservoirs  and  Tanks  Capital  Projects, 
and  to  provide  immediate  response  to  unforeseen  events  and  circumstances  that  may  occur  for 
these  facilities;  and 

WHEREAS,  Through  the  use  of  as-needed  consultants,  the  SF  PUC  will  obtain  expertise 
not  othenwise  available;  and 

WHEREAS,  Use  of  already-contracted  as-needed  consultants  will  permit  the  SF  PUC  to 
respond  to  regulatory  deadlines  and  to  capital  projects  in  a  more  efficient  and  timely  manner; 
and 

WHEREAS,  Contracting  with  more  than  one  as-needed  consultant  will  provide  the  SF 
PUC  with  a  greater  pool  of  skills,  increased  flexibility,  opportunities  for  cost  savings  and  fewer 
conflicts  of  interest  from  past  work;  and 

WHEREAS,  The  staff  has  modified  the  consultant  selection  procedures  to  meet  the 
suggestions  of  the  SF  PUC  and  to  decrease  the  time  required  for  selection;  now,  therefore,  be  it 

RESOLVED,  That  this  Commission  authorizes  the  Manager  of  the  Utilities  Engineering 
Bureau  to  advertise  and  request  statements  of  qualification  from  engineering  consultants  to 
provide  as-needed  services  to  the  SF  PUC  for  a  period  of  four  years,  with  a  total  spending 
authority  of  $10,000,000  (ten  million  dollars).  Funding  for  this  work  will  be  through  City 
Distribution  Division's  Capital  Projects. 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 

^^^tingof   DEC  151998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 

RESOLUTION  NO.        ^  o    i  o  t 


WHEREAS,  Pursuant  to  Public  Utilities  Commission  Resolution  No.  90-0300,  the 
Commission  entered  into  an  agreement  for  the  employment  of  the  law  firm  of  Ellison  and 
Schneider  ("Counsel")  to  provide  legal  services  to  the  Commission  in  conjunction  with  the  City 
Attorney's  Office  for  the  purpose  of  identifying  additional  sources  of  water,  negotiating  agree- 
ments for  the  purchase  of  additional  water  supplies,  working  with  state,  federal  and  local 
agencies  regarding  the  acquisition  of  additional  water  supplies,  and  advising  the  Commission 
on  legal  issues  pertaining  to  water  supplies;  and 

WHEREAS,  The  Commission  and  City  Attorney's  Office  desire  to  continue  to  retain 
Counsel  to  the  full  extent  of  the  anticipated  future  need  of  its  legal  services;  and 

WHEREAS,  This  firm  is  an  integral  part  of  CCSF's  defense  in  these  arenas;  and 

WHEREAS,  Additional  funding  is  needed  for  the  continued  services  of  Ellison  and 
Schneider;  and 

WHEREAS,  Funds  are  available  in  the  Hetch  Hetchy  operating  budget,  Professional 
Services;  now,  therefore,  be  it 

RESOLVED,  That  the  Commission  does  hereby  agree  to  enter  into  the  Fourteenth 
Amendment  to  Agreement  with  Counsel,  thereby  increasing  the  amount  that  may  be  paid  under 
the  contract  by  $450,000,  for  a  total  amount  not  to  exceed  $6,910,900,  and  extend  the  contract 
term  to  December  31,  1999  for  legal  services  as  described  above;  and  be  it 

FURTHER  RESOLVED,  That  the  Commission  hereby  authorizes  the  General  Manager 
of  the  Public  Utilities  Commission  to  execute  the  Fourteenth  Amendment  to  this  Agreement. 


HO1 1406 


I  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  DEC  15  1998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


98-0328 


RESOLUTION  NO. 


WHEREAS,  Pursuant  to  the  Public  Utilities  Commission  Resolution  No.  90-0299,  the 
Commission  entered  into  an  agreement  for  engineering  services  with  the  firm  of  Murray,  Burns 
&  Kienlen,  Inc.  (Contractor);  and 

WHEREAS,  The  Consultant  has  been  of  value  in  support  of  the  ongoing  water  litigation; 

and 

WHEREAS,  The  Commission,  City  Attorney's  Office,  and  SPARC  desire  to  continue  to 
retain  Contractor  to  the  full  extent  of  the  anticipated  future  needs  of  their  services;  now, 
therefore,  be  it 

RESOLVED,  That  the  Commission  authorizes  a  one  year  extension  to  cover  the  work  to 
be  performed  by  Murray,  Burns  &  Kienlen  during  1999;  and,  be  it 

FURTHER  RESOLVED,  That  the  Commission  hereby  authorizes  the  General  Manager 
of  the  Public  Utilities  Commission  to  execute  the  Eighth  Amendment  to  the  Agreement  with 
Murray,  Burns  &  Kienlen. 


H011416 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  DEC  151998 


Secretary,  Public  Utilities  Commission 


PUBLIC  UTILITIES  COMMISSION 

City  and  County  of  San  Francisco 


RESOLUTION  NO. 


WHEREAS,  By  Resolution  No.  89-0305  (November  11,  1989)  on  the  recommendation 
of  the  City  Attorney,  the  Public  Utilities  Commission  entered  into  a  contract  with  Jackson 
Research  Projects,  now  JRP  Historical  Consulting  Services  (JRP),  for  the  purpose  of  providing 
professional  historical  consulting  and  archiving  services  related  to  the  Hetch  Hetchy  Project  and 
for  research  and  analysis  of  San  Francisco's  water  rights;  and 

WHEREAS,  Contractor  will  continue  to  provide  "as  needed"  consulting  work  for 
litigation  support  and  historical  inquiries  required  to  support  the  cultural  resource  documentation 
of  PUC  projects  in  order  to  meet  CEQA  requirements  and  to  support  legal  work  by  PUC 
attorneys;  and 

WHEREAS,  JRP  provides  "as  needed"  historical  consulting  services  and  research  for 
the  City  Attorney  in  the  Bay-Delta  water  rights  proceedings;  and 

WHEREAS,  A  contract  extension  to  January  26,  1999  is  now  needed  to  cover  the  "as 
needed"  work  to  be  completed  by  JRP  and  allow  the  Human  Rights  Commission  to  meet  with 
JRP  and  establish  WBE/MBE  contracting  goals;  now,  therefore,  be  it 

RESOLVED,  That  the  Commission  authorizes  an  extension  to  cover  the  work  to  be 
performed  by  JRP  Historical  Consulting  Services  during  January  1999. 


H011410 
JRP12r 


/  hereby  certify  that  the  foregoing  resolution  was  adopted  by  the  Public  Utilities  Commission  at  its 
meeting  of  DEC  15  1998   


Secretary,  Public  Utilities  Commission 


